Project Manual 

for 


DPW Garage 

Roof Replacement Project 

Arlington, Massachusetts 


prepared bv: 

Elements Management, LLC 

30 Briarcliff Drive 
Hopkinton Massachusetts 01748 


Date of Issue: 


September 16, 2015 






TOWN OF ARLINGTON 
MASSACHUSETTS 

Bid #15-47 

INVITATION FOR BID 

Roof Replacement/DPW Maintenance Garage 

Sealed bids are invited and will be received by the Town Manager, Town of Arlington, Massachusetts, until 11:00 A.M., 
Thursday, October 1, 2015 at the Office of the Purchasing Agent, Town Hall, Arlington, Massachusetts, at which time 
and place in the Town Hall they will be publicly opened and read aloud. 

Specifications and proposal forms will be available at the Office of the Purchasing Agent/Town Manager’s Office at the 
above-mentioned address on Thursday September 17, 2015 and on the Town Website www.arlinqtonma.qov/purchasinq . 

Every bid shall be accompanied by a BID DEPOSIT in the form of a BID BOND OR CASH, OR A CERTIFIED CHECK, 
OR TREASURER'S OR CASHIER'S CHECK. The amount of such bid deposit shall be FIVE PERCENT (5%) of the value 
of the bid. 

All bids must be in sealed envelopes plainly marked: 

BID #15-47 ROOF REPLACEMENT/DPW MAINTENANCE GARAGE 


A Pre-bid Site Visit will be held on Tuesday September 22, 2015 @ 1:00 P.M. at the DPW Garage, 51 Grove St., 

Arlington, MA. All Prospective Bidders are encouraged to attend. 

DCAMM: ROOFING 

Attention is called to the fact that minimum wage rates and health and welfare and pension fund contributions are 
established for this contract and are a part of the specifications. 

Work under this contract shall be governed by MGL Ch.149, Sec.44A-J. 

A Performance Bond in the amount of $ 100% of the total dollar award is required. 

A Payment Bond in the amount of $ 100% of the total dollar award is required. 

The conditions of employment as set forth in Sections 26 to 27D and 27F of Chapter 149 of the General Laws, as 
amended, shall prevail in the execution of the work under this contract. 

Bids to receive consideration must be in the hands of the Purchasing Agent or his authorized representative not later than 
the day and hour above mentioned. 

For further information relative to this bid, please confer with Mark Miano at 781 -316-3631. 

The Town Manager reserves the right to cancel any invitation for bids, to reject in whole or in part any and all bids, when it 
is deemed in the best interest of the Town of Arlington to do so. 

TOWN OF ARLINGTON 


September 16, 2015 


Adam W. Chapdelaine 
Town Manager 
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Document 00 41 13 
FORM FOR GENERAL BID 


BID OF:_. 

(Name of General Bidder) 

PROJECT: Arlington DPW Roof Replacement Project 

TO: Town of Arlington 

730 Massachusetts Avenue 
Ariington, Massachusetts 02476 

A. The undersigned Bidder hereby offers and agrees to provide aii iabor, services, products, 
and materiais required in the performance of Work to compiete the foiiowing named project: 

Ariington DPW Garage - Roof Repiacement Project 
51 Grove Street 

Ariington, Massachusetts 02476 

to the satisfaction of the Awarding Authority and the Consuitant and in accordance with the 
accompanying Bidding and Contract Documents, dated: September 16, 2015, and Pians 
and Specifications as prepared by: 


Eiements Management, LLC 

30 Briarciiff Drive 

Hopkinton, Massachusetts 01748 


for the Contract price specified beiow, subject to additions and deductions according to the 
terms of the Contract Documents. 


B. Base Bid Sum: The proposed totai contract price, for the REPLACEMENT OF THE 

EXISTING BUILT UP ROOFS WITH A NEW MODIFIED BUILT UP ROOF is: (Base Bid - 
NOT INCLUDING ALTERNATES) 


(total contact price amount in words, which governs) 


Dollars 


{$ 


. ) 

(totai contract price amount in numbers) 


C. Add Alternate #1 Sum: The proposed total contract price, for the REPLACEMENT OF THE 
SLOPED ROOFS WITH AN EPDM ROOFING AND GUTTER SYSTEM, is: (NOT 
INCLUDING BASE BID) 


(total contact price amount in words, which governs) 


Dollars 


{$ 


. ) 

(totai contract price amount in numbers) 
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D. Addenda: The Bidder acknowledges receipt of addenda numbered as follows, and has 
taken them into consideration in the preparation of this Bid: 

{ . )( . )( . )( . ){ . ){ . ){ . ) 

(indicate addendum numbers received ) 

E. UNIT PRICING: Should certain additional work be required, or should the quantities of 
certain classes of work be increased or decreased from those upon which the Bid is based, 
as authorized by the Owner, the undersigned agrees that the following supplemental unit 
prices represent the exact net amount per unit to be paid the Contractor (in the case of 
additions or increases) or credited to the Owner (in the case of decrease), without further 
adjustment for overhead, profit, insurance, compensation insurance or other direct or 
indirect expenses of the Contractor. 


Schedule of Unit Prices 

1. Random removal and replacement of deteriorated metal decking . Ouantities shall be 
determined by calculation of actual square footage installed with no allowance for 
waste. The Contractor shall include 500 square feet (SF) as the Bid quantity. 
Reference Section 07 55 00. 

a. ADD:$_/SF DEDUCT: $_/SF 

2. Random removal and replacement of the deteriorated wood plank roof decking . 
Quantities shall be determined by calculation of square footage installed with no 
allowance for waste. The Contractor shall include 500 square feet (SF) as the Bid 
quantity. Reference Section 06 10 00. 

a. ADD:$_/SF DEDUCT: $_/SF 

3. Random removal and replacement of deteriorated wood blocking . Quantities shall be 
determined by calculation of actual board footage installed with no allowance for 
waste. The Contractor shall include 0 board feet (BF) as the Bid quantity. Reference 
Section 06 10 00. 

a. ADD: $_/BF DEDUCT: $_/BF 


F. Bid Security: Accompanying this proposal is a bid surety in the form of: (Bid bond) (Certified 
check) (Treasurer’s check) (Cashier’s check), payable to [Owner] in the amount of 


(Bond amount in words, which governs) 


Dollars 


{$ 


. ) 

(Bond amount in numbers) 


G. Examined Conditions: The undersigned Bidder hereby declares that he or she has visited 
the site and the conditions present and has carefully examined the Contract Documents, 
together with all Addenda issued, received and acknowledged below, and has familiarized 
himself or herself with the legal requirements (federal, state, and local laws, ordinances, 
rules and regulations) and other conditions which may affect the cost, progress or 
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performance of Work, and has made independent investigations, deemed necessary by the 
Bidder. 

H. Contract: The undersigned agrees that, if he or she is seiected as the Contractor, he/she 
wiii within five days, Saturdays, Sundays and iegai hoiidays exciuded, after presentation 
thereof by the Awarding Authority, execute a contract in accordance with the terms of this 
generai bid and furnish a Performance Bond and aiso a Labor and Materiai or Payment 
Bond, each of a surety company quaiified to do business under the iaws of the 
Commonweaith of Massachusetts and satisfactory to the Awarding Authority and each in 
the sum of the contract price, the premiums for which are to be paid by the Contractor and 
are inciuded in the contract price. 

I. Furnish Labor: The undersigned hereby certifies that he/she is abie to furnish iabor that can 
work in harmony with aii other eiements of iabor empioyed or to be empioyed on the work; 
that aii empioyees to be empioyed at the worksite wiii have successfuiiy compieted a 
course in construction safety and heaith approved by the United States Occupationai 
Safety and Fleaith Administration (OSFIA) that is at ieast 10 hours in duration at the time 
the empioyee begins work and who shaii furnish documentation of successfui compietion of 
said course with the first certified payroii report for each empioyee; and that he/she wiii 
compiy fuiiy with aii iaws and reguiations appiicabie to awards made subject to 
Massachusetts Generai Laws (MGL) Chapter 149, Section 44A. 

J. Withdraw bids: The Bidder agrees that this Bid shaii be good and may not be withdrawn for 
a period of 30 caiendar days after the scheduied dosing time for receipt of bids. 

K. Non-coiiusion: The undersigned Bidder certifies under the penaity of perjury, that he/she, 
and his/hers empioyees and agents of the Bidder, are the oniy persons interested in this 
proposai, that this proposai is made without any connection with any other person making 
any bid for the same work; that no person acting for, or empioyed by, the Awarding 
Authority is directiy or indirectiy interested in this proposai, or in any contract which be 
made under it, or in expected profits to arise therefrom; and without directiy or indirectiy 
infiuencing or attempting to infiuence any other person or corporation to bid or to refrain 
from bidding or to infiuence the amount of the bid of any other person or corporation; and 
that this proposai is made in good faith without coiiusion or connection with any other 
person bidding for the same work; and that this proposai is made with distinct reference 
and reiation to the pians and specifications prepared for this contract and herein 
mentioned. The undersigned further deciares that in regard to the conditions affecting the 
work to be done and the iabor and materiais needed, this proposai is based soieiy on their 
own investigation and research and not in reiiance upon any representation of any 
empioyee, officer or agent of the Awarding Authority. The undersigned further certifies 
under the penaities of perjury that this bid is in aii respect bona fide, fair and made without 
coiiusion or fraud with any other person. As used in this subsection the word “person” shaii 
mean any naturai person, joint venture, partnership, corporation or other business or iegai 
entity. The undersigned further certifies under penaity of perjury that the said undersigned 
is not presentiy debarred from doing pubiic construction work in the Commonweaith under 
the provisions of Section twenty-nine F of chapter twenty-nine, or any other appiicabie 
debarment provision of any other chapter of the Generai Laws or any ruie or reguiation 
promuigated thereunder. 

L. Affidavit of eiigibiiity to perform work in the Commonweaith of Massachusetts: The 
undersigned certifies under penaity of perjury that the said undersigned is not presentiy 
debarred from doing pubiic construction work in the Commonweaith under the provisions of 
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Section 29F of Chapter 29, or any other applicable debarment provisions of any other 
chapter of the General Laws or any rule or regulation promulgated hereunder. 

M. Authority Rights: The Bidder understands the Awarding Authority right to reject any and all 
bids, if in the public interest to do so. 

Should the instructions to Bidders, Form for General Bid, Conditions of the Contract, Plans 
or Specifications require submission of special data to accompany the bid, the Awarding 
Authority reserves the right to rule the bidder’s failure to submit such data an informality 
and to receive said data subsequently, within a reasonable time as set by the Awarding 
Authority. 

Date of Bid:. 

(Name of Bidder - Company Name) 

BY. 

(SIGNATURE of person signing Bid & Title) 


(PRINTED Name of person signing Bid & Title) 


(Business Mailing Address) 


(City/Town, State and Zip Code) 


Corporate Seal (Business Telephone Number) 

Note: If the bidder is a corporation, indicate state of incorporation under signature 
and affix corporate seal; if partnership, give full names and residential address of all 
partners; and if an individual give residential address if different from business 
address. 

End of Document 
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Roof Replacement Project 
Arlington, Massachusetts 


SECTION 01 10 00 
SUMMARY 


PARTI - GENERAL 

1.1 SUMMARY 

A. Project description. 

B. Definitions - Owner and Consuitant. 

C. Work by Owner. 

D. Use of Site. 

E. Project Manuai formats and conventions. 

1.2 PROJECT DESCRIPTION 

A. Work covered by Contract Documents, without iimiting the generaiity thereof, inciudes roof 

repiacement and sheet metai and fiashing repairs. 

1. Project Address: 

Ariington DPW Garage 
51 Grove Street 

Ariington, Massachusetts 02476 

2. Work inciuded beyond the Contract Limits: Protection and repiacement of abutting 

sidewaiks and roadways and iandscaping in pubiic way, and on adjacent properties. 

3. Compieteness: The Work shaii be as shown on the Drawings and be compiete in every 

respect and in conformance with aii appiicabie requirements of the governing iaws and 
codes. 

B. Contract time: The Contractor may begin on-site work on, or after October 2, 2015 with receipt 

of a written Notice to Proceed, or suitabie Letter of Intent. After commencement of work, the 
Contractor shall pursue the Work continuously and with diligence, and bring the Project to 
Substantial Completion prior to December 15, 2015. 

1. Substantial completion is the stage in the progress of the Work when the work or 
designated portion thereof is sufficiently complete in accordance with the Contract 
Documents so the Owner can occupy or utilize the Work for its intended use. This 
includes any and all permits required by governmental agencies necessary for 
occupancy and use. 

1.3 DEFINITIONS - OWNER AND CONSULTANT 

A. Wherever the term "Owner" is used in this specification, it refers to: 

Town of Arlington 

730 Massachusetts Avenue 

Arlington, Massachusetts 02476 


1. Project Confidentiality and Promotional Material: There shall be no information 
divulged concerning this Project to anyone including, for example information in 
application for permits, variances and other approval except such as in necessary to 
secure the same provided that all such applications shall be first submitted to Owner 
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for approval. Contractor shall not further refer to the Project In any of his/her 
promotional materials without the Owner’s prior written consent. 

B. Wherever the terms "Consultant”, “Architect” or “Designer” are used In the Contract 
Documents, It refers to: 

Elements Management, LLC 
30 Briarcllff Drive 
Hopkinton, MA01748 
Tel: 508-435-2250 


1.4 WORK BY OWNER 
N/A 

1.5 USE OF SITE 

A. Typical hours of construction: 7:00 am to 4:30 pm local time, Monday to Friday. Provisions for 

working hours other than those specified, must be prearranged with the Owner. 

B. Regulatory Authority: The Contractor shall comply with all local ordinances. 

1. None of the requirements herein shall be construed as relieving the Contractor of his 
responsibility to conduct his operations In conformance with local ordinances or 
requirements established by the Commonwealth. 

C. Suspension of Work: The Owner retains the right to temporarily suspend work at any time when 

the noise or disturbance created by construction proves disruptive to the building’s 
occupants. The Owner may request of the Contractor to utilize other means and methods, If 
practical, and acceptable to the Consultant, which are less disruptive. 

D. Use of, and access to, site may be subject to special requirements of the Owner, as directed. 

1. Pre-construction meeting: Prior to beginning the Work of this Contract, the Contractor 

shall meet with the Owner and the Consultant to determine procedures regarding 
access and use of the site, locations and access to staging and storage areas, tree 
protection, temporary barriers and fencing, and any special site conditions or 
restrictions regarding the use of the site areas surrounding the construction. 

2. Use of Owner’s receiving/shipping areas: Contractor Is responsible to deliver and receive 

all materials and equipment. Contractor Is not permitted to have supplies or equipment 
shipped directly to them In care of the Owner or Building Manager. 

3. Security: Owner’s Staff access must be permitted at all times In all construction areas, for 

purposes of security. 

E. Confine operations to areas within Contract limits Indicated on the Drawings. Portions of the site 

and building beyond areas In which construction operations are Indicated are not to be 
disturbed. 

1. Use of on-sIte areas for storage of materials must be pre-arranged with Owner. 

Schedule deliveries to minimize requirements for storage of materials. 

F. Keep all public roads and walks, and access drive to facility clear of debris caused by this 
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Work during building operations. 

1.6 COORDINATION WITH OCCUPANTS 

A. General: Perform all work in such a manner as to prevent interference with the Owner's 

operation of the facility, nor endanger the health, safety and well-being of the facility’s staff 
and building’s occupants. 

1. Take all measures to insure the safety of the general public. The Contractor must take 

every reasonable precaution and employ all necessary measures including extra 
cleaning, special supervisory personnel, and additional temporary barriers and signage 
to facilitate the clean, quiet, safe, and continual operation of the facility. 

2. The work will be done in an occupied building. It is imperative that the Contractor, its 

subcontractors and all their personnel treat building’s occupants with consideration and 
respect. No unnecessary noise or disruption of the activities of the will be permitted. 

B. Interruption of services: Any major work entailing disruption to heating, lighting, life safety 

system utility connections or other similar major disruption to building functioning must be 
coordinated with the Owner, and temporary services, safety precautions, or connections 
provided. Do not shut down any service without approval of the Owner. 

1. Provide both Owner and Consultant with 48 hour (2 work days minimum) notification for 

any disruption of service; provide notification for connecting, disconnecting, turning on 
or turning off any service which may affect Owner's operations. 

2. Provide 48 hour (2 work days minimum) notice to local fire department of disruptions in 

electrical services, fire alarm services and emergency power services. 

3. Any action either planned or unplanned, by the Contractor which impairs the operation of 

anyone or the activation of the fire alarm detection and or suppression system shall 
cause notification of the appropriate party. In case of unplanned, accidental, 
impairment, the Contractor will immediately notify the Owner. The Contractor should 
be prepared to provide assistance as required to correct the problem. 

1.7 PROJECT MANUAL FORMATS AND CONVENTIONS 


A. Project Manual Format: The Project Manual is organized into Divisions and subdivided into 

Sections and Documents using Construction Specification Institute (CSI) publication 
numbering system. 

1. Section Identification: Section numbers are utilized and cross-referenced throughout the 

Contract Documents. Sections in the Project Manual are in numeric sequence; 
however, the sequence is incomplete because only those Section numbers which are 
applicable to this Project are used. 

2. Division One of the Project Manual governs procedural and administrative requirements 

of the Work. Division One requirements are applicable to all Sections and Documents 
in the Project Manual. 

B. Specification Content: The Specifications use certain conventions for the style of language and 

the intended meaning of certain terms, words, and phrases when used in particular 
situations. These conventions are as follows: 
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1. Abbreviated Language: Language used in the Specifications and other Contract 

Documents is abbreviated. Words and meanings shaii be interpreted as appropriate. 
Words impiied, but not stated, shaii be inferred as the sense requires. Singuiar words 
shaii be interpreted as piurai, and piurai words shaii be interpreted as singuiar as 
appiicabie to the context of the Contract Documents. 

2. Imperative mood and streamiined ianguage is generaiiy used in the Specifications. 

Requirements expressed in the imperative mood are to be performed by Contractor. 
Occasionaiiy, the indicative or subjunctive mood may be used in the Section Text for 
ciarity to describe responsibiiities that must be fuifiiied indirectiy by Contractor or by 
others when so noted. 

a. The words "shaii," "shaii be," or "shaii compiy with," depending on the context, are 
impiied where a coion (;) is used within a sentence or phrase. 

PART 2 - PRODUCTS (Not Used) 

PART 3 - EXECUTION (Not Used) 


End of Section 
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Section 06 11 00 
ROUGH CARPENTRY 


PARTI - GENERAL 

1.1 RELATED DOCUMENTS: 


A. Drawings and general provisions of Contract, including General and Supplementary 
Conditions and other Division-1 Specification sections, apply to work of this section. 


B. Related work specified elsewhere: 

1. DIVISION 7 SECTION “EPDM ROOFING.” 

1. DIVISION 7 SECTION “MODIFIED BUILT UP ROOFING” 


1.2 SUMMARY: 

A. This portion of the specification sets forth the general requirements, including the quality 
and type of materials required for the installation of all pressure treated lumber used for 
wood curbs, nailing strips, miscellaneous blocking material, unexposed fillers, fascia, edging 
strips, wood decking, etc. 


1.3 STORAGE: 

A. All material specified herein shall be stored (after delivery to the site) so that it will befully 
protected from damage and weather, and shall be piled to prevent warpage. All lumber 
shall be fully protected to maintain the original required moisture content as specified in item 
titled "Moisture Content". 

1.4 OTHER REQUIREMENTS: 

A. Dimensions indicated on the drawings are nominal dimensions (except where details show 
actual sizes) and shall be subject to the standard reductions required for surfacing or 
tolerances permitted by the grading rules. Unless otherwise indicated on drawings, all 
material shall be S4S (surfaced four sides). 

1.5 PROTECTION: 

A. All finished work shall be adequately protected against damage from any source. 

1.6 COORDINATION: 

A. Carpenters shall coordinate their work with that of the other trades so that progress 
continues without interruption. 
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PART 2 - PRODUCTS 

2.1 WOOD-FRAMING AND CURBS: 

A. GRADING RULES, GRADES, AND SPECIES 

1. Lumber: Southern Pine, yellow pine, Douglas fir, spruce, ponderosa pine, larch or Hemlock and 
shall meet the following minimum grade requirement of construction standard ( 75% #1 and 
25% #2); free from warping and visible decay. Lumber shall be graded according to the 
standard grading rules of the Southern Pine Inspection Bureau, the West Association. 

B. MOISTURE CONTENT 

1. All lumber shall be air-dried or kiln-dried before treatment, so that the moisture content is not 
more than 19%. After treatment, it shall be kiln-dried at temperatures not exceeding 160 
degrees F. (71 degrees C) so that the moisture content is not more than 19% at time of 
shipment 

C. DECAY-RESISTANT TREATMENT: 

1. Lumber in contact with roofing or acting as fascias, and all other exterior lumber, shall be 
pressure-treated with a waterborne preservative in accordance with AW PA Specification P5. 
Creosote and oil-borne preservatives are not acceptable. 

2. Treating processes, material conditions, plant equipment, and other pertinent requirements 
shall conform to AWPA Specifications Cl and C2 for specific kind of lumber and type of 
preservative to be used. Retention shall be as required for intended use. 

3. All treated lumber shall bear the mark of a code recognized third party agency such as the 
AWPA. 

4 PLYWOOD: 

Grade: CDX or Cyme exterior Grade. 

Description: 5/8" thick. 

2.2 MECHANICAL FASTENERS: 

A. WOOD TO STEEL DECK: 

1. Acceptable Manufacturers: 

a. Roofgrip screw with Climaseal coating; plastic disc - Buildex 
Div. of ITW, Itasca, IL. 

b. Dekfast screw with Sentri coating: plastic disc - Construction 
Fasteners, Inc., Wyomissing, PA. 

c. Fabco Fastening Systems, West Newton, PA: Insul-Fixx screw 
with abcote coating; plastic plate, Plate-Fixx screw with 
Fabcote coat; plastic disc. 

d. Kwik-Deck screw with Oxyseal coating; plastic disc - Atlas Bolt 
& Screw Div., Trans Union Fastener Corp., Ashland, OH. 
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e. Olympic #12-11 Standard Steel Deck Screw or #14-10 Heavy 
Duty All Purpose Screw with CR-10 coating; three inch 
diameter plastic - Olympic Manufacturing Group, Inc., Agawam, 

MA. 

f. Glasfast (plastic disc) - Owens-Corning Fiberglas Corp., Toledo, 

OH. 

g. Perma Fastener screw with permaseal coating; plastic plate - 
International Permalite, Inc., Oak Brook, IL. 

2. Screw Length: Sufficient to engage steel deck 1/2 inch. 

B. WOOD TO WOOD: 

1. Type: Galvanized, common, annular ring nail. Length: Sufficient to penetrate underlay 
blocking 1-1/4 inches. 

2. Acceptable Manufacturers: 

a. Hillwood Manufacturing Co., Cleveland, OH. 

b. Independent Nail, Inc., Bridgewater, MA. 

c. W.H. Maze Co., Peru, IL. 

d. National Nail Corp., Grand Rapids, Ml. 

C. WOOD TO MASONRY: 

1. Acceptable Manufacturers: 

a. Tapcon 1/4" diameter, Phillips pan head anchor - Buildex Div. of 
ITW, Itasca, IL. 

b. Confas - Construction Fasteners, Inc., Wyomissing, PA. 

c. Con-fixx - Fabco Fastening Systems, West Newton, PA. 

d. #14-10 Heavy Duty all Purpose Screw - Olympic Manufacturing Group, Inc., 
Agawam, MA. 

e. Tru-Fast fastener (stainless steel) - The Tru-Fast Corp., Bryan, OH. 

2. Length: Sufficient to provide 1-1/2 inch embedment. 

D. WOOD TO HOLLOW MASONRY: 

1. Acceptable Manufacturers: 

a. Sleeve Anchor by Hilti Fastening Systems, Tulsa, OK. 

b. Rawly Hollow Masonry Anchor by the Rawiplug Co., Inc., New 
Rochelle, NY. 

2. Length: As recommended by manufacturer 


PART 3 - EXECUTION 
3.1 CARPENTRY: 
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A. At roof edge to receive metal fascia, around all roof top penetration perimeters, and under any 
flashing component that is to have a roof flange mechanically fastened to roofing substrate; 
Mechanically attach wood blocking. Blocking thickness: Equal to common 2x4”, 2x6”. 

B. Fasteners shall be installed in two rows staggered. Spacing in any one row shall not exceed 24 
inches. Within eight feet of outside corners, spacing shall not exceed twelve inches in any one 
row. 

C. Where required, offset blocking layers twelve inches, weave corners. 

D. When preservative treated wood is cut, the cut end shall be treated in accordance with AW PA 
Specification M4. 

E. Lumber shall be accurately cut to the work requirements and shall be well fastened. 

F. Bolted fastenings shall have washers of adequate size under both heads and nuts. Nails Shall 
be of correct size and quantity for proper fastening. Oversized nails that will result in splitting 
shall not be used. All fasteners shall be galvanized per ASTM A 153. 


END OF SECTION 
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SECTION 07 51 00 
EPDM ROOFING 
(ADD ALTERNATE) 


PART 1 - GENERAL 


1.00 Drawings and general provisions of the Contract, including General and Supplementary Conditions and 
Division 01 Specification Sections, apply to this Section. 

1.01 DESCRIPTION 

B. The project consists of installing a Fully Adhered EPDM Roofing System as outlined below and 
indicated on drawings. 

1. Install the Fully Adhered EPDM Roofing System in conjunction with insulation after tear off 
of the existing Spanish tile and metal roof sytem. 

2. Save as the Spanish tile the is in good condition on wood pallets which are to be 
stored for later use by the Arlington DPW. 

3. Properly dispose of the damaged tile and metal roof systems and damaged substrate 
materials. 

4. Inspect the wood deck for verification of suitable substrate as specified in this 
specification. Notify Architect of the quantity found that requires replacement. 

5. Inspect and replace all structurally damaged wood decking and structural support with like 
kind and fastening system. 

6. Install new wood fiberboard insulation system ,over prepared deck substrate, fastened to 
meet ASCE-10 wind design code and wind speeds of 105mph. 

7. Reuse existing masonry copper step flashings, thru wall copper flashings and lead 
flashings.Exist copper reglet flashings along two walls are to be replaced with kynar 
coated aluminum reglet flashings. 

8. Replace the gutters and downspouts to match existing. 

9. Install pressure treated wood blocking and .040 bronze aluminum kynar coated metal drip 
edge with 4” fascia and counterflashings, as required to complete the project. 


1.02 EXTENT OF WORK 

A. Provide all labor, material, tools, equipment, and supervision necessary to complete the installation 
of a .060 inch thick non-reinforced EPDM membrane Fully Adhered Roofing System including 
flashings and insulations or recovery board specified herein and as indicated on the drawings in 
accordance with the manufacturer's most current specifications and details. 

B. The roofing contractor shall be fully knowledgeable of all requirements of the contract documents and 
shall make themselves aware of all job site conditions that will affect their work. 

C. The roofing contractor shall confirm all given information and advise the building owner, prior to bid, of 
any conflicts that will affect their proposal. 

1.03 SUBMITTALS 

A. Prior to starting work, the roofing contractor must submit the following: 

1. Sample of the manufacturer's 15-Year Membrane System Warranty. 

2. Submit a letter of certification from the manufacturer which certifies the roofing contractor is 
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authorized to install the manufacturer's roofing system and lists foremen who have received 
training from the manufacturer along with the dates training was received. 

3. Certification that the contractor will guarantee the roof against all defects in workmanship 
for a period of 2-years from the completion date. 


1.04 PRODUCT DELIVERY, STORAGE AND HANDLING 

A. Deliver materials to the job site in the manufacturer's original, unopened containers or wrappings with 
the manufacturer's name, brand name and installation instructions intact and legible. Deliver in 
sufficient quantity to permit work to continue without interruption. 

B. Comply with the manufacturer's written instructions for proper material storage. 

1. Store materials, except membrane, between 60nF and 80nF in dry areas protected from 
water and direct sunlight. If exposed to lower temperature, restore to 60nF minimum 
temperature before using. 

2. Store materials containing solvents in dry, well ventilated spaces with proper fire and safety 
precautions. Keep lids on tight. Use before expiration of their shelf life. 

C. Insulation must be on pallets, off the ground and tightly covered with waterproof materials. 

D. Any materials which are found to be damaged shall be removed and replaced at the applicator's 
expense. 

1.05 WORK SEQUENCE 

A. Schedule and execute work to prevent leaks and excessive traffic on completed roof sections. Care 
should be exercised to provide protection for the interior of the building and to ensure water does not 
flow beneath any completed sections of the membrane system. 

B. Do not disrupt activities in occupied spaces or vehicle traffic. 

1.06 USE OF THE PREMISES 

A. Before beginning work, the roofing contractor must secure approval from the building owner's 
representative for the following: 

1. Areas permitted for personnel parking. 

2. Access to the site. 

3. Areas permitted for storage of materials and debris. 

4. Areas permitted for the location of cranes, hoists and chutes for loading and unloading 
materials to and from the roof. 

1.07 EXISTING CONDITIONS 

A. If discrepancies are discovered between the existing conditions and those noted on the drawings, 
immediately notify the owner's representative by phone and solicit the manufacturer's approval prior 
to commencing with the work. Necessary steps shall be taken to make the building watertight until 
the discrepancies are resolved. 
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1.09 TEMPORARY FACILITIES AND CONTROLS 

A. Temporary Utilities: 

1. Water, power for construction purposes and lighting are available at the site and will be made 
available to the roofing contractor. 

2. Provide all hoses, valves and connections for water from source designated by the owner 
when made available. 

3. When available, electrical power should be extended as required from the source. Provide 
all trailers, connections and fused disconnects. 

B. Temporary Sanitary Facilities 

Sanitary facilities are available at the job site. 

C. Building Site: 

1. The roofing contractor shall use reasonable care and responsibility to protect the building and 
site against damages. The contractor shall be responsible for the correction of any damage 
incurred as a result of the performance of the contract. 

2. The roofing contractor shall remove all debris from the job site in a timely and legally 
acceptable manner so as to not detract from the aesthetics or the functions of the building. 

D. Security: 

Obey the owner's requirements for personnel identification, inspection and other security measures. 
1.10 JOB SITE PROTECTION 

A. The roofing contractor shall adequately protect building, paved areas, service drives, lawn, shrubs, 
trees, etc. from damage while performing the required work. Provide canvas, boards and sheet metal 
(properly secured) as necessary for protection and remove protection material at completion. The 
contractor shall repair or be responsible for costs to repair all property damaged during the roofing 
application. 

B. During the roofing contractor's performance of the work, the building owner will continue to occupy the 
existing building. The contractor shall take precautions to prevent the spread of dust and debris, 
particularly where such material may drop into the building. The roofing contractor shall provide labor 
and materials to clean up debris in the construction area. 

C. Do not overload any portion of the building, either by use of or placement of equipment, storage of 
debris, or storage of materials. 

D. Protect against fire and flame spread. Maintain proper and adequate fire extinguishers. 

E. Take precautions to prevent drains from clogging during the roofing application. Remove debris at 
the completion of each day's work and clean drains, if required. At completion, test drains to ensure 
the system is free running and drains are watertight. Remove strainers and plug drains in adjacent 
areas to where work is in progress. Install flags or other telltales on plugs. Remove plugs each night 
and screen drain. 
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F. Store moisture susceptible materials above ground and protect with waterproof coverings. 

G. Remove all traces of piled bulk materials and return the job site to its original condition upon 
completion of the work. 

1.11 SAFETY 

The roofing contractor shall be responsible for all means and methods as they relate to safety and shall 
comply with all applicable local, state and federal requirements that are safety related. Safety shall be the 
responsibility of the roofing contractor. All related personnel shall be instructed daily to be mindful of the full 
time requirement to maintain a safe environment for the facility's occupants including staff, visitors, customers 
and the occurrence of the general public on or near the site. 

1.12 WORKMANSHIP 

A. Applicators installing new roof, flashing and related work shall be factory trained and approved by the 
manufacturer they are representing. 

B. All work shall be of highest quality and in strict accordance with the manufacturer's published 
specifications and to the building owner's satisfaction. 

C. There shall be a supervisor on the job site at all times while work is in progress. 

1.13 QUALITY ASSURANCE 

A. The EPDM membrane roofing system must achieve a UL Class A and be professionally engineered 
to ASCE -7 building code for wind uplift for the facilty and location of the building. 

B. Unless otherwise noted in this specification, the roofing contractor must strictly comply with the 
manufacturer's current specifications and details. 

C. The roofing system must be installed by an applicator authorized and trained by the manufacturer in 
compliance with the manufacturer. The roofing applicator shall be thoroughly experienced and upon 
request be able to provide evidence of having at least five (5) years successful experience installing 
single-ply EPDM roofing systems and having installed at least one (1) roofing application or several 
similar systems of equal or greater size within one year. 

D. Provide adequate number of experienced workmen regularly engaged in this type of work who are 
skilled in the application techniques of the materials specified. Provide at least one thoroughly trained 
and experienced superintendent on the job at all times roofing work is in progress. 

E. There shall be no deviations made from this specification or the approved shop drawings without the 
prior written approval of the specifier. Any deviation from the manufacturer's installation procedures 
must be supported by a written certification on the manufacturer's letterhead and presented for the 
specifier's consideration. 

1.14 JOB CONDITIONS, CAUTIONS AND WARNINGS 

A. Material Safety Data Sheets (MSDS) must be on location at all times during the transportation, 
storage and application of materials. 

B. When positioning membrane sheets, exercise care to locate all field splices away from corners. All 
field splices should be shingled to prevent bucking of water. 


4 


07 51 00 EPDM ROOFING 



Arlington DPW Garage 
Roof Replacement Project 
Arlington, Massachusetts 


C. Proceed with roofing work oniy when weather conditions are in compiiance with the manufacturer's 
recommended iimitations, and when conditions wiii permit the work to proceed in accordance with the 
manufacturer's requirements and recommendations. 

D. Proceed with work so new roofing materiais are not subject to construction traffic. When necessary, 
new roof sections shaii be protected and inspected upon compietion for possibie damage. 

E. Provide protection, such as 3/4 inch thick piywood, for aii roof areas exposed to traffic or faiiing debris 
during construction. Piywood must be smooth and free of fasteners and spiinters. 

F. The surface on which the insuiation or roofing membrane is to be appiied shaii be ciean, smooth, dry, 
and free of projections or contaminants that wouid prevent proper appiication of or be incompatibie 
with the new instaiiation, such as fins, sharp edges, foreign materiais, oii and grease. 

G. New roofing shaii be compiete and weathertight at the end of the work day. 

H. Contaminants such as grease, fats and oiis shaii not be aiiowed to come in direct contact with the 
roofing membrane. 

1.15 WARRANTY 

A. Provide manufacturer's 15 year Warranty. 

B. Provide contractor's 2 year guaranty. 


PART 2 PRODUCTS 
2.01 GENERAL 

A. Aii components of the specified roofing system shaii be products of (or approved by) the membrane 
manufacturer. 

1. Acceptabie Manufacturer: Cariisie, Firestone, John’s Manviiie. 

B. Uniess otherwise approved by the specifier and accepted by the membrane manufacturer, aii 
products must be manufactured and suppiied by the roofing system manufacturer and covered by the 
warranty. 

2.02 MEMBRANE 

Furnish .060 inch thick non-reinforced EPDM (Ethyiene, Propyiene, Diene Terpoiymer) in the iargest sheet 
possibie. The membrane shaii conform to the minimum physicai properties of ASTM D4637. When a 10 foot 
wide membrane is to be used, the membrane shaii be manufactured in a singie panei with no factory spiices 
to reduce spiice intersections. 

2.03 INSULATION/UNDERLAYMENT 

A. The insuiation shaii be mechanicaiiy fastened to the substrate in accordance with the manufacturer's 
pubiished specifications. 

B. The insuiation shaii be the membrane manufacturers approved 14” woodfiber recover board. 
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2.04 ADHESIVES AND CLEANERS 

All products shall be furnished by the membrane manufacturer and specifically formulated for the intended 
purpose. 

A. Bonding Adhesive: 

B. Splicing Cement. 

C. Splice Tape and Primer. 

D. Cleaning Solvent. 

E. Internal seam sealant. 

F. External seam sealant. 

2.05 FASTENERS AND PLATES 

To be used for mechanical attachment of insulation and to provide additional membrane securement: 

A. Fasteners: a threaded, black epoxy electro-deposition coated fastener used with steel and wood roof 
decks. 

B. PLates: A 3” diameter metal plate with a pre-assembled threaded #12 fastener with #3 phillips head 
used for insulation attachment into steel or wood decks. 

C. RUSS (Reinforced Universal Securement Strip): a 6 or 9 inch wide (white-on-black) reinforced EPDM 
membrane. 

The 6 inch wide RUSS shall be utilized horizontally or vertically. 

The 9 inch wide RUSS shall be utilized in conjunction with metal edgings to allow the continuation of 
the EPDM deck membrane as flashing. 


2.06 METAL EDGING AND MEMBRANE TERMINATIONS 

A. A metal reglet flashing system with an extruded aluminum anchor bar and .040 inch thick aluminum 
flashing. Metal fascia color shall be as designated by the Owner's Representative. 

B. A metal fascia/edge system with a 22 gauge continuous anchor cleat and .040 inch thick aluminum 
fascia. Install this 

C. A 1 inch wide and .098 inch thick extruded aluminum bar pre-punched 6 inches on center; 
incorporates a sealant ledge to support Lap Sealant and provide increased stability for membrane 
terminations. 

D. All existing thru wall copper flashings will be reused. Bend up for removal of old copper wall flashings, 
and bend back down to cover the new wall flashing termination bar and secure with masonry 
fasteners. 

2.07 OTHER MATERIALS 
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As required to complete the project. 


PART 3 EXECUTION 
3.01 GENERAL 

A. Comply with the manufacturer's published instructions for the installation of the membrane roofing 
system including proper substrate preparation, jobsite considerations and weather restrictions. 

B. Position sheets to accommodate contours of the roof deck and shingle splices to avoid bucking water. 

C. All quantities of wood deck replacement need to be verified and signed off by Architect. 

See BID FORM Unit prices for quantity of wood deck replacement that to be included in the bid. 


3.02 INSULATION (RECOVER BOARDjPLACEMENT 

A. Install insulation over the substrate with boards butted tightly together with no joints or gaps greater 
than 1/4 inch. Stagger joints both horizontally and vertically if multiple layers are provided. 

B. Secure insulation to the substrate with a minum of the required mechanical fasteners in accordance 
with ASCE-7-02 building code: Zone, with 11, 17, and 22 fasteners per Zones 1 -field, 2-perimeter, 
and 3-corners. Zone 2 and 3 required width is 4’. 

3.03 MEMBRANE PLACEMENT AND BONDING 

A. Unroll and position membrane without stretching. Allow the membrane to relaxfor approximately 1/2 
hour before bonding. Fold the sheet back onto itself so half the underside of the membrane is 
exposed. 

B. Apply the Bonding Adhesive in accordance with the manufacturer's published instructions, to both the 
underside of the membrane and the substrate. Allow the adhesive to dry until it is tacky but will not 
string or stick to a dry finger touch. 

1. Roll the coated membrane into the coated substrate while avoiding wrinkles. Brush down the 
bonded half of the membrane sheet with a soft bristle push broom to achieve maximum 
contact. 

2. Fold back the unbonded half of the membrane sheet and repeat the bonding procedure. 

C. Install adjoining membrane sheets in the same manner, overlapping edges approximately 4 inches. 
Do not apply bonding adhesive to the splice area. 

3.04 MEMBRANE SPLICING (Adhesive Splice) 

A. Fold the top sheet back and clean the dry splice area (minimum 3 inches wide) of both membrane 
sheets by scrubbing with clean natural fiber rags saturated with Splice Cleaner, or Primer. 

B. Apply Splicing Cement and In-Seam Sealant in accordance with the manufacturer's specifications and 
roll the top sheet onto the mating surface. 

C. Roll the splice with a 2 inch wide steel roller and wait at least 2 hours before applying Lap Sealant to 
the splice edge following the manufacturer's requirements. 
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D. Field splices without In-Seam Sealant must be overlaid with uncured flashing. 

3.05 MEMBRANE SPLICING (Tape Splice) 

A. Overlap adjacent sheets and mark a line 1/2 inch out from the top sheet. 

B. Fold the top sheet back and clean the dry splice area (minimum 2-1/2 inches wide) of both membrane 
sheets with Sure-Seal Primer as required by the membrane manufacturer. 

C. Apply Splice Tape to bottom sheet with the edge of the release film along the marked line. Press tape 
onto the sheet using hand pressure. Overlap tape roll ends a minimum of 1 inch. 

D. Remove the release film and press the top sheet onto the tape using hand pressure. 

E. Roll the seam toward the splice edge with a 2 inch wide steel roller. 

F. Install a 6 inch wide section of Pressure-Sensitive Flashing or Elastoform Flashing over all field splice 
intersections and seal edges of flashing with Lap Sealant. 

G. 

3.06 FLASHING 

A. Wall flashing shall be cured EPDM membrane. Continue the deck membrane as wall flashing where 
practicable. 

B. Follow manufacturer's typical flashing procedures for all wall, curb, and penetration flashing including 
metal edging and wall applications. 

3.07 WALKWAYS 

A. None. 

3.08 DAILY SEAL 

A. On phased roofing, when the completion of flashings and terminations is not achieved by the end of 
the work day, a daily seal must be performed to temporarily close the membrane to prevent water 
infiltration. 

3.09 CLEAN UP 

A. Perform daily clean-up to collect all wrappings, empty containers, paper, and other debris from the 
project site. Upon completion, all debris must be disposed of in a legally acceptable manner. 

B. Prior to the manufacturer's inspection for warranty, the applicator must perform a pre-inspection to 
review all work and to verify all flashing has been completed as well as the application of all caulking. 


END OF SPECIFICATION 
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SECTION 07 55 00 

MODIFIED BITUMINOUS MEMBRANE ROOFING 


PART 1 GENERAL 

1.1 RELATED DOCUMENTS 

A. Drawings and general provisions of the Contract, including General and Supplementary 
Conditions and Division 01 Specification Sections, apply to this Section. 

SECTION INCLUDES 

B. Cold Applied 2-Ply Asphalic Built Up Roofing (StressPly). (2.8)(3.4) 

C. Accessories. (2.16) 

1.2 RELATED SECTIONS 

A. Section 06100 - Rough Carpentry. 

B. Section 07620 - Sheet Metal Flashing and Trim: Weather protection for base flashings. 

1.3 REFERENCES 

A. ASTM D 41 - Standard Specification for Asphalt Primer Used in Roofing, Dampproofing, and 
Waterproofing. 

B. ASTM D 312 - Standard Specification for Asphalt used in Roofing. 

C. ASTM D 451 - Standard Test Method for Sieve Analysis of Granular Mineral Surfacing for 
Asphalt Roofing Products. 

D. ASTM D 1970 - Specification for Sheet Materials, Self-Adhering Polymer Modified 
Bituminous, Used as Steep Roofing Underlayment for Ice Dam Protection. 

E. ASTM D 1079 Standard Terminology Relating to Roofing, Waterproofing and Bituminous 
Materials. 

F. ASTM D 1227 Standard Specification for Emulsified Asphalt Used as a Protective Coating 
for Roofing. 

G. ASTM D 1863 Standard Specification for Mineral Aggregate Used as a Protective Coating 
for Roofing. 

H. ASTM D 2178 Standard Specification for Asphalt Glass Felt Used in Roofing and 
Waterproofing. 

I. ASTM D 2822 Standard Specification for Asphalt Roof Cement. 

J. ASTM D 2824 Standard Specification for Aluminum-Pigmented Asphalt Roof Coating. 

K. ASTM D 4601 Standard Specification for Asphalt Coated Glass Fiber Base Sheet Used in 

Roofing. 
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L. ASTM D 5147 Standard Test Method for Sampling and Testing Modified Bituminous Sheet 
Materials. 


M. ASTM E 108 - Standard Test Methods for Fire Test of Roof Coverings 

N. Factory Mutual Research (FM): Roof Assembly Classifications. 

O. National Roofing Contractors Association (NRCA): Roofing and Waterproofing Manual. 

P. Sheet Metal and Air Conditioning Contractors National Association, Inc. (SMACNA) - 
Architectural Sheet Metal Manual. 


Q. Underwriters Laboratories, Inc. (UL): Fire Hazard Classifications. 

R. Warnock Mersey (WH): Fire Hazard Classifications. 

S. ANSI-SPRI ES-1 Wind Design Standard for Edge Systems used with Low Slope Roofing 
Systems. 

T. ASCE 7-10, Minimum Design Loads for Buildings and Other Structures 

U. UL - Fire Resistance Directory. 

V. FM Approvals - Roof Coverings and/or RoofNav assembly database. 


1.4 DESIGN / PERFORMANCE REOUIREMENTS 

A. Perform work in accordance with all federal, state and local codes. 

B. Exterior Fire Test Exposure: Roof system shall achieve a UL, FM or WH Class rating for roof 
slopes indicated on the Drawings as follows: 

1. Factory Mutual Class A Rating. 

2. Underwriters Laboratory Class A Rating. 

3. Warnock Mersey Class A Rating. 

C. Design Requirements: 

1. Uniform Wind Uplift Load Capacity 

a. Installed roof system shall withstand negative (uplift) design wind loading 
pressures complying with the following criteria. 

1) Design Code: ASCE 7-10, Method 2 for Components and Cladding. 

2. Live Load: 20 psf, or not to exceed original building design. 

3. Dead Load: 

a. Installation of new roofing materials shall not exceed the dead load capacity of 
the existing roof structure. 

D. Roof system shall have been tested in compliance with the following codes and test 
requirements: 

1. FM Approvals: 

1.5 SUBMITTALS 

A. Submit under provisions of Section 01300. 

B. Product Data: Manufacturer's data sheets on each product to be used, including: 
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1. Preparation instructions and recommendations. 

2. Storage and handiing requirements and recommendations. 

3. Instaiiation instructions. 

C. Shop Drawings: Submit shop drawings inciuding instaiiation detaiis of roofing, fiashing, 
fastening, insuiation and vapor barrier, inciuding notation of roof siopes and fastening 
patterns of insuiation and base modified bitumen membrane, prior to job start. 

D. Design Pressure Caicuiations: Submit design pressure caicuiations for the roof area in 
accordance with ASCE 7-10 and iocai Buiiding Code requirements. Inciude a roof system 
attachment anaiysis report, certifying the system's compiiance with appiicabie wind ioad 
requirements before Work begins. Report shaii be signed by the membrane manufacturer. 

E. Manufacturer's Certificates: Provide to certify products meet or exceed specified 
requirements. 

F. Manufacturer's Fire Compiiance Certificate: Certify that the roof system furnished is 
approved by Factory Mutuai (FM), Underwritters Laboratories (UL), Warnock Mersey (WH) 
or approved third party testing faciiity in accordance with ASTM El 08, Ciass A for externai 
fire and meets iocai or nationaiiy recognized buiiding codes. 

G. Provide product warranty executed by the manufacturer. 

H. Assist Owner in preparation and submittai of roof instaiiation acceptance certification as may 
be necessary in connection with fire and extended coverage insurance on roofing and 
associated work. 


1.6 QUALITY ASSURANCE 

A. Perform Work in accordance with NRCA Roofing and Waterproofing Manuai. 

B. Manufacturer Quaiifications: Company speciaiizing in manufacturing products specified with 
documented ISO 9001 certification. 

C. Instaiier Quaiifications: Company speciaiizing in performing Work of this section with 
minimum five years documented experience and certified by membrane manufacturer. 

D. Instaiier's Fieid Supervision: Maintain a fuii-time Supervisor/Foreman on job site during aii 
phases of roofing work whiie roofing work is in progress. 

E. Product Certification: Provide manufacturer's certification that materiais are manufactured in 
the United States and conform to requirements specified herein, are chemicaiiy and 
physicaiiy compatibie with each other, and are suitabie for inciusion within the totai roof 
system specified herein. 

F. Source Limitations: Obtain aii components of roof membrane system from a singie 
manufacturer. Secondary products that are required shaii be recommended and approved in 
writing by the roofing system Manufacturer. Upon request of the Architect or Owner, submit 
Manufacturer's written approvai of secondary components in iist form, signed by an 
authorized agent of the Manufacturer. 


1.7 PRE-INSTALLATION MEETINGS 
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A. Convene minimum one week prior to commencing Work of this section. 

B. Review instaiiation procedures and coordination required with reiated Work. 

C. Inspect and make notes of job conditions prior to instaiiation: 

1. Record minutes of the conference and provide copies to aii parties present. 

2. Identify aii outstanding issues in writing designating the responsibie party for foiiow-up 

action and the timetabie for compietion. 

3. Instaiiation of roofing system shaii not begin untii aii outstanding issues are resoived to 

the satisfaction of the Architect. 

1.8 DELIVERY, STORAGE, AND HANDLING 

A. Deliver and store products in manufacturer's unopened packaging with labels intact until 
ready for installation. 

B. Store all roofing materials in a dry place, on pallets or raised platforms, out of direct 
exposure to the elements until time of application. Store materials at least 4 inches above 
ground level and covered with "breathable" tarpaulins. 

C. Stored in accordance with the instructions of the manufacturer prior to their application or 
installation. Store roll goods on end on a clean flat surface. No wet or damaged materials will 
be used in the application. 

D. Store at room temperature wherever possible, until immediately prior to installing the roll. 
During winter, store materials in a heated location with a 50 degree F (10 degree C) 
minimum temperature, removed only as needed for immediate use. Keep materials away 
from open flame or welding sparks. 

E. Avoid stockpiling of materials on roofs without first obtaining acceptance from the 
Architect/Engineer. 

F. Adhesive storage shall be between the range of above 40 degree F (4 degree C) and below 
80 degree F (27 degree C). Area of storage shall be constructed for flammable storage. 


1.9 COORDINATION 

A. Coordinate Work with installing associated metal flashings as work of this section proceeds. 

1.10 PROJECT CONDITIONS 

A. Maintain environmental conditions (temperature, humidity, and ventilation) within limits 
recommended by manufacturer for optimum results. Do not install products under 
environmental conditions outside manufacturer's absolute limits. 

1.11 WARRANTY 

A. Upon completion of the work, provide the Manufacturer's written and signed Limited 

Warranty, warranting that, if a leak develops in the roof during the term of this warranty, due 
to defective material, the manufacturer shall provide the Owner, at the Manufacturer's 
expense, with the labor and material necessary to return the defective area to a watertight 
condition. 

1. Warranty Period: 

a. 20 years from date of acceptance. 
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B. Installer is to guarantee all work against defects in materials and workmanship for a period 
indicated following final acceptance of the Work. 

1. Warranty Period: 

a. 2 years from date of acceptance. 

PART 2 PRODUCTS 

2.1 MANUFACTURERS 

A. Acceptable Manufacturer: 

1. Siplast 

2. Soprema 

3. Johns Manville 

4. Approved equal 

2.2 COLD APPLIED 3-PLY MODIFIED BUILT UP ROOFING 

A. Base (Ply) Sheet: Two (2) ply bonded to the prepared substrate with Interply Adhesive: 

B. SBS Modified, Fiberglass Reinforced Cap (Ply) Sheet (135 mils minimum): One ply bonded 
to the prepared substrate with interply Adhesive. 

C. Interply Adhesive. 

D. Flashing Base Ply: One ply bonded to the prepared substrate with Interply Adhesive. 

E. Flashing Cap (Ply) Sheet: One ply bonded to the prepared substrate with Interply Adhesive: 

F. Flashing Ply Adhesive: 

G. Surfacing: White Minerals. White flashings. 


2.3 ACCESSORIES: 

A. Roof Insulation: High Density HPH Polyisocyanurate insulation, 25 PSI min. able to span 4 
14” deck flutes. Paper facings both sides. Provide 2” thickness at metal decks, and 1” 
thickness at gypsum or concrete decks. 

B. Nails and Fasteners: Non-ferrous metal or galvanized steel, except that hard copper nails 
shall be used with copper; aluminum or stainless steel nails shall be used with aluminum; 
and stainless steel nails shall be used with stainless steel. Fasteners shall be self-clinching 
type of penetrating type as recommended by the deck manufacturer. Fasten nails and 
fasteners flush-driven through flat metal discs not less than 1 inch (25 mm) diameter. Omit 
metal discs when one-piece composite nails or fasteners with heads not less than 1 inch (25 
mm) diameter are used. 


PART 3 EXECUTION 
3.1 EXAMINATION 

A. Do not begin installation until substrates have been properly prepared. 

B. Inspect and approve the deck condition, slopes and fastener backing if applicable, parapet 
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walls, expansion joints, roof drains, stack vents, vent outlets, nailers and surfaces and 
elements. 

C. Verify that work penetrating the roof deck, or which may otherwise affect the roofing, has 
been properly completed. 

D. If substrate preparation and other conditions are the responsibility of another Installer, notify 
Architect of unsatisfactory preparation before proceeding. 

3.2 PREPARATION 

A. General: Clean surfaces thoroughly prior to Installation. 

1. Prepare surfaces using the methods recommended by the manufacturer for achieving the 

best result for the substrate under the project conditions. 

2. Fill substrate surface voids If gypsum decks are encountered, that are greater than 1/4 

Inch wide with an acceptable fill material. 

3. Roof surface to receive roofing system shall be smooth, clean, free from loose gravel, dirt 

and debris, dry and structurally sound. 

4. Wherever necessary, all surfaces to receive roofing materials shall be power broom and 

vacuumed to remove debris and loose matter prior to starting work. 

5. Do not apply roofing during Inclement weather. Do not apply roofing membrane to damp, 

frozen, dirty, or dusty surfaces. 

6. Fasteners and plates for fastening components mechanically to the substrate shall 

provide a minimum pull-out capacity of 300 lbs. (136 k) per fastener. Base or ply 
sheets attached with cap nails require a minimum pullout capacity of 40 lb. per nail. 

7. Prime decks where required. In accordance with requirements and recommendations of 

the primer and deck manufacturer. 

B. Metal Deck: 

1. Rusted and corroded spans of existing metal deck generally located along the line of roof 

drains on the north side of garages and noted on plans. Is to be removed and 
replaced with new roof deck that matches the existing In gauge, depth, profile and 
galvanized coating. 

2. Fastening of the deck should comply with the anticipated live and dead loads pertaining 

to the building as well as applicable Code. 

3. Steel decks shall be minimum 22-gauge factory galvanized or zinc alloy coated for 

protection against corrosion. 

4. Suitable Insulation shall be mechanically attached as recommended by the Insulation 

manufacturer. 

5. Decks shall comply with the gauge and span requirements In the current Factory Mutual 

FM Approval Guide and be Installed In accordance with Loss Prevention Data Sheet 
1-28 or specific FM approval. 

6. When re-roofIng over steel decks, surface corrosion shall be removed, and repairs to 

severely corroded areas made. Loose or Inadequately secured decking shall be 
fastened, and Irreparable or otherwise defective decking shall be replaced. 

C. Gysum decks: 

1. Gypsum decks shall be smooth and free from deflections or ridges. 

2. An average fastener withdrawal resistance as recommended by the fastener 

manufacturer shall be obtained; however, at no time shall It be less than 40 lbs. (178 
N) per fastener. 

3. Wet or frozen poured gypsum decks are not suitable to receive a roof. 

4. Poured-ln-place gypsum roof decks contain a large percentage of moisture. All necessary 

precautions shall be taken to avoid the entrapment of moisture under the roofing 
system. In addition to ventilation of the underside to allow for proper curing, topside 


Elements Management, LLC 
9/16/2105 


MODIFIED BITUMINOUS MEMBRANE ROOFING 

07 55 00 - page 6 of 9 



Arlington DPW Garage 
Roof Replacement Project 
Arlington, Massachusetts 

and perimeter venting shaii be impiemented. 

5. Instaii a mechanicaiiy attached base sheet prior to instaiiation of insuiation or roofing 
membrane. 

D. Gysum decks: 

1. Gypsum decks shaii be smooth and free from defiections or ridges. 

2. An average fastener withdrawai resistance as recommended by the fastener 

manufacturer shaii be obtained; however, at no time shaii it be iess than 40 ibs. (178 
N) per fastener. 

3. Wet or frozen poured gypsum decks are not suitabie to receive a roof. 

4. Poured-in-piace gypsum roof decks contain a iarge percentage of moisture. Aii necessary 

precautions shaii be taken to avoid the entrapment of moisture under the roofing 
system. In addition to ventiiation of the underside to aiiow for proper curing, topside 
and perimeter venting shaii be impiemented. 

5. Instaii a mechanicaiiy attached base sheet prior to instaiiation of insuiation or roofing 

membrane. 

E. Concrete decks: 

1. Concrete decks shaii be dry, smooth and free from defiections or ridges. 

2. Membrane manufacturer recommended insuiation adhesive may be used instead of 

mechanicai fasteners. 


3.3 INSTALLATION - GENERAL 

A. Install modified bitumen membranes and flashings in accordance with manufacturer's 
instructions and with the recommendations provided by the National Roofing Contractors 
Association's Roofing & Waterproofing Manual, the Asphalt Roofing Manufacturers 
Association, and applicable codes. 

B. General: Avoid installation of modified bitumen membranes at temperatures lower than 40- 
45 degrees F. When work at such temperatures unavoidable use the following precautions: 

1. Take extra care during cold weather installation and when ambient temperatures are 

affected by wind or humidity, to ensure adequate bonding is achieved between the 
surfaces to be joined. Use extra care at material seam welds and where adhesion of 
the applied product to the appropriately prepared substrate as the substrate can be 
affected by such temperature constraints as well. 

2. Unrolling of cold materials, under low ambient conditions must be avoided to prevent the 

likelihood of unnecessary stress cracking. Rolls must be at least 40 degrees F at the 
time of application. If the membrane roll becomes stiff or difficult to install, it must be 
replaced with roll from a heated storage area. 

C. Commence installation of the roofing system at the lowest point of the roof (or roof area), 
working up the slope toward the highest point. Lap sheets shingle fashion so as to constantly 
shed water 

3.4 INSTALLATION COLD APPLIED ROOF SYSTEM 

A. Modified Cap Ply(s): Cut cap ply sheets into 18 foot lengths and allow plies to relax before 
installing. Install in interplay adhesive applied at the rate required by the manufacturer. 
Shingle sheets uniformly over the prepared substrate to achieve the number of plys 
specified. Shingle in proper direction to shed water on each large area of roofing. 

1. Lap ply sheet ends 8 inches. Stagger end laps 12 inches minimum. 

2. Solidly bond to the base layers with specified cold adhesive at the rate of 2 to 2-1/2 
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gallons per 100 square feet. 

3. Roll must push a puddle of adhesive In front of It with adhesive slightly visible at all side 

laps. Care should be taken to eliminate air entrapment under the membrane. 

4. Install subsequent rolls of modified across the roof as above with a minimum of 4 Inch 

side laps and 8 Inch staggered end laps. Lay modified membrane In the same 
direction as the underlayers but the laps shall not coincide with the laps of the base 
layers. 

5. Allow cold adhesive to set for 5 to 10 minutes before Installing the top layer of modified 

membrane. 

6. Extend membrane 2 Inches beyond top edge of all cants In full moppings of the cold 

adhesive as shown on the Drawings. 

B. Fibrous Cant Strips: Provide non-combustible perlite or glass fiber cant strips at all wall/curb 
detail treatments where angle changes are greater than 45 degrees. Cant may be set In 
approved cold adhesives, hot asphalt or mechanically attached with approved plates and 
fasteners. 

C. Wood Blocking, Nailers and Cant Strips: Provide wood blocking, nailers and cant strips 
approved by membrane manufacturer. 

1. Provide nailers at all roof perimeters and penetrations for fastening membrane flashings 

and sheet metal components. 

2. Wood nailers should match the height of any Insulation, providing a smooth and even 

transition between flashing and Insulation areas. 

3. Nailer lengths should be spaced with a minimum 1/8 Inch gap for expansion and 

contraction between each length or change of direction. 

4. Nailers and flashings should be fastened In accordance with Factory Mutual "Loss 

Prevention Data Sheet 1- 49, Perimeter Flashing" and be designed to be capable of 
resisting a minimum force of 200 Ibs/llneal foot In any direction. 

D. Metal Work: Provide metal flashings, counter flashings, parapet coping caps and thru-wall 
flashings as specified In Section 07620 or Section 07710. Install In accordance with the 
SMACNA "Architectural Sheet Metal Manual" or the NRCA Roofing Waterproofing manual. 

E. Termination Bar: Provide a metal termination bar or approved top edge securement at the 
terminus of all flashing sheets at walls and curbs. Fasten the bar a minimum of 8 Inches (203 
mm) o/c to achieve constant compression. Provide suitable, sealant at the top edge If 
required. 

F. Flashing Base Ply: Install flashing sheets by the same application method used for the base 
ply. 

1. Seal curb, wall and parapet flashings with an application of mastic and mesh on a dally 

basis. Do not permit conditions to exist that will allow moisture to enter behind, around 
or under the roof or flashing membrane. 

2. Prepare all walls, penetrations, expansion joints and where shown on the Drawings to be 

flashed with required primer at the rate of 100 square feet per gallon. Allow primer to 
dry tack free. 

3. Adhere to the underlying base ply with specified flashing ply adhesive unless otherwise 

specified. Nall off at a minimum of 8 Inches (203 mm) o.c. from the finished roof at all 
vertical surfaces. 

4. Solidly adhere the entire flashing ply to the substrate. Secure the tops of all flashings that 

are not run up and over curb through termination bar fastened at 6 Inches (152 mm) 
O.C. and sealed at top. 

5. Seal all vertical laps of flashing ply with a three-course application of trowel-grade mastic 

and fiberglass mesh. 

6. Coordinate counter flashing, cap flashings, expansion joints and similar work with 
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modified bitumen roofing work as specified. 

7. Coordinate roof accessories, misceiianeous sheet metai accessory items, inciuding 

piping vents and other devices with the roofing system work. 

8. Secure the top edge of the fiashing sheet using a termination bar oniy when the waii 

surface above is waterproofed, or naiied 4 inches on center and covered with an 
acceptabie counter fiashing. 

G. Roof Waikways: Provide waikways in areas indicated on the Drawings. 

3.5 PROTECTION 

A. Provide traffic ways, erect barriers, fences, guards, raiis, enciosures, chutes and the iike to 
protect personnei, roofs and structures, vehicies and utiiities. 

B. Protect exposed surfaces of finished waiis with tarps to prevent damage. 

C. Piywood for traffic ways required for materiai movement over existing roofs shaii be not iess 
than 5/8 inch (16 mm) thick. 

D. In addition to the piywood iisted above, an underiayment of minimum 1/2 inch (13 mm) 
recover board is required on new roofing. 

E. Speciai permission shaii be obtained from the Manufacturer before any traffic shaii be 
permitted over new roofing. 

3.6 FIELD QUALITY CONTROL 

A. Inspection: Provide manufacturer's fieid observations at start-up and approximateiy and 90 
percent compietion. Provide a finai inspection upon compietion of the Work. 

1. Warranty shaii be issued upon manufacturer's acceptance of the instaiiation. 

2. Fieid observations shaii be performed by a Technicai Representative empioyed fuii-time 

by the manufacturer and whose primary job description is to assist, inspect and 
approve membrane instaiiations for the manufacturer. 

3. Provide a finai report from the Technicai Representative, certifying that the roofing 

system has been satisfactoriiy instaiied according to the manufacturer’s specifications, 
approved detaiis and good generai roofing practice prior to issuing the warranty. 


END OF SECTION 
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SECTION 076200 

SHEET METAL LEASHING AND TRIM 


PART 1 - GENERAL 

1.1 RELATED DOCUMENTS 

A. Drawings and general provisions of the Contract, including General and Supplementary 

Conditions and Division 01 Specification Sections, apply to this Section. 

1.2 SUMMARY 

A. Section Includes: 


1. Manufactured reglets with counterflashing. 

2. Eormed roof-drainage sheet metal fabrications. 

3. Eormed low-slope roof sheet metal fabrications. 

4. Eormed steep-slope roof sheet metal fabrications. 

5. Eormed wall sheet metal fabrications. 

B. Related Requirements: 

1. Section 061000 Wood Carpentry for wood nailers, curbs, and blocking. 

1.3 COORDINATION 

A. Coordinate sheet metal flashing and trim layout and seams with sizes and locations of 

penetrations to be flashed, and joints and seams in adjacent materials. 

B. Coordinate sheet metal flashing and trim installation with adjoining roofing and wall materials, 
joints, and seams to provide leakproof, secure, and noncorrosive installation. 

1.4 PREINSTALLATION MEETE4GS 

A. Preinstallation Conference: Conduct conference at Project site . 

1. Review construction schedule. Verify availability of materials. Installer's personnel, 
equipment, and facilities needed to make progress and avoid delays. 

2. Review special roof details, roof drainage, roof-penetration flashing, equipment curbs, 
and condition of other construction that affect sheet metal flashing and trim. 

3. Review requirements for insurance and certificates if applicable. 

4. Review sheet metal flashing observation and repair procedures after flashing installation. 
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1.5 ACTION SUBMITTALS 

A. Product Data: For each type of product. 

1. Include construction details, material descriptions, dimensions of individual components 
and profiles, and finishes for each manufactured product and accessory. 

B. Shop Drawings: For sheet metal flashing and trim. 

1. Include plans, elevations, sections, and attachment details. 

2. Detail fabrication and installation layouts, expansion-joint locations, and keyed details. 
Distinguish between shop- and field-assembled work. 

3. Include identification of material, thickness, weight, and finish for each item and location 
in Project. 

4. Include details for forming, including profiles, shapes, seams, and dimensions. 

5. Include details for joining, supporting, and securing, including layout and spacing of 
fasteners, cleats, clips, and other attachments. Include pattern of seams. 

6. Include details of termination points and assemblies. 

7. Include details of expansion joints and expansion-joint covers, including showing 
direction of expansion and contraction from fixed points. 

8. Include details of roof-penetration flashing. 

9. Include details of edge conditions, including eaves, ridges, valleys, rakes, crickets, and 
counterflashings as applicable. 

10. Include details of special conditions. 

11. Include details of connections to adjoining work. 

12. Detail formed flashing and trim at scale of not less than 1-1/2 inches per 12 inches . 

C. Samples for Initial Selection: For each type of sheet metal and accessory indicated with factory- 

applied finishes. 

D. Samples for Verification: For each type of exposed finish. 

1. Sheet Metal Flashing: 12 inches long by actual width of unit, including finished seam and 
in required profile. Include fasteners, cleats, clips, closures, and other attachments. 

2. Trim, Metal Closures, Expansion Joints, Joint Intersections, and Miscellaneous 
Fabrications: 12 inches long and in required profile. Include fasteners and other exposed 
accessories. 

3. Unit-Type Accessories and Miscellaneous Materials: Full-size Sample. 


1.6 INFORMATIONAL SUBMITTALS 

A. Qualification Data: For fabricator. 

B. Product Certificates: For each type of coping and roof edge flashing that is FM Approvals 

approved. 

C. Product Test Reports: For each product, for tests performed by a qualified testing agency. 

D. Sample Warranty: For special warranty. 
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1.7 CLOSEOUT SUBMITTALS 

A. Maintenance Data: For sheet metal flashing and trim, and its accessories, to include in 
maintenance manuals. 

1.8 QUALITY ASSURANCE 

A. Fabricator Qualifications: Employs skilled workers who custom fabricate sheet metal flashing 
and trim similar to that required for this Project and whose products have a record of successful 
in-service performance. 

1. For copings and roof edge flashings that are and EM Approvals approved, shop shall be 
listed as able to fabricate required details as tested and approved. 


1.9 DELIVERY, STORAGE, AND HANDLING 

A. Do not store sheet metal flashing and trim materials in contact with other materials that might 
cause staining, denting, or other surface damage. Store sheet metal flashing and trim materials 
away from uncured concrete and masonry. 

B. Protect strippable protective covering on sheet metal flashing and trim from exposure to 
sunlight and high humidity, except to extent necessary for period of sheet metal flashing and 
trim installation. 


1.10 WARRANTY 

A. Special Warranty on Finishes: Manufacturer agrees to repair finish or replace sheet metal 
flashing and trim that shows evidence of deterioration of factory-applied finishes within 
specified warranty period. 

1. Exposed Panel Finish: Deterioration includes, but is not limited to, the following: 

a. Color fading more than 5 Hunter units when tested according to ASTM D 2244. 

b. Chalking in excess of a No. 8 rating when tested according to ASTM D 4214. 

c. Cracking, checking, peeling, or failure of paint to adhere to bare metal. 

2. Finish Warranty Period: 15 years from date of Substantial Completion. 

PART 2 - PRODUCTS 


2.1 PERFORMANCE REQUIREMENTS 

A. General: Sheet metal flashing and trim assemblies shall withstand wind loads, structural 
movement, thermally induced movement, and exposure to weather without failure due to 
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defective manufacture, fabrication, installation, or other defects in construction. Completed 
sheet metal flashing and trim shall not rattle, leak, or loosen, and shall remain watertight. 

B. Sheet Metal Standard for Flashing and Trim: Comply with The NRCA Roofing Manual & 
SMACNA's Architectural Sheet Metal Manual requirements for dimensions and profiles shown 
unless more stringent requirements are indicated. 

C. Sheet Metal Standard for Copper: Comply with CDA's "Copper in Architecture Handbook." 
Conform to dimensions and profiles shown unless more stringent requirements are indicated. 

D. FM Approvals Listing: Manufacture and install roof edge flashings that are listed in FM 
Approvals' "RoofNav" and approved for windstorm classification. Class 1-90. Identify materials 
with name of fabricator and design approved by FM Approvals. 

E. Thermal Movements: Allow for thermal movements from ambient and surface temperature 
changes to prevent buckling, opening of joints, overstressing of components, failure of joint 
sealants, failure of connections, and other detrimental effects. Base calculations on surface 
temperatures of materials due to both solar heat gain and nighttime-sky heat loss. 

1. Temperature Change: 120 deg F , ambient 

2.2 SHEET METALS 

A. General: Protect mechanical and other finishes on exposed surfaces from damage by applying 
strippable, temporary protective film before shipping. 

B. Copper Sheet: ASTM B 370, cold-rolled copper sheet, HOO or HOI temper. 

1. Nonpatinated Exposed Einish 

C. Aluminum Sheet; ASTM B 209 , alloy as standard with manufacturer for finish required, with 
temper as required to suit forming operations and performance required; with smooth surface. 

a. 

2. Exposed Coil-Coated Einish: 

a. Two-Coat Eluoropolymer: AAMA 2605. Eluoropolymer finish containing not less 
than 70 percent PVDE resin by weight in color coat. Prepare, pretreat, and apply 
coating to exposed metal surfaces to comply with coating and resin manufacturers' 
written instructions. 


2.3 UNDERPAYMENT MATERIALS 

A. Eelt: ASTM D 226/D 226M, Type II (No. 30), asphalt-saturated organic felt; nonperforated. 
1. Retain "Slip Sheet" Paragraph below for separating sheet metal from underlayment. 

B. 
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MISCELLANEOUS MATERIALS 

C. General: Provide materials and types of fasteners, protective coatings, sealants, and other 
miscellaneous items as required for complete sheet metal flashing and trim installation and as 
recommended hy manufacturer of primary sheet metal or manufactured item unless otherwise 
indicated. 

D. Easteners: Wood screws, annular threaded nails, self-tapping screws, self-locking rivets and 
holts, and other suitable fasteners designed to withstand design loads and recommended hy 
manufacturer of primary sheet metal[ or manufactured item]. 

1. General: Blind fasteners or self-drilling screws, gasketed, with hex-washer head. 

a. Exposed Easteners: Heads matching color of sheet metal using plastic caps or 
factory-applied coating. Provide metal-hacked EPDM or PVC sealing washers 
under heads of exposed fasteners hearing on weather side of metal, 
h. Blind Easteners: High-strength aluminum or stainless-steel rivets suitable for metal 
being fastened. 

c. Spikes and Eerrules: Same material as gutter; with spike with ferrule matching 
internal gutter width. 

2. Easteners for Copper Sheet: Copper, hardware bronze or passivated Series 300 stainless 
steel. 

3. Easteners for Aluminum Sheet: Aluminum or Series 300 stainless steel. 


E. Sealant Tape: Pressure-sensitive, 100 percent solids, polyisobutylene compound sealant tape 
with release-paper backing. Provide permanently elastic, nonsag, nontoxic, nonstaining tape 1/2 
inch wide and 1/8 inch thick. 

E. Elastomeric Sealant: ASTM C 920, elastomeric silicone polymer sealant; of type, grade, class, 
and use classifications required to seal joints in sheet metal flashing and trim and remain 
watertight. 

G. Butyl Sealant: ASTM C 1311, single-component, solvent-release butyl rubber sealant; 
polyisobutylene plasticized; heavy bodied for hooked-type expansion joints with limited 
movement. 

H. Epoxy Seam Sealer: Two-part, noncorrosive, aluminum seam-cementing compound, 
recommended by aluminum manufacturer for exterior nonmoving joints, including riveted 
joints. 

I. Bituminous Coating: Cold-applied asphalt emulsion according to ASTM D 1187. 

J. Asphalt Roofing Cement: ASTM D 4586, asbestos free, of consistency required for application. 

2.4 MANUEACTURED SHEET METAL LEASHING AND TRIM 

A. Reglets: Units of type, material, and profile required, formed to provide secure interlocking of 
separate reglet and counterflashing pieces, and compatible with flashing indicated 
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1 . 

2. Material: [Aluminum, 0.024 inch 

3. Surface-Mounted Type: Provide with slotted holes for fastening to substrate, with 
neoprene or other suitable weatherproofing washers, and with channel for sealant at top 
edge. 

4. Masonry Type: Provide with offset top flange for embedment in masonry mortar joint. 

5. Accessories: 

a. Flexible-Flashing Retainer: Provide resilient plastic or rubber accessory to secure 
flexible flashing in reglet where clearance does not permit use of standard metal 
counterflashing or where Drawings show reglet without metal counterflashing. 

b. Counterflashing Wind-Restraint Clips: Provide clips to be installed before 
counterflashing to prevent wind uplift of counterflashing's lower edge. 

6. Finish: With manufacturer's standard color coating. 

2.5 FABRICATION, GENERAL 

A. General: Custom fabricate sheet metal flashing and trim to comply with details shown and 
recommendations in cited sheet metal standard that apply to design, dimensions, geometry, 
metal thickness, and other characteristics of item required. Eabricate sheet metal flashing and 
trim in shop to greatest extent possible. 

1. Eabricate sheet metal flashing and trim in thickness or weight needed to comply with 
performance requirements, but not less than that specified for each application and metal. 

2. Obtain field measurements for accurate fit before shop fabrication. 

3. Eorm sheet metal flashing and trim to fit substrates without excessive oil canning, 
buckling, and tool marks; true to line, levels, and slopes; and with exposed edges folded 
back to form hems. 

4. Conceal fasteners and expansion provisions where possible. Do not use exposed fasteners 
on faces exposed to view. 

B. Eabrication Tolerances: Eabricate sheet metal flashing and trim that is capable of installation to 
a tolerance of 1/4 inch in 20 feet on slope and location lines indicated on Drawings and within ) 
offset of adjoining faces and of alignment of matching profiles. 

C. Eabrication Tolerances: Eabricate sheet metal flashing and trim that is capable of installation to 
tolerances specified in MCA's "Guide Specification for Residential Metal Roofing." 

D. Expansion Provisions: Eorm metal for thermal expansion of exposed flashing and trim. 

1. Eorm expansion joints of intermeshing hooked flanges, not less than 1 inch deep, filled 
with butyl sealant concealed within joints. 

2. Use lapped expansion joints only where indicated on Drawings. 

E. Sealant Joints: Where movable, nonexpansion-type joints are required, form metal to provide 
for proper installation of elastomeric sealant according to cited sheet metal standard. 

E. Eabricate cleats and attachment devices from same material as accessory being anchored or 
from compatible, noncorrosive metal. 
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G. Fabricate cleats and attachment devices of sizes as recommended by cited sheet metal standard, 
but not less than thickness of metal being secured. 

H. Seams: Fabricate nonmoving seams with flat-lock seams. Tin edges to be seamed, form seams, 
and solder. 

I. Seams: Fabricate nonmoving seams with flat-lock seams. Form seams and seal with elastomeric 
sealant unless otherwise recommended by sealant manufacturer for intended use. 

J. Seams for Aluminum: Fabricate nonmoving seams with flat-lock seams. Form seams and seal 
with epoxy seam sealer. 

K. Do not use graphite pencils to mark metal surfaces. 

2.6 ROOF-DRADIAGE SHEET METAL EABRICATIONS 

A. Hanging Gutters: Eabricate to cross section required, complete with end pieces, outlet tubes, and 
other accessories as required. Eabricate in minimum 96-inch- long sections. Eumish flat-stock 
gutter brackets and flat-stock gutter spacers and straps fabricated from same metal as gutters, of 
size recommended by cited sheet metal standard but with thickness not less than[twice the 
gutter thickness. Eabricate expansion joints, expansion-joint covers and gutter accessories from 
same metal as gutters. 

1. Gutter Profile: To match existing gutter on the building. 

2. Expansion Joints: Lap typ. 

3. Gutters with Girth up to 15 Inches : Eabricate from the following materials: 
a. Copper: 16 oz./sq. ft. 

B. Downspouts: Eabricate round downspouts to match existing on building. 

1. Eabricated Hanger Style To match existing on building. 

2. Eabricate from the following materials: 

a. Copper: 16 oz./sq. ft. . 

C. Parapet Scuppers: Eabricate scuppers to dimensions required, with closure flange trim to 
exterior, 4-inch- wide wall flanges to interior, and base extending 4 inches beyond cant or 
tapered strip into field of roof.] Eabricate from the following materials: 

1. Aluminum: 0.032 inch thick. 


D. Conductor Heads: Eabricate conductor heads with flanged back and stiffened top edge and of 
dimensions and shape required, complete with outlet tubes]. Eabricate from the following 
materials: 

1. Aluminum: 0.032 inch thick. 
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2.7 LOW-SLOPE ROOF SHEET METAL FABRICATIONS 

A. Roof-to-Wall Transition 

1. Aluminum:0.040 inch thick. 


B. Flashing Receivers, Reglets: Fabricate from the following materials: 
1. Stainless Steel:0.016 inch thick. 


STEEP-SLOPE ROOF SHEET METAL FABRICATIONS 

C. Apron, Step, Cricket, and Backer Flashing: Fabricate from the following materials: 
1. Aluminum:0.032 inch. 

D. Eave, Rake, Ridge Flashing: Fabricate from the following materials: 

1. Aluminum:0.032 inch thick. 


PART 3 - EXECUTION 

3.1 EXAMINATION 

A. Examine substrates, areas, and conditions, with Installer present, for compliance with 
requirements for installation tolerances, substrate, and other conditions affecting performance of 
the Work. 

1. Verify compliance with requirements for installation tolerances of substrates. 

2. Verify that substrate is sound, dry, smooth, clean, sloped for drainage, and securely 
anchored. 

3. Verify that air- or water-resistant barriers have been installed over sheathing or backing 
substrate to prevent air infiltration or water penetration. 

B. Proceed with installation only after unsatisfactory conditions have been corrected. 

3.2 UNDERPAYMENT INSTALLATION 

A. Felt Underlayment: Install felt underlayment, wrinkle free, using adhesive to minimize use of 

mechanical fasteners under sheet metal flashing and trim. Apply in shingle fashion to shed 
water, with lapped joints of not less than 2 inches. 

B. Self-Adhering Sheet Underlayment: Install self-adhering sheet underlayment, wrinkle free. 

Prime substrate if recommended by underlayment manufacturer. Comply with temperature 
restrictions of underlayment manufacturer for installation; use primer for installing 
underlayment at low temperatures. Apply in shingle fashion to shed water, with end laps of not 
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less than 6 inches Overlap side edges not less than 3-1/2 inches. Roll laps and edges with 
roller. Cover underlayment within 14 days. 

C. Apply slip sheet, wrinkle free, over underlayment before installing sheet metal flashing and 
trim. 


3.3 INSTALLATION, GENERAL 

A. General: Anchor sheet metal flashing and trim and other components of the Work securely in 
place, with provisions for thermal and structural movement. Use fasteners, solder, protective 
coatings, separators, sealants, and other miscellaneous items as required to complete sheet metal 
flashing and trim system. 

1. Install sheet metal flashing and trim true to line, levels, and slopes. Provide uniform, neat 
seams with minimum exposure of solder, welds, and sealant. 

2. Install sheet metal flashing and trim to fit substrates and to result in watertight 
performance. Verify shapes and dimensions of surfaces to be covered before fabricating 
sheet metal. 

3. Space cleats not more than 12 inches apart. Attach each cleat with at least two fasteners. 
Bend tabs over fasteners. 

4. Install exposed sheet metal flashing and trim with limited oil canning, and free of 
buckling and tool marks. 

5. Torch cutting of sheet metal flashing and trim is not permitted. 

6. Do not use graphite pencils to mark metal surfaces. 

B. Metal Protection: Where dissimilar metals contact each other, or where metal contacts pressure- 
treated wood or other corrosive substrates, protect against galvanic action or corrosion by 
painting contact surfaces with bituminous coating or by other permanent separation as 
recommended by sheet metal manufacturer or cited sheet metal standard. 

1. Coat concealed side of stainless-steel sheet metal flashing and trim with bituminous 
coating where flashing and trim contact wood, ferrous metal, or cementitious 
construction. 

2. Underlayment: Where installing sheet metal flashing and trim directly on cementitious or 
wood substrates, install underlayment and cover with slip sheet. 

C. Expansion Provisions: Provide for thermal expansion of exposed flashing and trim. Space 
movement joints at maximum of 10 feet. 

1. Porm expansion joints of intermeshing hooked flanges, not less than 1 inch deep, filled 
with sealant concealed within joints. 

2. Use lapped expansion joints only where indicated on Drawings. 

D. Easteners: Use fastener sizes that penetrate wood blocking or sheathing not less than 1-1/4 
inches for nails and not less than 3/4 inch for wood screws. 

E. Conceal fasteners and expansion provisions where possible in exposed work and locate to 
minimize possibility of leakage. Cover and seal fasteners and anchors as required for a tight 
installation. 
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F. Seal joints as required for watertight construction. 

1. Use sealant-filled joints unless otherwise indicated. Emhed hooked flanges of joint 
memhers not less than 1 into sealant. Form joints to completely conceal sealant. When 
ambient temperature at time of installation is between 40 and 70 deg F , set joint 
members for 50 percent movement each way. Adjust setting proportionately for 
installation at higher ambient temperatures. Do not install sealant-type joints at 
temperatures below 40 deg F . 

2. Prepare joints and apply sealants to comply with requirements in Section 079200 "Joint 
Sealants." 

G. Soldered Joints: Clean surfaces to be soldered, removing oils and foreign matter. Pre-tin edges 
of sheets with solder to width of 1-1/2 inches; however, reduce pre-tinning where pre-tinned 
surface would show in completed Work. 

1. Fleat surfaces to receive solder, and flow solder into joint. Fill joint completely. 
Completely remove flux and spatter from exposed surfaces. 

2. Copper Soldering: Tin edges of uncoated sheets, using solder for copper. 

H. 


3.4 ROOF-DRAE4AGE SYSTEM INSTALLATION 

A. General: Install sheet metal roof-drainage items to produce complete roof-drainage system 
according to cited sheet metal standard unless otherwise indicated. Coordinate installation of 
roof perimeter flashing with installation of roof-drainage system. 

B. Hanging Gutters: Join sections with riveted and soldered joints. Provide for thermal 
expansion. Attach gutters at cave or fascia to firmly anchor them in position. Provide end 
closures and seal watertight with sealant. Slope to downspouts. 

1. Easten gutter spacers to front and back of gutter. 

2. Anchor and loosely lock back edge of gutter to continuous cleat. 

3. Anchor back of gutter that extends onto roof deck with cleats spaced not more than 24 
inches. 

4. Anchor gutter with gutter brackets 24 inches apart to roof deck, unless otherwise 
indicated, and loosely lock to front gutter bead. 

5. Anchor gutter with spikes and ferrules spaced not more than 30 inches apart. 

6. Install gutter with expansion joints at locations indicated, but not exceeding, 50 feet 
apart. Install expansion-joint caps. 


C. Downspouts: Join sections with 1-1/2-inch telescoping joints. 

1. Provide hangers with fasteners designed to hold downspouts securely to walls. Locate 
hangers at top and bottom and at approximately 60 inches o.c. 

2. Provide elbows at base of downspout to direct water away from building. 

3. Connect downspouts to underground drainage system. 
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D. Parapet Scuppers: Continuously support scupper, set to correct elevation, and seal flanges to 
interior wall face, over cants or tapered edge strips, and under roofing membrane. 

1. Anchor scupper closure trim flange to exterior wall and seal with elastomeric sealant to 
scupper. 

2. Loosely lock front edge of scupper with conductor head. 

3. Seal with elastomeric sealant exterior wall scupper flanges into back of conductor head. 

E. Conductor Heads: Anchor securely to wall, with elevation of conductor head rim at minimum of 
1 inch scupper] discharge. 

F. Expansion-Joint Covers: Install expansion-joint covers at locations and of configuration 
indicated. Lap joints minimum of 4 inches in direction of water flow. 

3.5 ROOF FLASHING INSTALLATION 

A. General: Install sheet metal flashing and trim to comply with performance requirements[, sheet 
metal manufacturer's written installation instructions,] and cited sheet metal standard. 
Provide concealed fasteners where possible, and set units true to line, levels, and slopes. Install 
work with laps, joints, and seams that are permanently watertight and weather resistant. 

B. Roof Edge Flashing: Anchor to resist uplift and outward forces according to recommendations 
in cited sheet metal standard unless otherwise indicated. Interlock bottom edge of roof edge 
flashing with continuous cleat anchored to substrate.. 

C. Roof Edge Flashing: Anchor to resist uplift and outward forces according to recommendations 
in FM Global Property Loss Prevention Data Sheet 1-49 for FM Approvals' listing for required 
windstorm classification. 

D. Pipe or Post Counterflashing: Install counterflashing umbrella with close-fitting collar with top 
edge flared for elastomeric sealant, extending minimum of 4 inches over base flashing. Install 
stainless-steel draw band and tighten. 

E. Roof-Penetration Flashing: Coordinate installation of roof-penetration flashing with installation 
of roofing and other items penetrating roof. Seal with [elastomeric sealant and clamp flashing to 
pipes that penetrate roof. 

3.6 WALL FLASHING INSTALLATION 

A. General: Install sheet metal wall flashing to intercept and exclude penetrating moisture 
according to cited sheet metal standard unless otherwise indicated. Coordinate installation of 
wall flashing with installation of wall-opening components such as windows, doors, and 
louvers. 
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3.7 MISCELLANEOUS LEASHING INSTALLATION 

A. Equipment Support Llashing: Coordinate installation of equipment support flashing with 
installation of roofing and equipment. Weld or seal flashing with elastomeric sealant to 
equipment support member. 

3.8 ERECTION TOLERANCES 

A. Installation Tolerances: Shim and align sheet metal flashing and trim within installed tolerance 
of 1/4 inch in 20 feet on slope and location lines indicated on Drawing.offset of adjoining faces 
and of alignment of matching profiles. 

B. Installation Tolerances: Shim and align sheet metal flashing and trim within installed tolerances 
specified in MCA's "Guide Specification for Residential Metal Roofing." 

3.9 CLEANING AND PROTECTION 

A. Clean exposed metal surfaces of substances that interfere with uniform oxidation and 
weathering. 

B. Clean and neutralize flux materials. Clean off excess solder. 

C. Clean off excess sealants. 

D. Remove temporary protective coverings and strippable films as sheet metal flashing and trim 
are installed unless otherwise indicated in manufacturer's written installation instructions. On 
completion of sheet metal flashing and trim installation, remove unused materials and clean 
finished surfaces as recommended by sheet metal flashing and trim manufacturer. Maintain 
sheet metal flashing and trim in clean condition during construction. 

E. Replace sheet metal flashing and trim that have been damaged or that have deteriorated beyond 
successful repair by finish touchup or similar minor repair procedures. 

END OE SECTION 076200 
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CONSOLIDATED GENEIWJL CONDITIONS 
OF THECONTRACT FOR CONSTRttCtpN 

articijet 

• • ’ ■ GENERAL'PROVtSlONS 

1.1 ■ BA&te DEFINITIONS ■ ■ 

LI.I THE CONTRACT DOCUMENTS 


Aaaeflila-^ai^P^P^t^tfbn^bFtlfe-GdnfrgcU-lBstru^ 

& tJfe A^jifci^ and MDdifications.ii^td-dft# feeSitioipf ftfc'C6iitr^.-A 
^tV.*> iT'nnixRi^*-.-ilpnedEvbothnarties.-aGhkosc. . 



In-the event of any conflict among tie Contract Documents, the Documents sliall fec'do&Cni^ 

aarording-to the'following p^ioritjes; , . . 

‘ . •Slij!’V''i'.’'-s-• '■ ' • ...■•■ ,-• 

Modiffclitjoii^ ' / ' '"v"' -• , - 

■ Second AgiiiBnicht 

Th^’prioiity: Addenda-later date to take jaecedcnce 

Fopriji Priotiy: Supplemental Statutory Condkiona 

Ftftii Frjotity; Consolidated G^eral Conditions 

Sixfo Prionty- ■••■• ••• Spcbjficatioiis aid Ortoimigs’^ ^ • ' . . ‘ • 

Sevehttei^oiify-■•■ Tifetructions ttf BiddeW hhtiPrO'pisaD ' ■■-■ ^■ 


Any mfcrences throughout the contract documents (or any other project doramratsj to _"Qenetal 
• Condition" or '‘Supplementary General Conditions" are deleted and “Consdiiiiktcd Gciianl 
Conditions and Supplemental Statutory Conditions" is substituted therefor. All bidders and sub- 
bidders take note that the TownlusT-cdnsolidatcd and modified former vcrsib'ns of the stand^if 
fonn AlADocument A2I0 General Conditions ofthc Cdhtract for Con^ctibii with theTdiVn’s 
desired Suppleincntaiy General Conditions into one documcnL The Supplemental Statutory 
Conditions remain intact and separate, and form a part of the Contract Documents. 
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1 . 1.2 


THE CONTRACT 


The Contract Documents form the Contract for Constniction. The Contract presents the entire 
and integrated- agrecracBt between the pairties hereto arid supersedes prior negotiations, 
representations or agreements, cither written or oral. The Contract may be amended or modified 
only by a ModificatSoru Except as provided in Paragraph.3.1 R, nothing contained in the Contract 
Documents shall be construed to create any contractuai relafionship {!) between the Architect 
and the Contractor, (2) between the Owner or thB..^chitept and a Subcontractor or Sub- 
mbcontiactor, (3) between the Owner and the Architect, or (4}_ between any persons or entities 
-other than the Owner and the Contractor, The Contract Documents shall cqmpjywijh the. 
requirements of Mass. Gen. Laws Chapter -44, Section 31C. 

1.1.3 THEWRK 


The term "Work” mrans.^;^^^c^ipn.and sc^ges.fequi^d^hy t^c Contr;a.ct:g>ppuxnen£s;- ’ 

whether 

services provided ^!td to ^fill.,^{;.0optrai:ipr7’s qhltgaiibris; -Re¬ 

work may coiistitute;tije.whpIq.pri=pkEt.pf .dip.,Prpjhct^ 


1.1.4 


THE PRDJEpT 


The Project is the tp^ ij^^^ctio^ Wpj^pcrforpjgd ujqder ^.GpntxacfcDoeurneiit^- 

may be thd whole or a cdns^ction.hy,thc O^td:. qr. by separate' ;■ ■ 

contractors. 


1.1.5 THED^V^g^S. , . .. 

' k' i’ 

The Drawings are the graphic and pictorial portions of the Contract Docuiacnts, wherever 
located and whenever issued, showing the design, location ami dimension^'bf the Work,’ '■ 
generally bcluding plans, elevations, sections, details, schedules and diagianm.--, 

••0- .-v '-’i*.-. 

1.1.6 THE SPECinCATIONS . ... 


The Specifications are that portion of the Contract Dociimjcnts pp.^isting.df thc.’^tfen • 
requirements for materials, equipment, constJ3iqtjpa-Systenis,-stapddards-an(l'WprJcraanship for the', 
Work, and performance of related services. 


1.1.7 


THE PlipJECirfh^^AD' 



I .. • ■>... .-.W •I..'..'V.'.. • •’’rj 

The Project Manual js,the vplpn}ep^al3ya5rembl^fpr.tbc,worfcvyhiehmayracJude the bidding,' 
n^uircmcDts, sarB^le forms, CpnSQ,Jid,af;pd Oenfcral.CorrdiljpnS of the Contract and, ' 
Specifications. ..... .. ■ 
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1.2 


EXECUTION. CORRELATION AND INTENT 

1.2.1 ■ ■ The Contract Documeitfs shall be signed by the Ownet and Cootactor as 
provided in the AgrccineriL 'A copy of the'si'gncd set shall be deposited whh thc.Architcct. If 
cither the Owner or Contractor or both do not sign all the Contract Documents, the Afehitect 
shall identify such unsigned Dotuments upon request, 

1.2.2 Execution of the Contract by the Contrictor is, a representation that the Contractor 
has visited the site, become familiar wMrloSal conditions under which the Work is to be 
performed,, and correlated personal observations with requirements, of the Contract Documents, 
By executing tHe Contract, the Contractor also certifies,, uijder jwnalti^ of perjury, that to ihe . 
best of hir mforfljatioh, knowledge and belief he has cdtaplied with al laws of the 
.Comrfrorr.wealtii of Massachusetts refetinig to taxes. 

1.2.3, ' *'’T3ieintchfaftheConiractDocuinents s toOTlude aJl.ifcin5.aeces?^.Si;iie.. 

proj^ ejection and completion of the Work by the Contraefon The ContractDocunieiiis arc 
complenlentaxy, and what Is required by orie sjhall be as.binding as if requ^ed b^^aJI;^., . 
perforinantie^bythe etbnfrAcfof shall be required only to the extent rot^ist^f y^,.thc.,Coritract 
Documents and reasonably inferable Som them as being necessary td'pfbdhti: tlfe fiitehdcd 
results^ All Work mentioned or indicated in the Contract Documents tiraU be perform^,by the 
Coritraetor as-pdift^of this Contract niiless’^it is Specifically thdicat'ea’ffii ufe'Cohtrilcf pocUirie:^ 

thatSuch Wqfk.y!fd,b6dencbybthcTB. ... .'J ’ .1 , .. .■« 

1.2,4 ■ Org^iiatfen of the SpecrEcatidns into diitisipna, sfcct&iiskndmti.cfe, aiid 

airangerrierit of DraVin&igS'sfiall dot control the Coiitrk^&r'iii dMdia.^ti^Wd^'araohg 
Subcontractors ot in establishing the extent o f Work to be pbfe'iined' by 'aiiylt^i|c. ' , _ ^ 

q .2.5 :HnlesS' otheiwfse stated in'the ContractDoct^nts.-Wdj-ds whiclt h'SVe wdll- 

loiown technical or fconstnietibri industry meanings are nfied in the (Dsfitr^ct Docuiii&ts iii 
accordance with such iecogni2ed.tncanro|s. 

1.2.6 ■ tlWherc codes-, standards, rcqiiirejnchts and publicatioitis ofpubljc’irad private 
bodies arc referred to in thc'SpcGifiphtioils, reftacnces shkII Mktndmtdqd to bS f&\’thc latest . 
revisions priorto thetiatc of receiving bids, except where otherwisc'ifrdicatcd. 

>-T." • • . ' ' . 

1.2.7 . Where no explicit quality or standard for jfiatexials or workinanslrip aic 
estab'lishi^ for Work, such Work or mafcrials is to be of good, wbrlonardikc q-uality for the 
intended usc-and consistent with the quality of the surrounding Work 'and of the construction of 
the Project generally. 

1.2.8 All manufactured articles, materials, and equipment shall be applied, instalied,. 
connected, erected, used, cleaned, and conditioned in accordance with thc'ihaiinfacturcr’s written 
or printed directions and instnictions unless otherwise indicated in the Contract Documents. 

1.2.9 The Mechanical, Electrical and Fire Protection Drawings are diagrammalic only, 
and arc not intended to show the alignment, physical locations or configurations of such. Work. 
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Such Work shall be installed without additional cost to the Owner to clear all obstnictions, 
permit proper clearances for the Work of other trades, and present an orderly appearance where, 
exposed, Prior to beginning such Work, the Contractor shall prepare coordination, drawings 
showing the exact alignment, physical location and configuration of the Klcchanical, Electrical 
and Fire Protection initallatioris and demohstraikig to the Contractor’s satisfaction that the 
installations will comply with the prccedbg sentence. 

1.2,10 Exact-locations of fixtures and outlets shall be obtained from the Architect as 

provided in Subparagraph 3.2.5 teforc the Work is irQUghcd in; Work installed without such 
kfOnnatioii'frd’iii’thd Architect shall be fcIoMted at the Coiifr^ot’s expense. 

• . . s f . * ,fS. 

1.2.11- Test bniiifg or ^il .test information ihc%dedjvith the Confract iDocirrocnts pf 

otherwise made available to Jj"c;Cqn^c^r wa|Db4^ by..tht.pwncnfDf use by.the.^Ghi>:^-. 
in the design of the Project oir Worlc The' 6wna- docs not holdout i^rraatjon to lid'Tlv.'.'V' 
Contractor as an accurate or approximate indication of subsurface conditions, and no claim for 
extra co.irt. or exte^ipn of time rosuldp; .frpi^g.reli,iance by the Contrac^r on such inforoiation 
shalf be‘ailowed except ,as provided in Subparagraph 4.3.6. 

1.3 OWNEHSmP AKP tiSE Of, ASLCHITECT’S DRAWINGS, SPECIFICATIcife., 

AFfb oftei pbeUMENT^' 

1.3.1 TTie nVw jngs, Specificatiqns ajid.othcr documents prepared ,by tbe Architect arp 

instmments of the Afidiitect^s service through which the Work to be exetmted by the ContrpctPr.v 
is described.-The Contractor may retain one contract record set Neither fee Contractor nor any 
Subcontractor, Sub-^bepntt^torpr .equipment suppilig-.sha|rD-wii or.olaito a. • • 

copyright in the PrawingsVsjjMificaitoiis.^' other documents prepaid by the Architcct,..and.-. . 
unless otherwise indicate^ apd.cxccpt as provided in the Owner/Arnhitect Agreement.for the - - 
ftoject, the Architect shall be deemed the author of them and will retain all common iaw> 
statutory and other rqserved.rights, in additiDn to .the copyright- All copies of them, except the 
Contractor’s record set, shajl be returned pr, 5 uitably accounted for to the Architect, on rcquestf-;v-' 
upon CDinpJetion of the Vork. The Drawings, Specifications and other documents prepaid by'' 
the Architect, and copies thereof funiishcd to the Contractor, are for use solely with respect to 
this Project They are not tohe used by ihc,^ntia.ctqr or any Subcontractor, Sub-subcontraEtbr 
or material or equ^jnent ^pplicr on other projects, or for additions to.this.Projcct outside the. '-:’- 
scope of the Work wi^oiit the specific written consent pf.thc,Pwnc^ and Architect. The.’ ^'.x 
Sntractbf; Subcontractors, Sub-subcontractors and material or equipment suppliers arc granted 
a license to use andrppjpduq.c applicable portions of the Drawings,- Specifications :hhcl 

other dotuments prepared by me Architect appropriate to. and for use indhe execiition of theSr' ^ 
Work under the Contract Dpmmcnts. copies road.c under this license shall bear the statutory 
copyright notice, if any, sho-wn on the Dra-wings, Specifications and other documents prepared.'-'• 
by the Architect Submittal or distribution to meet, official regulatory requirements or for other 
purposes in connection with this Project is not to be construed as publication in derogation of the 
Architect’s copyright or other reserved rights. 
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Notwithstanding anjtkmg hercm to 1 % centr^, ^s. between the Owner and Ardiitcct;- 
their rights and obligations with re?pect‘io dicyychitcct's instruments of service are governed by 
the provision of tfie O'raer/Architect Agreement for the Project. 


1.4 


CAPITAUZATION 


1 . 4.1 Tefois capitalized in these General Conditions include those which ar? (I) 

spccifically-defmcd, (2) the titles ofnumbered articles and identified references to Paragraphs, 
Subparagraphs arid Clauses in a document or (?)the titles of dbeuments published by the 
American Institute;d^Archit&ts. • . . • 


1.5 


INTERPRETATION 



T.5-1 

wordssuchas . , - - — . .. 

an article is abseiit'fein 6iie statement and'aippchri'm aiitifher'isWf inter 


or. 


to 


the 


interpretation of either statement. 


2.1 


DEFitfJlTIO^^S • 


ARTICE^'I '" 

• •O^TER' '■ 

. • •' *- ■ 


2 - 41 .1 ffe‘Gv^nef'is the . 

referred to toon^ouS ith'£''feoiri:iact DS'^in^tViets irsm^iiaf m nuiiib^. 'ftdS'tmb io time ‘ 
l&:m the Owner is referred to as the Town- 


respect to all marteis pmapung to. rae.riujqcn 

Project Manag#^crhhis‘C6fitfacf^5(bd^Q^i|eafi9^^^^^^Bmb.hy^^ lo^ a^’ 

such OTodificalffcHis a 6 '.riotihtHfere j::^cnafl^'^iiij‘.lhfc^^ p^ori^re b.f '. 

■ hereunder; and so loi:®-w'thc Cbhti:ad^ 4 'iivcil_'rida&lpf tM affect the^ 

Contractor’s perfofihdSibc df the Woflc ' ^ , . . . ' ■ 


2 . 2 - 


INFORMATION AND'SERVICfiS REC^IREtf OF THE Q-^ER 


2.2.1 The Owner upon reasonable written request slwll fi^sh to the Contractor in 
writing infqrmatidh which is necessary' dhS’ releyaM jfef' the’ ^ri^actojt to cv|hiate, give notic.e’ 
oC or enforce iritehaiiic’kEen fights. Such'inferiAaii'oii shairkcludpja .bimect.stateqient of 
record legal titfe to the prdp'cfty onwhiCfh'the'PrDjc'cf is Jbcati^ uihally ie^ca to as the rite, 
and the Owner’s infcrcst'tharcirt at the time ofexecutidii of the Aiffe’crhraL ‘ 

2.2.2 The Owner shall fturnish surveys describing physical characteristics, legal 
limitations and utility locations for the site of the Project, and a legal description of the site. 
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2 2.3 Except for permits and fees which are the responsibility of ihe Contractor under 

the Contract Documents; the OWncr shall sccttrc .arid pay for neccssaij aj^ro,yals, rasei^ . 

assessments-arid dhargbi'ftquircS for cdris'ifocBpn, Use of occup^fcy.a’fpcnipnerit st^ or 

for permanent changes in existing facilities, 

2:2.4 Information or services required of the O-wner hereunder shall fee ftmushed by the 

Owner with reasonable promptness after rc?;cipt from the. Corifractor of a written i^equest for. such 

■ .r::i -n'‘.v-rK • v. ■ t-f.. 


information or serviceg. 

• * •4'* y.>'s * 

2.2.5 Unless oifrhi^is’eprovidcd'in^fie.Ool&fS'ctticiciimchtsj Ihe 

furnished, free of charge, such copies of Dra-Wings and Project Manuals as- are rc^onabiy 
necessary for execution of the Work. - . . 

2.2.6 

enunjcratcd 

Separata Contracttire)j'Anjclc-9.(P^35^qt?.^’d 

Bonds). ' ’ ....... ,, ..}...... ..V 


.Vr‘;.iT5';.'rp. 





23 


OWNER’S RIGHT TO STOP THE WORK 


2.3 ,1 If the Contractor fails to correct Woric wi;^ch;is.|rpt in accordance with the 

requirements of the Contract Documents as required.by Par?gmph 123 or persistently foils to 
carry out Work in accordance with the Contract Docurridnts, the Owner, by writt^.ordexsigned 
by the Project Manager, may order the Contractor to stop the Work, or any portion thereof until 
the cause for such, order has-been .eliminated; hoy?cyer,.|be. right of the .Q.wngrfo stop.the Work 
shall not givansc to ai^ 9 ri.g^ej?^bffoeO:^.^.fo ^erre^^^ ti(|^^^-fp;t;Ac,l^nefitof^thS.in 
Contractor or any other perkin or'..^.;v 



2.33 

or anypart . r.' » 

convemfeKcc of^k OW how^^Vg;, , 

ordered by the for 

time specified m this Criiitect the Owplf sha}j,m^e ah' a^mhem in.thp,Conttacf Rmufpr.anVy.. ^ .^v., 
Dicrcasc m the cost oipcrfoimancc of trjUi Con|rao.t,;but shkU.not jnc|yd.c. 0 ny.proritto,Jhc.-.v..iv,v. 
Contractor on Siicll racrease; aiia proviacd niiihcr, that ttie Owner snaJi no}:j.maj^c;aiLy ^djg^txiient 
in the Contract Sum under this provision for any sUgfension, delay, intamrption or feflurc to act 
to the extent that such is due, Jq^a|g<,pah,se ftu whjgh ^l.f.-.'S^’^S^^it'pro'vjdesjfpr an.^qj 4 fohlie • {■:■. 
adjustment o f the Contract Sttm uh jer 'fiiiy other oinfiract provisions. 

2.3.3 Th?,6onti:artmmustsubm|;t||4mp^tp||'^i^^ 

the Owner in ■writu^..^"s6on^'lj;|icidcab|c.a|cf,ihc d^^y, Mc^cupfioii-or ...v.,. . 

ftilure to ac( and, b any.c-ren^^notlaf^ than31 days'aftcr mc.cii^.^cj[ 3 S 9 fr costs due u 

to a suspension ordet, the (j-wrief ^.fi.cfehri.ipcuired moroithan ; • ...•..•. ..• 

twenty days before the Contractor notified Ihc- Owner b -writmg of the act or failure to act 
involved in the claim. ' . .. ... 


•tst;, • 
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2.4 OWNER'S KIGHT TO CARRY OUT THE WORK 

2.4,1 If the’ Coiitfsctbr defaults or neglects to’ carry out the Worlriii accbja^cc with 

Contra.ct Documents and fails within a seVen-day period after receipt Dfwritten notice from ihe 
Owner to begin and prosecute correction of such defeult or neglect withfJLligence and 


deducting frornJayahe^ tKert'of thbreafter due the'Continctorthe bbSt'dfcoifcttmg such ^ 
dcftcicncies, irtS.u'djht^-'^dtfipehsatiDn'fdr the Architfect's’add,ifibhal seirvlfeb^'and cj^cnses'i&e' i ' 
necessary by such'dei&ult, neglect or feihixe. If paym^ls theft oir.thgfeafterSue the Cbolracfoi: 
arc not sufficient to cover such amounts, ^e Contractor shall pay the diffefence to the.Pwnw. 

' r ’ • . . * ■ 

ARTICLE 3. 

‘ . « ' ^ ^ » • * ■ , 

•- •• •• ■ A ■ •CONTMCTOR ' TL ! 

‘^"'’■'.■7^^'“ ,-**•*- ^ ^ ^ ^ 

3.1 D^^mON ••■•■•.■ * '•• ••'••• 

' .’f' '"'fv 

3.1.1 .T^^Cra^'clbriistiic.-ptfrsdnoi-eiitity.id&tifi^as shch'lntlK'^^E^eul^a^ is. ’ 

referred to thraugHotib’tjisCdfiBrad'Db'cuSie'lftsfts if siiigbM'in hiiih^n ''^'t'^bOT^*“&^tr^'tD'r’^ VV • -j 
niciustheCqo^i^dRbtthef.GOnljsctbrtsa'uthdiiz'ed'.rft&b^tative^ ‘ '' ''l'','"'";' 


^ .• . 

Befbf^^taftni^'thB WcJfk/aitd hi frequefii-'iiftefvals'dmrhig'tfc i?;rogfe5s.'|l3Er^f, jthe 


tothfe’ArcMtcct a.nX.emr;in'cDhsjstfi4cy‘dronU£sioji'ftt"Coh®ctbf may discSVSf- 
nccc^arych^fes^^L’beiordered as^proyidcdiii Article7;■^jjj'ecttoihSftqji^j^en^’^t '' '’. • ’ ” 

paragraph 1 .2 arid- otjidr provisions of the CoftffHct'DoeSnients? If’the-Coiif^Hdr'ipitict'fciis w^' 
theWarit withdut such notice to the Architect, having.discovered'such rixqrs, inconsistencies or 
■omissions, or if bytt^onahlB-study of the: Goii&ad DobuirfciiEs the Gd’nttactop coftlcl ^ye ' . 

discovered such, thc'Sontaicto£'shaI]'bcM''alIcdstsarisift§;''thefcfirom, '' ' ' ‘ ’ .... ■•• 


3.2.2 • The Contractor shall take field measurements and -verify field conditions and shall 

carefully compare such field mcasurcineiits and coridifions aiid other information loqo'iiwr to the 
Contractor "With the Contract Documents before conimencing activities, i^iiors,'inconsistencies 
or omissions discovered Shall be reported' to the Architect at once, Aa^ necessary change 'shall 
be ordered as provided in Article?, subject to the requirements of Paragraph'! .2 "arid other 
provisions of the Contract Documents. If the Contractor proceeds with the Work -without such 
notice to the Architect; shaving'discovered such errors, inconsisteiicics or omissions, the 
Contractor shall bear all costs arising therefrom. 
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3.2.3 The Coniractor shall perform the Work in accordance with the Contract 

Documents and any submittals made in accordance with Paragraph 3.12. ■ 

:■ I ■ •. 

3.2.4 The Contractor shall give the Architect timely notice of any additional Drawings, 

SpecifKatiorp, or justnjctions retpired to define the Work in greater detail, or to permit the- 
proper process of thework, , 

32.5 Tl^ Con^ctqir shall not ptpe^d with any Work npt clearly and ponsip^eptly 



3.3 ■ " sutlfekvisiofir Aisib cGhrstRUctioM procedures 

33. j The Contractor shall supervise and direct the ^ofk, using the Contractor’s best 

skill and attention. The Contractor shall be solely re^jpnsible fpr^ and have control over 
construction means, methods, techniques, sequences and procedtires and for coordinating aU 
portions of the Work under the Contract, Where the Contract Documents refer to particular 
construction means, methods, techniques, sequences orprocedures or indicate or iirqjly that such- 
are to be used ju the 'IJfork, such mcatlop is mtended only to indipatc that the nperations df tfic 
Contractor shafl .l^'sdph as fo'pioduce at least the «pJaiity of ■^ork implied by 4 c opefations^,,. ,. 
described, but the actual detennihation of whet^pr not the described operations rflqy be.safcly 
and suitably employed on the Work shall be the responsibility of the Contractor, who sh,ail notify 
the Architect in wr.itmg;.of 4 B actiJa|jmc.^,unftIj^ lectojgucsi scquciteps pr jsid&dfires-^Hiclr 
will be employed on the Work, if tlicsc'cUffcr foam those mentioned in the ContratkijeJefirDEris. 
All loss, dmnage, liabSity, or cost ofcoriecGng defective work arising fiom the en^IpymenLof 
any con5tructi(?il.i»eai)s, mp,thp,ds, techniques; ,s9qnesccs.or‘.,praQedures.-Bl^l,be -l:^irie-:b.y,lihe<;!f 



Contractorhas given tSbmy nojiceto 4c OwiiCTaii^ Amhitect-,ip writing*.thafc such meads,■ 
methods, techniques, set^cnces.orpmc,edm;cs srepot safe pr suitable,- andthc-Gwncx-'ha^S(fhcii.i.';W:i- 
instructed the Cpntractqnn.writirtg,to proceed at 4e Owner's risk. - 'r’-i’ ■" 

3.3.2 The Coptjactdr .shall .jre respq^.iljleJo t^e pvroc|ifbr acts and omissions of 4e.;'- • - 
Contractor’s employees^ Sulipontractois and.th.t^gcnts,and,eniplDyccB; and otheirpeSesdns'. ■ ■}->•" 
performing poTtions of 4e Work under a contract with the Contractor. 

. . , * • .1* ’**. ;;*i 

. • •. . 1 : ^ . 

3.3.3 ’ Th? Contractor^allnot,berplieycdof,obligationsjtopcrfonn.thc’WofKinM 

accordance with l|c..!Qpptract gormnients eilhpr by aqtiyities or duties of the; Architect Jn' -iHc rf ■ • ■ 
Architect’s admiiiistratitm p^thc. Coptipct, or by Jests,'inspections or approvals requixed*'r-'V'"'' '• - 
■pcrfbtmcd by-persons otiicrthra thc.Coptractor. f • -i .- ..-r. •• •i. v? 

3.3.4 The Contractor $h®ll be responsible for inspeetbn of-portions.of.Work already: • 
performed under this Contract to determine that such portions arc in proper .condition to Wdciyc •• •■= 
subsequent Work. 


'A 

fC' 

J- 

V’’- 


•’t *" r< 'll* 

-s ,'r- 
'.-.r-;ib. '.«t 
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3.4 


LABOR’ AMD MATERIALS 
Ujilcss otherwise provided in tbe.Cont!raQt^^.o,cj^e|:)ts^lhp.Cantr^c;tor.sha]L 


pcirnit 

'3.5 


3A2 Thc'eoEti^tor/ihMfhr&r^ s^^^&dplmc . 

CQotracto'r’s en^by&’Kiaind' &}j)cr ^|iOTV'6a^^g’op^|iS 'feon^ctj.^'ghe go^tra^^r shs^ not ■.. 
-nit- emploi^^enf^dFB^rfT^cf^ftS'di pei^ noUJncdJa ta^ „ ■ 

WARS^TY'-. • ■■. 

3 5'’1- ' The Ccmtractor warrants to tjhe O'syncr md^c^t^ct^t^^|i^ls.^a]^djefluipjjien£ 

foiiishcd iindef .thd Gdi 2 a=a' ■•''■ 

perked hy the. CorrtracfWdiffimfe,- 

qu4^4e^ii^d onFf«£^ 

Co’afract&^ents.’iTVpa'^ot cbrybrrfiin'gftrfec' rte^hrfements, incMjng. suhstitutjons not 
phjp’^ly appioved'and authorized, may be considered defective'. TheTtoBEractor’s -waiiairty 
ejtcln&s remedy fer dairnge or deto ' 

aiS-thodi^cdtiQ^’'a<if:'eSec'ufed-fy’'th’e-'Cdiit^«b|'»^F^^ .. 

u^roper opaTffiditW-Sdnhar'C^e^ and 



ccrtaEinfy tjbtany material used, or proposed to be used in the "Worki nreets the requirements of 
the- Gonb-det Documents. All such data shall be furnished at the Contractor's expense. TJm,.. 
proYiaion’shall nol’rcquirc the Contractor to pay for periodic testirrg of different batches of the 
saihe matefi^ unless such testing is specifically required by the Contact Do.c^nts^tq’bp- ,., . 

performed at thc-Contactor’5 cxperisc. 

‘ v 5 *'' 

3.5.3 If the Contractor proposes to use a rfiatenal -which, while suitable for the intended 
use deviates b any way tom the detailed requirements of the Contract Dopu^ents, the. j,.. . 
Contractor shall bfbnn the Architect m writing of the nature of such deviations at the Ibic Qie 
material is submitted for approval, and shall request writo approval of the d.ev.iatiop,fipm the, 
requirements ofthc.Cdntract Documents, in ac'Go'fdaiicc with the procedures ’set; tort! in Mass. 
Gen. Laws Chapter 30 , SM:tion 391 .-- 

3.5.4 In requesting approval of deviations or sabstitutions, the Contractor shall provide, 
upon request, evidence leading to a reasonable certainty that the proposed sufastilution. or 
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deviation meets or exceeds the requirements set forth in Mass. Gen. Laws Chapter 30, Section 
39M(b). IL in the opinion' of the Architect, the evidence presented by the Contractor docs not 
provide a sufficient basis for such reasonable certainty, the Architect may reject sucLsqbstimtion 
or deviation. 



3.5.5 The 

character and quality of desigii 
mechanical and eJecdirjca'l’tquL^’rticnt hSYthcctf^Icctca b rave ■dcsien.i^,re3a|iqn;- 



Project, as well as for their intrinsic meiitSL TKe AfcKifcct will not approve as e^al tp materials 
spccificdyroposed subsUtutes whic^ in the Architect's pJ,^p.ctcjCji, • 

obtrusive, or-othcrwispme^fis'iift'clrt wil^the ^^c;Priiycct.-.-,ii^(;.. , ,> 

order to permit c6onl^fd^’i^'f|iJ Sfqolbr ^ fihilHc^’^tpon^qtorsr^l^ijr^ujlf^ v 

Architect forrtish the subMut^ iSa^fiSi'iri anyuol^i'tejefore, or pattern <vfcdch wo^d 
haye bc^ available finm the manufacturer originaily specified, at no additional .cost to '.the. ■ .v 
Owner. 

3,5.6 Ady additional cos^ 6r iachy josspr^^nffi^c ,ariAing.&opi thesubstitufipn of any 

material Or any method fid.'tFosc" brigiSmly specified sq^ tebo^e by the Cpn^,ctor, , ,■ ' ..; v 

notwithstanding fpprbva) br’d&cjlil'anrc qf%ich ,§ubfrt]|qtion,b^.ihp, C\vyn^.pr:^the Aricliiteqt;.'. r-: 
unless such subsfimlion Whs f^ye'dttndddiftcn roquet or (fe^^ionofthefliwqer. or the ; .;.•,■■■'■ ■"■ ■ 

Architect. ■*’ , _ .....;-• — : ..■ . • '• ■ wr;..- 


J-I-'S I!; 

‘ j.'K-.V 




i.'SL-; 


3-5.7 

limil 

law. 


’.r. 




The WOTanty firbvitied in thisp"^^pi! 3.5,^U.be ia.additit>^ to aijd.nof.in-'-fe'ir; 1.-,= 
_ -S'r-.-i.l.j’-A-LrJlrlrL "_ -i , ■ 


'To- 


3.5.8 The Contractorsl^'pibcure and^dehy^.tu .thc.,Ar^‘t^L jater thhJt .the'date-'■ 

cla&ned by the OontMdttitas itee dafool^Sufe^tj^l’itonjpktjD^Ei, tyarfstiJeS'required • 

by foe Contract Doctiii^nb.''^e|ive^by ^^^yW£for4}|li,tpnEtfitu!;q the,Gpijli'acAor's.-‘' •• ••• : 
guarantee to the Owner tl^tt foe warranties shall be per^onned .ih.acpprdance with, their tcncs'.and 
conditions. -v.:-. • ^ 


3.6 


TAXteS' 




3.6.1 The Cdhtjactof sKiail pay sales, consumer, use and sfanilax tareps for the Work or?*, 

portions .thereof pro'vided by the Contractor which are legally enacted when bids arc received or 
negotiations concluded, whcfoet .Of ijot yet c|rcctjxc or. merely scheduled to go into-clfcct- . ’ 


• 4*1 A..» • 

'Um-. > 

r.Wf=.> 


3.7 


TEEWIT^j NdjfC^S 


3.7.1 Unlc^ ofoerwise provided jp the .Contract DocumeptS} the Gontractor shall securd 

and pay for the building permit and other pormits and governmental fees, licenses and - • 
inspections necessary for proper execution and completion of foe Work which are customarily 
secured after cxeanrtion of the Contract and which arc legally required when bids arc received'or 


. ‘ t -r.l.n 

. • riVr^ 
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negotiations concluded.' Notwithstanding th= foregoing, the Town hereby waives the fee for the 
Town's building permit for the Project. 

3 .7.2 The Contractor shall comply with and give notices required -by.laws, ordinances, 

rules, regulations and lawilil orders of public authorities bearing on performance of the Work. 

3 jr 3 It is not the Contractor's responsibility to ascedain that the Contract Etocuments 

a^e in accordance with applicable kws; stitrkes, ordinanc^, building codes; and rules and 
regulations. However, if the Contractor obsav'fc^' thafportibiis of fhc Contract Documeiits are at 
variance tHerewith, the Contractor shall promptly notify the Architect and Owner in writing, aird 
necessary changes- shall be accomplished by appropriate Modification. 

3 -yIf ^e'CotitiHctoir performs Worlc knowing it to te contrary iff laws, statutes, 
oidinanires, biiiidirig ctodevand rates andreguiatidiis withduffochnotfce to t]^'Architect an^ 
Owner, the Cbi^Ctor shall assum’e Mi fej^bikibility for Euc}iT;</6'rk add s^ll bcar’thh 
attributHblc''(>bsb;‘''i = 

3:8 ALLOWANCES 

3.8.1-3,EJ^ OMITTED. 

3.9 ‘ SUPERINTENDENCE " ' . 

yijc Contractor shall employ a coinpetent sup'erinterrdcnt; acceptable to theOwn^, 
aii'dincccssary assistants who shall be in attendance at the Project-site foil timed^gfe progress 
ofthcWorkunitil the date of Subsfontial Coir^rtetib'niknd'fop suqfodd^iioMl .time tfi|leaftcr^ _ 
the-Virchiltect maydetcraiiae tabs- ner^ssary fdr the expedifjdus ■co^IetiBSbfthb^Vork;' the . 
suRCiiiitendeja: 'shall be licensed to act as superintendent in-accordance wiihaliapplitabte laws for 
pxoj&ts. of this type. The Contractor shall remove the supermtendent if requested to cfo so in 
writing by the Owner, and shall pran^tly replafic him With a coii^iet&t peftPn'fieasoia'bfy '. 
acceptable to the Owner. The superintendent shall reprebcnt thc Coiitrac'tdq'ahd w>miiffo‘nications ■ 
given to the superintendent shall be as binding as if gi-ven to the Contractor. 

3.9.2 Tha-Contra'ctor shall retain a competent Registered Piroftsaotial Engin^’or 
Registered Land Surveyor, acceptable to'the Architect, who-shkil establish the ektemr lines hnd 
required elevations of afi buildings and structures to be erected on the site and shall establish 
sufficient -lines and ^ades for the consbuction of associated Work such as, but not limited to, 
roads,-utilities and site-grading. The Engineer or Land Surveyor shall certify as to the actual 
location of the constnfeted facilities in relation to property lines, building lincs.easemcnts, and 
other restricti-vc boundaries. 

3.9.3 The Contractor shall establish the building grades, lines, levels; cohimn, -wall and 
partition lines required by the various Subcontractors in laying out flieir Work. 


3.9.4 The Contractor shall coordinate and supervise the Work performed by 

Sutontractors to the end that the Work is carried out without conflict between trades and so that 
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no trade, at any time, causes delay to thejcncral progress of the Work If such delays occur, the 
Owner may deduct anticipated, ijquidatrf-dainagcs frpjn the Progress Paymentp^to the 
Contractor: The Contractor and aU'Subcontractors shalUt all times afford, e^b trad?, any .. 
separate contractor, or the Owner, every reasonable opportunity for the mstallatjon of Work and 

the storage of materials, . ' 

3.IQ CONTRACToi’S CONSTRtJCT.ION SCHEDULES 

3.10.1 ilie ContactW.;£h%ll submit to the ^rchitdht, a •pip,gres,|;|ch^ulB,.aii.d 

shall corr!plywi!thsucb's.qfiedule,.^.descpbc^ in.SubparagTapbs,8,,2,4^^ . •' -• 

3.n ' OOCiiwEJ^TSAHD SAMPLES. AT TJHE;SiTi -. < • t 

3J 1.1 The Cp^iaptop.sl^li iqamtgin ^ the s.he fer.the Owj^^pjjexecojrdjgppy P|;th§ 



. approved Shop PrawmES.’Pro duct Data, Sainples and similar requned submittals These shall,be 
av&lable to the Architect and shaU be delivered to the Architect for sUbraittal to the Owner upon 
completion of the Work. 


3.12 


SHOP DRAWINGS, PRODUCT DATA AND SAMPLES 


j 1 Shop Drawings are drawings, diagrams, schedules and other d^ta spticialiy 

pi-epared for the Worthy flie Contractor or.aSuhcontractor Sub-subcontractor, mannffeturer, 

supohV-or distributor to illustrate som^^tortioa of.^c 'floik. ^ :• :<'• . ■- ‘=- .= 

■ ' ' . 7'‘,.r!S'.Vi •' •’•'■■■‘■■ec 

•3 12 2- ' ^inductD|ta.^eiII^li;atipns,.s!landm'd-sche4ules,-peifiirin3ncc.chartsi-C v. 

..instructions. kochuros,.d^^£iMd^iihFr^™^^’°^ -funnshed by.thp^ntrnetoirta-aBustratc..’. 
materials or portion of.the .work- ' '•■■■• • -t- ■ 


3.12.3 

workinanshtp,and 


Sampksare.physical illustrate juatenals/'equipincnt or- ^ 

ind establish stand^s, hy which the Work will be judged.:.,. • \ . r’ ■ 


3,12 4 Shop Drawings, Product Data, Samples and similar submittals are not Contract . 

Documents. The purpQse.Qf^ir ?.ubpittal'is,tp dernonstrata ipr those-porti6ns,of the^Wdik-Tcf^^ 
which submittajs arc jcequnK'd .^,e.y/ay the Con^ctoyproposcs tp' confoimth thc.mfortri^0n. ^ 
given and the desig;n conc^t.gxpijssed in the Contract Documents. ReVhew by.,chc-ArehiteetuS 
subject to the limitetiDnsof thij?.Paragraph,3.] 2 and .Para graph 42. , • -IP ^ -1- - v. • f - •Js;- 

3 12 5 The Conlri^or.shallVcvicw,- approve and subnut to the. Architect Shbp-Dra^hxgSy 

Product Data, Samples and similar submittals required by the Contract Documents with > 
reasonable promptness, in accordance with the Contractor’s progress schedule approved hy the. 
Architect and in such sequence as,1.0 cause no delay in the Woikor-mtheactivitjcs-ofthe Dwncr 
or of separate co.ntractois. Submittals made by the .Contractor.which-arc not required by the 
Contract Documents may be returned without action. 
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3.J2,6 ■ ■■■ ‘‘TBe-Contractor shal.lptrfdrm.no portion oftJie Work requiring submM^nd '■' 

review of Skop Drawings, Product Data, Samples or similar submittals until the respective 
submittal has been reviewed by the Architect. Such Work shall be in accordance with reviewed 
arid approved submittals. 


3,12.7 By approving and submitting Shop Drawings, Product Data, Samples, and similar 

submittals, Jke Contractor thereby jcprcse.nls,that .the Contractor has determined and verified all 
dimensions, qumtitics. field dimepsions, .relations to cxi^ing.iyork, coordination with work to be 
installed later, coordination with infopnatipn on previously accepted Shop. Drawmgs, Product 
Data, Saii^jlcs, or similar subimttals and verification of compliance with all the requirements of 
■the Contract Dpemnents.' The .accn^cy..o_f all ^c,h ^ppnatipmi.s the responsibility of the 
Contractor. In rtviewmg.Shop.Diawulgs,;.Prpduct Dat^. Sandies,'and similar submittals the 
Architect s;W.l ^^piititlcd'.ti) relyupon.the Contmrforts representation that such hjform.aliori is 
correct and acc^fe. . . , ’ . • “ . ' . ‘ 


-.■i-l'. 


3,121-8 • ■ tiie Cprto^tox.^halfnp't^te tplibyed q.f;^ponsii)n.ity for deyiatiops fioin-.. 

requhcmelits of the Contrail Bocumciits ’by the ^chhect’s leyjew qf.Slipp Drar^gSl. product 
Data, Samples orsimilar submittals unless the Contrm^tor has specifically iirfonned the Architect 
in writing of such deviation at the time of submittal and the Architect has given wntrten approval 
to ihc specific deviatiom TheContractor shall not be relieved of responsibility ffar errors or 
omissions in Shop .Drawings, Pro.d^tD^a, Samples or, s.innlffi Buhmitta}^ b.y the Architect s 


review thereof. 


3.12.9 « . ' Tfje C6ntra^,r (fihetj^.specifie qr on resubmhted Shop 

Drawings, Product .to ^sbns.,a^. thap those i^qnested 

bythc Archite^^n h^.s been given,, the Architectls 

revxewsof a rtsnbiS^iSlo^Dmi^^ submittal shaU not 

constitute arcept^c of any re.quested on the prior.submitt^ 

3.12.10 tofom^trondl suMittais/Ujpon.whiqhthe^^i^^ not expectedto take 
responsible action maybe m identified m the Coatiract Docuihcnts. 


3 12.11 When professional certification of perforroance criteria of materials, systems or 

equipment is required by the Contract Documents, the Owner shall be entitled to rely upon such 
-certifications, and neither thd'Owner nor the i^hitecit shall be expected to make any 
independent examination with respect thereto. 


3,12.12 The Architect will not check dmiensions or quantities on any Shop Dra-wings and 
will not assume any responsibility for any errom in dimensions or quantities on Shop Drawings. 


3.13 USE OF SITE- 

3.13.1 The right of possession of the premises and the improvements mads thereon by 

the Contractor shall remain at ail times in the Owner. The Contractor’s right to entry and use 
thereof arises solely from the permission granted by the Owner under the Contract Documents. 
The Contractor shall confine the Contractor’s apparatus, the storage of materials and the 


Consolidated General ContSlinns - Page 13 

(Rev. 12/8/04) 




opcratj'ans of the Contractor's workers to limits indicated by law, ordinances, the Contract 
Docnmfeiits and peroits and/or directions of the Architect, an.d.shall.notmirrasonably encumber 
the premises with the Contractor's materials: ‘-Tfe Owner sjiall hofbd' liable to theCorit^ftoj-, ^ 
the Subcontractors, their einj 3 lo.iyecs o’r anyone; cisS With rcispcct ttt the conditions of the pr^rriiscs, 

exceptonly foracohditioncauseddirectryahdsofely’by tHe'iiegligence'.ofthc’OwriCT. ' 


3.14 


CUTTING AND HATCHING 


3.14.1 -The Contractor aihd its Subcohtrkctdrs shall •beTc^ohsiBlc -foVcAtlnq^^ 

patching required to complete the ^drk dr to' riiake its'paftsiit h)|ctodr^ 

peaformfcd m acc'ofdance with the requhemehtS-8f the Cdnffifet 

3..14.2 The Contractors'll pbt darfiagc'di' endanger a ^tbb WB ij^ or 

p^aily cbnapktM bonsfrijfctidhbfffic , 

otherwise aitcniig'such'constrpcbD'nt. or hfefd'a^liiotf, 'tKc CoiibhctorMll riorcufbt 
alter suchrmnstnietjon by the Owner or a scparatccontractor except with written consent df the 
Owner and of such separate contractor; such consent shall not be unreasonably wi^cli TI|c ■ 
Contractor shall not urireas'dtia>Iy Withhbld fref^'ihe Ow^' or a' s^^ate' -^feetbr . 

Contractor's ernn^nt to'cutting o'r oihenvise'iiicnng the Work. • ' ' ' _ 


3.15 


CLEANING UP 


3.15.1 The Contractor daily shAil fceep' the ptenusbS and surrounding'Hjca' jf ec ifo hi 

accumulation of waste mstcriaJs or rubbish caused by operations under the Contract. At 

Cl 

rubbish, . . . ___ 

Innncdiatclypridr'toTKe'ArcMtoct’shisilSifibn^/.S'ubstEHti&rCbiteldior^ThcGdrife^qr^ 




Sash, fixtures'and equipment shall 1 
cball be removed finra all surfees. Hardware and all metal simfeces shall bp draned md , . 

polished. Glass and pBstic sthlaces Ihall be tho'rdr^j^ bf pro:^siDp^,^3pjy' ^ 

clcanersv All damaged, broken or senatched glsss-^ pllstic'shhll be rcpiacedi^ tfic Contractor at 
the Contractor's expense. ' . : -n- ■■.:'■■■ 

3.15.2 If the Contractor feilstb cleahupias ^pVrded m (fie Contract &ocimi?nls, the'' 

Owner may do so and the cost thereof shall bc"’dhar|cdt'6te''Cdhfractor. „ . .... 

3'.I5.3 Theprovisionsofpara^phsLlS.I ®d3,I5.2 shaUapply e.qually tq,all 

subcontractors- at the project insof^' as each suBctohctactpr’s work is concerned. . ^ 

*> •“ * * ■ * * , 


3.16 


ACCESS TO WORK 


3 J 5 I The Contractor shall provide the Owner and Architect access to the wor^k in 

preparation and progress wherever located ’ ... 
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3.17 ROYALTIES AND PATENTS • ■ . ■ - 

3 17 1 ■ Contractor shtdl pay all roy^tics and license fees. The Contractor shail,^.,.-; 

defend suits Df clairns-for infeiigement ofpatcnt rights and shaU hold the Owner and Architect 
harmless from loss on account thtfcofr but shall not be responsible for such dcfcKcpr.loss when 
a particular design, process or product of a particular manufacturer or manufeetprers is-required 
bYthe Contract Documents. However, if tte Contactor has reason to bclmve that thexmuircd 
design, proeb^ orprdduct is an infringement of a patciit, the Contractor shall be responsible for 
such loss unless such information is promptly famished to the Architect. 


3.18 


INDEMNIFICATION 


3 18 I To the fullest extent peniutfed by iaw. tfic Contractor s^li indemni:^ and hold 

harmless the Owner, Architect, Architect's consultants, and agents and employees, Q^any,.pf;^hF™ 
froii’iridTagamst claims, damages, losses and e^qpense, including but not limited to aftomeys 
fces.,msmg but of or remltiiK.frotoP^rro^^-ol^J^yoil:® 



ordeBtructian-.oiuangiopjjn^p^^jr rii-Sfe'' ''■ 

thcrcfrbm:,carS^:m^^hoW'drInp^b/hfi^igeEtacfe6romrssromtofMg^OT^^^^^^ , 

SutKioJoWtor, anyone directly or indirectly employed by them or anyUiic for whose acts they 

_L. . *■< . l. _ #*l«rTV» /IfaTTtQ ince r>T 



bv.a pEuty. jpdc^tiea .naicwpca-. 

,,..j 47 ^ii«rLtTrt^‘-Tii’this'i'ara£^pli 3 . 11 ?.'' ..■••y. v-.- 




3.18.2 


v.v 


Tn ao-ainst any Ddson. or entity indemnifiedufidcf fbis'^arkgriaph 3,1^ ?>y 



3.18 shBli.not be limitfed by‘a IMiiatidjl'dn the^amfaunttrr type of damages, compensation, or 
benefits' payable by or for the Contractor or a Subcontractor '“nder.wor^ej^.^..pr .wprkm^^^ s,, 
corhpensation acts, disability benerit-6cts,-of■dther cmplo^^ benefit’ acts.' ' . 

3.18.3 ThcdbligatjoiBoffeeEbntadtofOnaBr’ilfisiPara^ph3T8M|^i^^^^ 

liability of the Afchifect, the Architect’^ consult^ts',^md.agei;to-,ana •■ 

arising out of ( 1 ) the png>arctibnofma^ri5inwmgs;;'opm5dns; reports', , 

dcsig^ or'SpbcificatbnS, or (2) directions of instmaibhs glvcit by the Architect; the Architect s ' 
consultants; and agents or employees-of any of them. 


3.19 COVENANT NOT TO SUE . . 

3 p 1 In consideration of the Contractor's! unSritaking to indeifthi^ anti ho Id haroilcss 

thc-Architect, the Architect's consultants ^d’ agcrifs'bf cn^byees of any of fee^ m arcor'dance 
with paragraph 3.18, agree that the Architect will not bfuig any civil stifr, aefibri or other 
proceedirig hr law, equity or arbitration agamst the Contrfctor, or the offict^, era'pbyces, agents 
and servants of the Contractor, for or oh account of any action which the Architect nriy have 
arising out of or in any manner connected with the 'Work, except to enforce the provisions of 
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Paragraph 3.1 8 ^and this Paragraph 3.19; and the Coiitractor, or any successor, assign or subrogee 
pf the Contractor, agrees not to bring any civil suit, action or other,prcM:ec!|ing in lajv, cquit,;;^ or 
arbit^ion against the Architect, or the officen:, employees, agents' anS servants of the Axc^tcct, 
for the cnfoioeancnt of any action which the Contractor may have arising put of pr in any jaanner 
connected with the World . . , • . • . . •» • 


3:20 


■R£C0iRD I^EPlHdfe'QUjRfeMEh^^ 


3.20.1 ‘rfe ebnlihictpf s6^1. cornply with all appiicablei rcqn^e^ehl’s pen. La^s. 

Chapter 30, Sectibici'3^'1^. '' .,. . . 

ARTICLE 4 . • . 

■7^DMINlSTRA■^GHpFTHEC■Oh3'?l^CT. .... . ■• 

4.1 ’ "f' ''■ ■ ■' .. V.’ vL l.;.., ^ 

► •«th^T'-V *. * • , * .’ * ♦ I • ' • * ■ , ‘ 

4.1.1 , .The to.'^rapti 5 cirq&^.ture. o^,^ polity 

lawfully prachcm|Mci^l:^|^ntihp.^.^q|'p,^^^cJnie5^,an^frefeiT5d,to4f;TO^ 

the Contract Dociira^''^;i¥s^lfr jirnnher^.ft^^ ’'ArchitecC!| ipeans th<>kchitccior.. 
the Architect’s anthpri^d rcip'refqnmivc. . . ..... • • - • i - .• • 

4.1.2 ^ ]^*tafio^s qf^authogty-^f % 

the Contract 

.the Owner. Contradbr'a^/AichkccrDrmcnf'bcunieasoha%.ji'jtlip^^^^ 
inconsistent herewith, thr!xigids.aijdresponsibi3ities ofthe Arehitcctshall-bcgbvemedby the ' 
Owner/ArcbitcctA,^qpqrot,,for_1i»Pro^^ ,•. .. ... .• '•• ■••' •' 

4.1.3 .hj Eiiaihappp,yit,aiv 

archit'celwhose S:^K’Wl^fHe^h(ra^-ppchm s^i^^thatpfftnj^rmer.arcB^^ '-• • 

, 4 . 1 -.. •.,... • 

4.2 ARCHififeT’S'AB}^?}jSTRATi0h}'bi;'j^^^ • ' :■ 


4.2 1 The Architect will.pro.Yidc adh®i?.4arion. of .tbeConlract as dcscrjbq^;h!,thp • f; 

r<_ •U.tl. • ry^*'’vv*!)! r«r 7 <«r<c> 0 ’att/I «>r»yie»i< if .fiAr^-ri frin* litvrts**- 4 ^ «/» a Tr»in#»of‘,.^ti'i 



Docurbents, unl^f'nibHi|ifc.4 fey written m accordance .y/ith other, pip.yisig.ns 

of the ContracL ■ r.r- ■ •:■■ •-.t- 

4.2.2 The Architect will visit the site at intervals appropriate to the stage of coiistrbction 

to bbcoinc gcncxaJly familiar with the progress and quality of the completed Work and to 
dctciroinc ih gciicrd.if &e ;^.ik js.tejng.i3ej^p;pnc4m,a pi^cr.in^^ th,e.|^oikj wfepn 

completed, will ^^?-ponlraa Documente.^. yhc,.^^hitect..Tyi'lf visit-.Qie sitft 

at least once per ?.^9.45 fif aphve. constnictipn. The. Anjhitcct will not be. re,gtiircd ;; 

to make cxhaustiye.^p^, cqp^uop.s on-sitc rasp.cctions ,to check .quality.pr quantity of the Work.. '. 
On the basis of bn-si& obremtjpqs an architect, the Architect wiU fceqj the .Owner, .informed 
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of progress of the Work; and will endeavor to.guard.the Owner against defects and deficiencies 
in the Work. 


4.2.3 The Architect will not have conttbl over or charge of and will not be fesponsfl) !c 

for construction means, methods, techii5qucs,_sequences or^prpccdures,.o;r for safety piecautions 
and programs in connecli’iJn wfth'tKe Worl^ since'thcse'afp'spJely the Contractor’^ respoi^ibility 
as provided jii'Paragrapli'3,3;"The Aichjtefct \^rill not fed f^pbnsiBle fpr the.Cbntrapbf’s %'iltirp,,, 
to ■ cany out the Work! in' accprcl^ce 'with file'Cdntrkct l3obu^nts- ..The Architect wilf imt !be , , 
responsible for ’^s’ or d'niissioris of the 'Suhednttabtors.-br their agents or erapbyccs, 

or of any other perasiis performing portions of the Work. 


4 , 2.4 CorrahumcatTonsTacilitatmg Contract Except as o|hejwfse 

provided in the GoAr^t.Oocuihcnts'dr’whch’ciirect'cDmiTOjaca^^ have l»eh ?^eaa11y 
au}hoiis3ed,the-0^^ dnd Cdnfiacfer s&lf Bibbavor ttfco^froumc'ate 
M^gef- Q5i»3aii^c'atibhsby''bidmth'^,'5^^tett’sco^h|^'sha.^'i^,^^ . 

Architect. Coiiuinri 4 catioiiS by and'witksh^bhto'c'tp'^' '^pljerc/gen^ly sfiaU W 

through the Cd-^'Srttoq’althoUgh the OtrocrlSid Pfojd'cf MSfafer 11135^ have iiiiect 
cofoimmications' with subcontractors and suppliers intended to facilitate or expedite cortstniction. 
Co'mnihnications by and with separate contractors shall be through the O wner. 

.y w'^ ••-ut:: 

As to any writteh' hdn^nicati^^fc^rettWb'bf ^ihiec'ofthe Owngr,'Architect, anc} 

Contractor, a co'hch&ciit’ccipysBail be sent to the'thfri ' ■ 

'y^VT'-iL *^*“ *' '' * »' 




4.2.5-i» 


'-Tisb'A:rcIA*^rvKll Hayb"aiilJjdritx to r'B^ptty/ajk wluch d^siiotfonfo^ to'Gic 



req^ additiohais&libtitjn'or testing bf the Wofkhi-acc^dTOiie wiiS S'iilt^'^^^h.s'l3.'5..i arid' 
13.5S^'^hbthcr of'-iidf stf'oh Wefrkis- fa'bncatedj 'ihstaMcd or'&i^lctc5i.’''tia^^erj pejtlfortiib' 
authoiiy ofthb Atbliite^nbr a'dicSskfri’made in gobd'.farai Bthef to'ex^isVdr 56 f tb;e'k^^^ 
such authority shall give rise to a 'dmy otyesp'diiribilh'y 'of the ArbSiteefttf‘the Coiiractbr,' 
Subcontractors, material and equipment suppHm, then: agents or ci^IoyeK, or other persons 

perfbnning poitidiis-Df the Worte’'’’’ ' ' • ’ “ ‘ ..... 


4.2.6 In accordancc'with generally acc^ted standards'of proifessiririd practice fte 

.Architect will' revicwq'appfbvS;' khd take' oilier appropriate actio'ii iipori tfit Cdntrhct'pr’s' 
submittalsluch as Shop DraiVing^' Product' I^aia' andSarqples, for the puipbte ofrih&fcing 'for 
conformance with the Contract Documents. The Architret’s action will he taken with reasonable 
pronqjtncss, while- allowing sufficient time'in the Architect’s professional judgniHnt to pciinit 
adequate review, and in any event shall take no .lOngdr than the time periiiittcd by law. Review 
of such submittals is not conducted for the purpose Of determining the accuracy and 
conqiletcness of other details such as dimensions and quantities, or 'for substaritiathig instructions 
for installation or performance of equipment or systems, all of which remain the responsibility of 
the Contractor as required by thc Goninact Documerits. The Architect’s review of the 
Contractor's submittals shall noCrclicve the Contractor of obligatioris set forth in Paragraphs 3.3, 
3.5 and 3.12. The Architect's review shall not constitute apprO-val of safety precautions or, 
unless otherwise specifically stated hy the Architect, of any construction means, methods, 
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techniques, sequences or procedures. The Axchitect'S action with respect to any specific item 
shall not indic^.5 appcoval of an assembly of which the item is a component. . 


^27 The Architect will prepare Change Orders and Construenion Change Directives, 

■ and may authorize minor changes in the Work as provided in Paragraph 7.4. 


. 4 2.g The Axchilcpt will conduct irispec^enB to tj'ctatoiine toe date qr ditos of. . ^ 

■ ’ . . _ - - • t; *1.- j-.’lTf 0/551 and forward to toe Owner . 



4 2 9 If the Owner and Architect i^grpe in writing to,c Arcb^ct , 

more project’reprc'se^B^S tolssisVb toe respp^^^^^^^ 

The duties rCSpOnsib'iiiti« ^lia limitB^ptis .pf.a 9 ;j$Opty rmr«r.nfaf,ves shall be.as 



_ _ tetoo 

rep^Snics siSu W Ss'set fetfli m th^ edition of AlA Dodument B35? -.cur^bas,, 
of the Agreement . •. 


4 2.10 The Architect wili interpret and decide matters concerning pcrlbnnancc under and 

requirements of toe Contra^ Dp.mnetits on written request of either, the Qr^er.or.Con^ctoj.-, • 
The Architect’s response tb such requests will be made wjto rrasqm^blc pmypgtnes^ ai^ witl^ 
any time limitF: agreed upon. The Architect may. as toe Architect judges dcsmablc, issue 
additional drawmgs or mstruCtioiM Mca^g in ^atex deteU tlje .qqnstiucttoitnr de 9 jg:ii.pC^e 
vmiouipaits of WbSqi-sUf^/te'i?^ .or jn^ptmns.majf.be.ef^ctcd l^.f^c;d,prdcr-pf,qtoe^-. 
notice to toe Conner, ar^ pto^^ded sneh o^ms^,c^ns are,rcasE.pat?l>-cqp^js.r{m1: t,r .; 

wito-toe p^cyiqusli.dxistjpg:CD^.I:to^10nen^^fep^!!^fl^^l’=^'=’'^M•™ 

such additional drawings q’rjj^s^ptjqaswitoquta^dditiopJ.cpst or.pctetBion of the .Contract ■ 

Time. If the Contoctofeiaims additional cost ortinc on account of suc^,_aqditiqnal dtp-vvings or 

mstructions, the Coai^&fersihai'i' give the notice proVkicd-mSubparagraph.4;3.7. • ••■ - ■•. 

2^1 j InleipTCt^ioRS decisions of the Architect wiji he consistent^^yith the intent^of 

and reasonably inferable finm the Contract Doenments and will be in writing or in the form of 
drawings. When rr, ;iVfog su^ ili^ret^ons .an^ decisip.ns, ^ixqjhitpc^ yriUejuleavpr to 

secure feitoful pcrfbn^e'By tlje-^'^cr and Contractor, jili,pqtsImw.pariiaK^^ and. ' 

will not be-Uable for results of intcnirctations or decisions'sq rendered ip goq.toftito.- • • 

. r.' '* • . -t ( , ^ . 

4.2.12 The ^chitcct^s .^cisiqns on .matters relating to aesthetic effect will ^e. final if Uiu 

conbstcntwitotoc. intent expreswdinthcCqntracjs Documents, , 

4.3 CLAIMS AhlD.DlipUTES 


4 3 I Dcfiailion. A Claim is a dcjnfud or assertion by one of toe parties seeking, as a 

matter of right, adjustment or intcipretation of Cqp.tract terms, payment of money, cxt.ension.of- 
limc or other relief with respect to. the terms of the Contract. The term "Claim” includes Change 
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Order requests by the Contractor as wcff.as other 'disputes and matters in question between the - 
Owner Contractor arising out of or reiatingto the Contract Claims must be rade by written 
notice. The responsibility to substantiate Claims' shall rest with the party making the Claim. 

4 3.2 Decision of Architect Claims arising prior to finai payment or the earKw 

temination of the'Contract shall be rcfeifcd initially to-tbe'Architect for artion as provided m 
Patagraph. 4.4. Action by the Architect, as provided b Pnragraph 4.4, reqhrcd m a 

condition precedent to arbitration of a Claim between the-Contractor awi Dwncras to all such 
matters arismfpri^i'to the date final paymfcnt is due. Action by the .tehited; m resp^^ ^ 
Claim shall notdjc'h coriditibn precedent to aibitration in the event (I) the position of Architect-js 
vacant- (21 the Architect has failed to take action as required under Subpara^phA 4.1 within 15 
days after the Claim is made; (3) the-Arohitect has failed to take action required under 
SuWagmph 4.4.4 withm-30 days dfter-the Claim is made, unless the ^^ect fes ^otified ^ ^ 
pa^ inSting of the rbSsons -whyactipn could not be fak-eh wiOiin 30 days, and of the date by 
which'actiomiJv^ibe f^'diq'br {4)the Claira'reiates'tb a niechainc’s lien, 

4.3.3 Time Isimits oh Claim. Clainis by cither pmty must b'd mde wito 35 'days after 

Dcoirrcnce of tJiei.*VHiftgivmg risetb such-CMiiffor'vritiuii'35 days 'atte ihe clau^ fest 
recogotes the copditfe&^ving-'rish-to &oCUhi^, whichev^ ia ater. M must be r^de by 
writtcBJibtice. Asy^h^ge or udditidnto-a previously rnade Claim shall be made by tUnely 
written notice in accordance with this Subparagraph 4.3.3^ 


• 43 4.. • Continuing Contract Pecfbunancc. Pending fidal resolution bf a Claim including 

aibitra&bn, unless oihersriseragreed in writing the Go'iitractor shall proceed diligently with , 
prafot^jacc of fbe Contract and the Owiicr shall coatmue to make payments in accordance with 
the Contract DocumeutSi 

433 ■ft^aiver of Claimsi Final Payment. The making of final payment shall constitute 

a waiver of Cldims by the Owner except' those arising finm; 

. 1 liens, ClHlras, security Interesls or encumbrances arising out of the 
Contract and unsettled; 

2 failure of the Work to comply with the requirements of the Contract 
. ..Documents; or 

t 

3 terms of special -warranties required by the Contract Documents. 

Any Claim which has not been waived in accordance with this Subparagraph stell be deemed to 
have accrued upon discovery by the Owner of the condition or breach upon which such Claim is 
based, for the purpose of any applicable statute of limitation. 


4 3 6 Claims for Differing Subsurface or Latent Physical Conditions. If, during the 

progress of the Woric, the Contractor or the Owner discovers that the actual subsurface or latent 
nbvsical conditions encountered at the site differ substantially or inatcrially from those shown on 
the plans or indicated in the Contract Documents, either the Contractor or the Owner may request 
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an equitable adjustment in the Contract Sum applying to V/orlc affected by the differing site 
conditions. A request for such air adjustment shaill be in writmg and shalf be delivered by die . 
party making such claim to the other p^y as soon as possible after such conditiq^. are . • 

discovered. Upon receipt of ^ch a pJajro.'ftpm'a Contrartop, or.upon its o-wn iiutia(iye,..thc.. „., ,■ 
Ownershall make an investigatbn of such physical conditions; and, If they 'differ substantially of 
materially from those shown on the planh. on indicated in .the Contract Documents or frpjtn, tftpsc 
ordinarily encountered’generally recogj^ed as parent .in Wqpk of the character provided; • - 
for in the plans aiid-CfontractDocurnents arcof.such a nature^.to cause-.an ingicascor.. . 

decrease in the cost of pe^.nnancc of the Wprlf.pr-a ch^gejtn th.p,-cpastructipn mci^ds 
required &r the perfram^ce of the Wq^ bcreasc.qr 4 e.cre 3 s,e,i 3 <thq.cp^t^|( 5 ^i,v 

the Work, the p.iyn.cr'si^ij make mej^itaW^ adjusta^t ia.tl;i Gpptrati Surp and*the.Cont®c;^..v{-f 
shall be modified in writing accordjn^y, . 


4 J.6. 1 Should conditions ^ncppntcrt^below.the surface- of ^ gipun^,rcquHjC;that i. 

footings, foimdatiqnsQrolherpartsfifthe,bui^^ other.struchn^.be 4 ai^ed,-;|qwejfcc[,pr,. 

changed, or ifadditional d^th ofexcavatiqn lKlDWthc.Ic.ycl 5 -^riip\^'j 2 n;tb'^PiavsdngR%;rp#h:fedfi% ■ 
in order to'provide proper bearing for the building or other structure or for any pcimflnent 
utilities on the site or for penDanent grading qr ot^r permanent she .work,-.apLy change in the;' 
a,mouTit of excavation,- dewatering, sheeting,.protection, rock excavation,-backfill, concrete or ■■ - 
other structural work, or any other work pcrganerrtly incpiporate.d ra..tlre.building simll be. 
considered a change in the Work, and the Contract. jSum shall be adjusted, as provided in this 
Article, provided that the Work has been ordered in writing-as pro-vi.dgd in 7.1.1.- . -.- - 


4,3.7 Claims J|hr Additional Cpstor Timp. If thp. Contiactef cJgims that-ahy acts .on-. 

omissions of the Ovraci or the Arahitepft m 9 lBd.ipg-atty-mstfuctmns-,Drordem,’.whcthcFoxhV: • hV 
written; by Xhawiiigs, ,nr otherwise, involve' gxtra cost of time, and the Grintractor has not-.. . . 
received a. written acknowfedgment by the Owner or Architect that extra payment wilLbe-.-iiiade-- '; - 
ertime extended on account thereof, fte-Gostractor .shallpromptly so notify theArohitect b 
wr itin g of such Claim and shall not procec^i with the Workrelalmg-tOslich Clajmmntil the-'-;;-^*- 
Contractor has received a further written order to proceed exccpt,.BS provided b Paragraph 10.-d-,- ‘' 
in the case of an emcigenny afieetbg life or property. No Claim by the Contractor on account of 
such acts, omissbns, instnigtigns or orders sha.n.he-valid unless the Contractor has so.notified 
the Architect before proceeding, and has received the'further written order, to proceed; 


4.3.7,1 OMITTED' 

4J.7.2 - The Contractor shall have the burden of demonstrating the effect of the claimed 

' act or omission on the Contrart Sum or GontrhefTime, arid shall.fiimish the Architect, with such 
documentation’rclating thereto as the Architect may reasonably require. In the case of a 
contbumg act or omission only one Claim is necessary. • 

4.3.7.3 Adverse weather conditions shall not be the basis for a Claim-for additional timb •’ 

or cost. 

4.3.8 Injury or Damage to Person or Property. If .cither party to thc-Coiittact suffers '• 

injury or damage to person or property because of an act or omission of the other party,, of any of - -r-." 
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Ihc't.therpsrty’s employees or agents, orof ofhcrs-for wbose a'cts stich p^y is I5abl(j 

whether or'dot insorecj. shall be given to the other pi 



w«mnarcasoimDiciunc-uui.cAw-v-»^iiiE,^- “-j“-r" — 

sufficient detail to-eriable Oie other party to mvbsEr^atethc: niatter. If a Claim fo^^d4«jpnal no J 
ortitoe related to this'Gldim is to'be asscried, it shall be filed as protod^ m ^bpara^^h 4.3^7. 


4-4 


REVIEW OF CLAIMS BY ARCHITECT 


4 4 ] Xhc Architect shal I talce oiic or niore of fHe fo Uo'wj'h|'acBbihs ivitWn tch &a^ df ^ 

receipt of a-Claim: (1) defer any action with respect to all-or any part of a Glaifii'and rfeqhert ' '' ' 
•additjonal infbxmation from either party; (2) decline to render a, decision fo^,any_ ^si^^whiph hp 
deems appropriateX^cludingbut ri6t lirtiited fd toe fact thafflib GlairamvdJvestollcgalioris of 
__ 4.11_i-ciVi.* in-iiitpriV- rRiider a decision on all or a part of the Claim, or (4.) 


44 2 If a Claiin is resolved by agreement of toe parties,, the Arch"$ert will prepare or 

obtain appropiiatf .^cnimehtatipn indicatidg tif'c'.phrtie'S’''a^c£ne£t to tffi’feMlution- In toe 
absence thcreoftoe-.^llaim idi^bc .treated as itotTes'blved, ■ ■ ■ 




4 4 2- If g' Claip;}ias^hP.t.b,ecrrrcsaolved;:the phi^.iriakm^'ffic-'EEi^^ shSH, ^ 

dhyslaacr thcrArcM.c;ct:s,reques4 take one of morc'df the foUoWfcg 'SitiSfis:' (15 -sniiniif 
adtotoinal supporting data requested by the Architect; (2) motofy the iniBal Claraj p) tespbnd to 
toe'ArcKitect’s action ;Undejr:pa:^giHph-4;4-l; or (4) notify the AicHtetf that toe initial Glairn , 

stands. Upon icc^t.of thc,re^. 0 nse orr^ppoxting data, toe Atchirect wjH citter reject of ’ 

approve the claim lit whole .or in part, > 


4.5 AE51TRAT1GN 

4 j.j Controversies ?Jid Clpi^ Subj.ect to'Afbitratidn.- Any'dairii drising out-of or ^ 

related to lhe Contract, Dr'thetoreHoh.tiiprcof, except cKirnsrelating ta.ac^toetiiiefect;'toaU he 
settled by arbtoatidh. Subject ^rtoe.-ibrc'^tog provisions of paragraph 4;4 and toe.pro'i'isions of ■ 
Subparagraph 4.17, Arbitration will be conducted in accordance'with toe Cofelructio'hTndiistry 
Arbitration Rules of the American Arbitration Association and judgment upon the'av'ard 
rendered by the. Arbitrator or Atoitrators may be entered in any Court haying jurisdiction'tbereof. 
la any such arbitra-t^on m which the amount stated in the demand is $ 100,000 or.leS^, ^'single 
arbitrator shdil be appointed in accordance 'with the procedures set forth in the American ^ 
Arbifration Association Constiiiction Industry Arbitration Rules. In any such arbitration in 
which toe amount stated in the demand is in excess of SIGO.OOO, a panel of three arbitratora shall 
be appointed in accordance with the procedures set forth in the American Arbitration Association 
Construction Industry Arbitration Rules. 
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1 


4.5.2- Rules For A^itr^tioiL TTip parties pay agree to any ait itratbnfpriuKu If tins Wc.' 

to agree, by defe^t^ piWnshall Ec the Aaimcm Aibijxation;Asso,cig.l 3 pp.. If thpdcfttral.>, v'l- ^ • 

8 rbitrator( 5 ) 'j^^c by.thfe AjueriCM.^ilratioa ^.s.pcjatiop,;.l^c saiij Asspciatbil shajl, ■ 

arTt rmii.'c fertTiR'a^l^tlon^ jtsigonstniction.lnjustrYArbiUationiRnlesshallgc)vpm.allaspects ■••.■ ••’ : •. 



administrator of the arbitratbn but the Constmetbn Indnptiy,Arbitratbn Rules of tha i ‘ ■• 

Association shall aonPtheicss govern all a^ccts of the praccedmg, jaclading the enforeement of 

any award. Tlic arbilratbri j^nel. sjhaU havcb-l and duties ppioJferrcdrpit.the >• ’ •• 

AssociatbnFtiisatot tpsai^.^l^i,. •■ ' • ’■ ••tb ;■ ,'i .Siv :';-'.''' ■• 

In addjlion> thejfcliojyjnglruies sl^llgoy^-the sclcctiop o,f airbitrabJ^ and theprocecdiiigE •-iir.'rrvjir 
. v'-t' • r;:,".!. •... •. ■• • 'ii- • '• 

4.5.2.1 Ncitjjecparty^X.i|gpojpt,as-asiitratqp£B.e.tnplftyeo,pr.an.owncf.=ofthat parfyjVrK:^-* : fe**.'.!'!:? 
the parent, sppusp Dr!^la?ojf_an cmpJp.y^P,iLoiiYnpt-,Q4ibat partyr- • •.■. , . ■ ’ > '••?• - '•''' .■'■ •'''v 1 A- 

A#p|: mt: npubal.-arbi^tor has bpqa appointed, nerther party mJy engage, in'' ‘ ■ ■ •'' • 

that party. . . ■ • ■ ; . - ■ • •• 


4.5.2.2 
ex parte 

4.5.3’ Contract Per&nnancB tJuiing Arbitrafipn. •jDunng’arbitration proePedipgs,- the 

Owner and Contractor shall comply -writhSubparagraph 4.3.4, 




45.4 When a ■'written deGisbHoflhe-Artdiitect’statcsthatithpdlecisbnisfii&l,any- ■■ •>■ 

■ HirmariH thf arbitratKjn of the matter covered by sudi-deeisioti must be’made-viHfcliafiSWfa'inbhthLs ‘ 
a-ft-pp substantial complctioii of the project as,dct«ininfcd by the Architect in accordance with 
paragraph P.^hercoC ’Ihc&,nup?^to,d,eajan^-aibitiationvvithinMd’two'mort£h. pcrbd'-«'31' ’ 
result in the Architect’s d^^ion beppniingjfpial arid binding npoa the Owrier arid'thc ContTRcfoS"” 

. ■ , • . ...■■■•• - y - . ' ■. ■ ■ •- • 

’ y ■* . • • ' 

4.5.^1.1 . A deiipnd for, arbb™Upri uiadC'W'ithiil the time limits ^elSificd in ' ' 

Subparagraph 45,4, and hr-no ,e,Vent,^ll b&Jriadc after the date wherithd' bStiSitbii'bf ie'|al bf'' •' 
equitable procecdbgs based on such Claim would be barred by the applicable statute df - ■ ’ 

iimitatbns. 

4.5.5 Claims and Timely Assertion of Claims. A party who files a notice of demand for 

arbitratiofi'roust asseit.iq;the.dcnjand.gll' Claims then. knoWn to that party bh Which’ifbitfatiDrt is 
permitted to be dmmgflcd. WJienija paijyjfeys,to foclude a Claim through'dvefsi^tj 
inadvertence or cjic^^fjlc.n.eglecti- or whcri^i,!^la:ira has -matured Or bbpn acquired'sdb'ssi^uSktly,^ 
the arbitrator or.arbjtratprs may permit.amebdnjent.-• ' •. • ’ • 

4.5.6 Judgiqtpt.Op.,Emal Award > The award rendered by the arbitrator of afb'itrafors' ‘ " 

shall be final, and judgpnqnt may-bo'cntercd upon it in accordance.with appUckble lav? ,in ally-. " ' " 

court having jurisdiction.thcrcof; ■' . ■ ' ■ ' . . ■ . ■ ' 


.. -■> 
* Iv'I-V 




7. • w*.;, 

v,“c-ir C" 


■. ivr. '1' 
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4.5.7 ' NciWiit'hsttoding any provision conlaincd In this Paragraph 4.5 or,elsewhere in ihtf- 

Contract DoMfin^ts;' the Owncr reserves the following rights m connectioa with Claims and 
disputes ■faetweeii'thc' Owner and the Contractor 

.1 the right to institute legal action against the Contractor in any court of 
competent junsdictioti in lieu of deinaiidiing arbitration pursuant,to this 
Paragi^h 4.5, in which case the dilute or disputes which are the subject 
tiBiich action shall be decided by such cou^ arid not by arbitration; 


.2 the right to obtain from-any court o f competent jurisdiction a stay of any 
arhifration instituted by the Contractor^iproyided that Ap application,,for 
• • ' siicb’ itay is ■•rhhdc bbfore the apphintaerit -of the neutral,^bitirator fa-such 

‘'arbfffation, ia which cas'e the dispute or dilutes which aie’the. subject of 
■ -subkarbitratiori’shallbc-decid'^by such‘eb^, addnritby arbiitiatioii; 

.3“- ' the-light to require the Contractor to'join as a party M ariy dibjtfation 

between the Owner and the Aithifert relatm|^ tD’’thc Priij'^ fa which case 
the Contractor agrees to be bound by the decision of the ^bitrator or 
'jtftiitfafaTs iri’SUch-'arbitfatjcin. ., . 


In ca^ the Owna- eleefe to proceed fa accordance with 4.5.7,1 or 4.5.7.2 almye, the word 
‘Titigafiqq” shall t?c .ds^dd td replace the worf ‘'arbitration’* Wherever (he latter word-appeara fa 
the Cfaatractl^'criiri^t^.'''''' 


ARTICLE 5 


y., SUBCONTRACTORS 

5.1 DEHNITlpNS 

5.1.1 .tAtSubcontraetDr is a persori’or entity who h^s a direct-contract wiih the' Coritiictor' 

to perform'd portionrifthei-Work at the site. The tc^ “Subconti^toT” is referred to throu|h^t 
the Cbntrrict Docurijents as' if singular fa, ntimbef a^ mpans a Subco'ntractof or m autKoiized 
representatiVC offofa Spbcontractdr.. The. term “Subcoiffiractbr*' docs- not include a separate' 
contractor or Suisi'Snti-acfcirs of a separate contractor. -— 

5.1.2 A Sub-subcontractor is a person or entity who has a direct or indirect contract 
wiih a Subcontractor to pa-foim a portion of the Work at the site. The term “Sub-subcontractor” 
is referred to throughout the Contract Documents as if smgular fa number and means a Sub- 
subcontractor or an authorized representative of the Sub-riibcontractor, 

5.2 A'V7AI® OF SUBCONTRACTS AND OTHER CONTRACTS FOR PORTIONS - 
OF THE-WORK. 

5 2.1 Unless otherwise stated in the Contract DDcumcnts or the bidding Tcquircmcnts, 

the Contractor, as soon as practicable after award of ihe Contract, shall furnish in -writing to the 
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Owner through the Architbct the names of pcnons or entities (including those who are to furnish 
materials or equ^ment fabricated to a sp^ial design) proposed for each principal portion, pj the 
Work. Tlie-Arehitect will promptly r^ly to the Contiaptor ip writing staring whcther.or.jipt the 
Owner or the Architect, after due investigation, has’reasonable objection to any suc,h.propp,^,, . 
person or entity. Failure of the Owner or Architect to reply promptly shall constitute notice of ho 
reasonable objection.’ 

5.2.2 ■ The Contractor shall not contract witfi a proposed person or entity..tq whom the 

Owner or Architect has made reasonable and.riipply objection. ’Tjhe 0>ntr?ptpr sh^ not be 
required to contract' with aiijfenc to wikonri the Contractor has made reasonable objection, unless 

otherwise required, by la'W to, do so. . _ ■ ■ 

5.2.3 If ^ O-wnor or j^hitcct has rte^n^le.objection to apcrsEsai proposed 

by the Contractor/the’ C'qn&fdpr siwll proROsij anQtfeer fo whom the Oqx Arc^.ect has no 
reasonable objection, The Cp^trart !|^'sba]^’W or decreased Vy.the.di^’^ence in cost 

ocpasjoni^ by such t^angb aiiS ^'appropri^ Cbkhgc Order shall be issued.. However, no 
incr^sc m thc Contract Buniri^ll be'allowed fbr such change unless the Contractor has acted 
pronqjtly and respbiisiv.ely in submitting i^unes as requirccL 

5.2.4 The Contractor shall not change a Subconlracfor^ person pr entity previously 
selected if the O’wner or Architect makes reasonable objection to such change. 

■•s 

5.2.5 The j^cni o|'caci filedfiu^oatract shall be .subinitted to thc’O-wner for its -; 'c. 
acceptance, wlu'clishaii not {re unsr^oaafily withheld or delayed. The form of subcontract'shall:, 
be that set forth in Mass. Gen. Laws Chapter 149, Section 44F. Each Subcontract shall expressly 
provide for the contingent assignment refeerctf to in’Patagraph 5,4. 

5.3 SUBCONTRACTUALKELATlOhiS 

5.3.1 By appropriate agreemcnl, written vrhen: legally required for validity, the •• 

Contractor shall require each Subcontractor, to the extent of the 'Work to be performed by the 
Subcontractor, ^o. be bq.uiid. totlje Conhartorby {enqs .of the .Cgittract Docirmcntsv and.to assfitpe 
toward thd Conixacto/kl the pfijigafions and rcsponabiliries which the Contractor, byiKcsctr:”:'? 
Documents, BSsumc^ tq?^ the C)v^ef a^d i^hitect, including- witho-ut. limitatphthe' ’ 

obligations set forth iaj^^gr^hd.js,' Each SubcqntraGt. agrcemcnLshall preserve.and'pfijtectb.-). 
thc'rights of the Owner 'mdAicEitect under the Contract DoEtonents with respect to theoris to 
be perfbnncd by thc Subcontractor so that Subcontractiag thereof will not prejudice such rights, 
and isball allow to the Subcontraptor, unless spccifit^y provided otherwise inthc SubcbritiSbt ' 
agreciricnt, 'the benefit of all rigits, remedies and redrpss agafost the Contractor that the • • ■’t 

Contractor, by thc ContractDpc^cnts, has against the Owner. Where appropriate, the - 
Contractor shall requirc'cach Sutreo jitractor to cnltw into similar agreements with Sub- 
subcontractors. The Contractor shall make available to each proposed Subcontractor, prior to the 
execution of the Subcontract agreement, copies of the Contract Documents to which thc .' ’ ' 
Subcontractor will be bound, and’ upon written request of thc Subcontractor, identify to the 
Subcontractor terms and conditions of the proposed Subcontract agreement ivhich may be at 
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variance with the Contract Documehts-; Subcq^traciDrs .s^ll similarly, imke copies of applicable 
portbns of such dobu’nie&s'available 0 their r^pc^vc,'pro.pDscd Sul>-subcontractors. 


5.4 

S 4 1 Each Subcontract agreement for a portion of the Work is assigned by the • 

Contractor to the Owi^'.prov'idW^; . . ■ ^ • : 


.1 


.2 


aRaighniHnt is^^ectivc bpljr aftej tc^tpft.tipn of the .Contract .by the 
■a%^>f4§|ptmu^ttp;|Mgap'H',i4.2;^ . . 

accepts .by notifying the 

assignment b SUbject..to-&g.^iior.:ng^s of the surety^ if any,.phHgated 

liridef fciatihg tii ihe Sbhtiact. ■ . j 


ARTICLE 6- 




6.1 


6 . 1.1 ' 

P'rojeqt, 

poxtipl^ 


c6NsxRucfitij|SV’4l^f^^ ' _ 

’• •• cqjW||fcTS ■ ...■ ..■• 


.rAfrrP'r“4 ■•' 


•■L-.ftpnt;; !?■:■■ 


The Owner reserves the ri^t td‘f c^m' cDhsinictioh of options relafed ferth“c 



Confix idehticgl btshbmSrifilhfMau'td'M/mtte iJoffioM 

and waiver of sitbih^on. If the Contractor claims that delay or addkioriSI cdsfis involved 

because of such actbiihy the Owner, the (^ntoptor slmll n^&.such Cimin , 

cisewhne in thS'CdfiOTtf’I^cfim^s, 

6 . 1 . 2 . When separate contracts are avyaxded for difF 5 r.cn|^piti.oiis pf the Pfp^ec:t,or 5 )l|jpr 

coustniction of operations on the site, the term 'IContractor'’ iii thefcontract Dfaciniienl^ jh eac¥ ■ 
case shall mean the Contractor who executes each roparate Owner-Contractor A^cernent.' , ._ 


: own 


6 . 1,3 ThS' OWaef shall provide for coofcltti^tiiiti of the actiyitics;p.f the Owner’s o' 

fo recs and of eadh separate contractor wife iht woik of the Cph^ctor, 'Who sh^U eppp^^te with 
them. The Contractor shall paiticipate'with other’^aiatc contfaetdrs and fee Owner in 
reviewing their progress schedules when directed to do so. The Contractor shall imkc any 
Tcyisions to the progress schedules and Contract Sum deemed necessary after a joint review and 
mutual agreement. The progress schedules shall then constitute the schedules to be used by the 
Contractor, sqrarate contractors and the Owner until subsequently revised. 
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MUTUAL .RESPONSIBILITY 


I 


6.2.1 The QMitraclbrsban afford the Owner and seijpMcToritradtors ic^o^ble. , 

oppoitunity for introductioh' and rtoragc of Uijif rh'itenals equipnieht peifaniiaidce of 

their activities and shail-cOimect and coQrdinale the Conlracj^torls construction and operations 
with theirs as required by the Contract Docuihchts. 

6.2 J If part of the Coni ractor's WoHc'deperuls for proper fex^pg^’pr f«n|fs,njp'pp,., ^ . 

construction or operatiotos by the Owner or a separatfr confractor, the Cbhffacfor sliall, pnof lo 


disaepancics or ddfrets'in spci’othdrcdb^'^tlbrillg^oulMdf if^ proper 

exception and results. Tlitfp; of fh5 Con^^br sVfq #M W.f 

that the Owiir’s or sfepariUconfrartoira’ cJ^'lc'fcd of p^|lly;^ch^leg|| is fit and. 

proper to receive the Contrarior’s Wori, except as to defccis iM then rcMoi^le "discoverable. • 

6.2.3 • Costs daii^d by delays oir by improgwiy fdperaqdyjt^^^^ defb 5 tige.^ppnstructioii 
shall be borne by the party responsible therefor. 

6.2.4 The Contractor shall promptly remedy damage- \yfbngfiilly caused by the 

Contractor to coHTJfotcd or partially completed .mjis^tipn qy to pmpe^y of the Owner or 
sqiaratecontractors as-provided inSubpaiagfi^|.|d2-5, Ifmchs^^te-coptM^ or 

tnti-iWg an afbitratiDn proceeding against the Ovrasron accoiint of any damage alleged to have 
been caused by the Cpiitr?,cto^th8 0}^vex shall ,noti^.pie Cg3i^rac^^-;3yhp sl«rrdp:^^;sue|i., . 
proceedings at the Coiafector's exp^e,'aiid if any'jiidgnieBit dr aw^4 

-thcrcjSnm tic Contractor shalLpay ornatisfya: and,shall reimburse tfae Owiic^for all attorneys-’ ... 

■ fees and court or arbitration costs .which the Owmw-has kcuired. .... 

6.25 C!di^afiS_o^r^'spk!^^.iDa^n..^“fru|||pn.b^«p,^c.Coj^ 

separate ifo'jjtiactdr slalffephjekl.b.tKeprdYi^ns^pT^^ 4.3 provided..the. 

contractor has rec^focalohligi^hs.^ ,• -nir-'i:’'':•■• 

.-. . • ..r- .-y.:.-:- 'i 

62,6 The Owner and each separate contractor shall have the saraejcspajisibnitiegifoTs: > 

cutting and patching as axe described for the Contractor m Paragraph 3.14. 


6.3 0%lER’S'|UGHTfpXL^‘ij?^..' 7. f;. nr.,' 

W -f. Vv- vT-y. ' ■ .UiKl' 

5 j j If a dispuf'e arises among'the Contractor, separate contractors and the Owner as to 

the responsibility under then rcspeptiyc epn^rts, §3i: toa^.jping ^c,prft^c^,.^d guiro^d^ 
area free from vrast^i^fonals and rubbjsh M^^e^cribj^'inf8jpgraph3-.l'5.,tl>eq^.cn;aa^ •... 

up and allocate the co'st'ainbiig those re^bijsiblc as tK& Apeh^ect dctiOTigcs- to .be just. 


s;0 TK-iO-Cf'' 
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iZHJ^'GES IN THE WORK 


7-1 


CHANGES 



ihc Canbact Doc^eftts. .... 



7 14 ; IfnpE>h: 

and if qiantitifcs.'oingiibHlJy contemplated are so changed m a proposed ChaD|e-Or^jC bif 
__ nirrrrrivft that n-DDllcation of such unit prices ip quantities of Work 


Y*-*^Tzy* 1 . T" *• ^ • 

shairfee heritably ad^lltcd:'.''-.;’ 

-teHANGE'oai^ERS’^ 


7 B 

' ' ^ 

7.2.1 
the Owner. 



.1 a change in the-Work; . ..• , . . .■■••• : 

,2 theaniouniof^e1kdjtistiheritihtheCoiit3iactSt[Jti,’-ifahy;'and 

.3 the extent ofthc adjustinerit in the Cohtraet 'finie, if any. 

gonstrugtion change directives 


7.3 

7 •? 1 A Construction Chhnge Directive is a written order prepared by the Architert and 

rigned by the Ownet and Architeete diiectirig-a chaiige in te’WoA . 

SuinenUf^y,‘i^*'=GontraetSnrn-or.Co« TheOwntf-mayby 

Construction Change Directive,..witboutjnYaBdatmg- the Gohttaef, ordw ch^ges-jp the Work 
wShc gen^Eup= of the Contact consisting of additions, deletions or other mvisrons, Ihc 

Contract Sum and Contact Time being adjusted accordingly. 

7 3J2 A Construction Change Directive shall be used in the absence of total agreement 

on the terms of a Change Order. 
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7.3.3 Upon request of the Owner or the Architect, the Contractor shall without cost to 

the Owner submit to the Architect, in such fom as the ArcHitecl may require, an accurate written 
cEtimate of the cost of any proposed extra- Work of change cpntcmp.lptcd by a Construction 
Change DirectjLvc. The estimatc-shall indicate the quantity and unit cost of each item of 
materials, and the minber of hours of work and hourly rate for each class of labor, a.S'Well, as the 
description and amounts of all other coats chargeable under the terms of this Article, Unit labor 
costs for the of each ftem of ?m|eria]s shal| bc sho^n if 

The Confractof sliali pronirfly revise arid rosuTbihit sach^Biiimte if the.i^cM.cctdetttm|nes,that,, 

► v;4 j*' '’'V 5 '.V -■k‘% -'jv". . 

Z— _ A. fViak T ArYT^^Io rsV rKfir ir r^riTif»»TTnrxT'*» nT. +iv/>T“ 



Work added dr of previously required Work omitted, the Contractor shall obtain and fomish to 
the Architect bop 3 .|ide|rDpp|^ fepni«|:g|ni?:^ ^^Iicrsfor-fTOis|un^,^y.ip^eTk|:incIu 
in suchWoric. estraa||^ s^l' ^ p^p;i^jjjj.SP ^.to,/^cc^iQja^no,dp;!ay,^,,^c ^ “..y;-,'-'' 

Work, and sha'li bc|^|h^'§K:^c.epn^ract^^^ ckg^nst’ 

estimate any exte'nstdh oTtfini tequirc'd for the complehbn of the Work ifjthe oh^g^ pr cisttra-: • ■ 

work is. ordered, 

7.3,3.1 , IftheConsttt^pjj.Ch^geiDitactiveprpyidc^;^ for ^adjustment to thc^Co^ittact: - 

Sum, the adjustment sh^l be based on one of thcTollowing methods, as selected by the Owner:- 


(a) unit pijtccs stated in the Contract Dooimcnts qrptherwise mutuaitly 

aj^iiyupqn, . • ■'•■'. ■•..■ ■ -fbs:,-;;. 

;■ . . .. ; • • , • - ' ■ • - -■= " ' 

(b) . .By Cq.^j^^^OTpntft^(as,.acCned--bc!pvy)ieErinjated4>y fhe.'.Gontraetor.-) 

as provided m §u6pat3giaph7.3r3 and-accepted by the Owner; th.e . -i-vriMVr 
Contxador's estiiSatc shall become a fisxd price which shall not be 
changed by any variation in the actual cost of executing .ftiE?*Woik;‘Covtfftd 
fay the change, 

(c) By.ac^l Cost detennined after the Work,covered by the change is 
corhplctcd, plus Percentage. 

(d) -By use ,o f dispute resplutiou proccdujfes,sd',fpith, in Tafagraph 4-3. ' 

As used in this Paragraph'7.3, “Cost” shall mean the estimated or actual net increase or decrease 
.in cost to the Contractor, Subcontractor, or Sub-subqonlTa!:tor .for pte/formihg thc Woik.cbvere'd 
by the chaiiigCi includmg actual payments for materials, equipment, rentals, expendable items, 
wages and assoc,ia.tc^.ttene.:^ to.wpTkincjn..an{I.tp supervisors emplpyed foJl.timb at the silc, 
insurance, bonds ?tn4 o^Ep:,prqvBble, ^jrect costs, but not inp|udbg adiiiimstrative, • • 

accounting or expediU^.costs^, or,ptii^. indirect car o.verhead^costS, pr,fny wages .-6'r benefits- of 
supervisory personnel ijot assjgi^iull time to the site, or any amount for profit or foe to the. 
Contractor, Subcontractor or Sub-subcontractor. ' . 


“Percentage” shall mean an alfowancc to be added to or subtracted from the Cost in lieu of. 
overhead and profit and of any other expense which is not included in the Cost of the-Worfc 
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covered by the change, 

any net increase or decie^'til ’■ — r-'--'is •' 

forces pJus 50 /^ 6 f any ag^gatenetiacr^gte'm CbsTdfMiy Work pferfo^d for the Sul^;. . 
subcontraetdr-^f other cdJitfictoK; Pc&tatagt’for a'Shbcaiitmctor shall be'such percentage 
allowances for oYdrhead and pr6fit as' ar£-»f' ftith id the' gubedntf^f beWeeri s^h 
Subcontractor and the CoRtxactor. Percentage for the Contractor shall be 9 l/2/» of any net 
increase or decrease of Cost of any Work peribmed by foe Contractor’s own forces plus 4 la /. 
of any net increase or decrease in the Cost for all otheV-Wo* covered by foe change. 


^ * 

When in the reasojiablejadgraent of the Architect a series of Construction Change Directives or 
Change Orders effect a single change, Percentage shall be calculated on the cumulative net 
inerrase' or decrease in Cost, if any. 



reeemts or otner aacfluaiacyiwcuoci vii --—, “TT:; • C- A 

Tnat-PT-Sak deirvcTed to the site for use in suchunh price work, and distinguishing' suchufoer' 
siniii^-inaterial delivered "for use in wo* included in the base Conttoct Stun. If so by 

the i^fej£t,ect, inateri^.foi-use inunit priite wurfeshdirbe apSrt fi6hia]|ofo-er m*emls on 

the Project 


.. . ; 

7 3 3,i‘ If the Owner elects to determine the cost of foe Work ds jroyidcd*in mefodds 

(cl or{d) ofsub-Subpaiagraph 7.3.3.1 or iffoe method of determiamg the cost to not been 
established before;fo.&'V(or}£ is begun; the.Gbntractor shall keep detailed daily fecoidS of labor 

and materials costs-applicable to the-Wdrk:-’-’i 


7 3 4 Upon receipt of a Construction Change Directive, foe Contractor shall promptly 

proceed with the Ghange-hi foeWprk involyedaUd advise fop' Aithitect of the Contxactah’s 
agreement or disagfecme^.wjth foeimefoody^if any/ piUvided-in the -Constiuctron Change- 
Directive for deterrriining the proposed adjustment in the Contract Sum of Contract Time. • 


7.3.5 A Construction Change Directive signed by the-Contractor indicates foe 

agreement of the Gonfxactor therewith, including udjustnient in Contract Sum and Contract Trae 
orfoe method for determuring-'them. Such agreerocrtt.ghall be effective immediately and shall be 

recorded as a Change Order. 


7 3 6 If foe O'wner and ContiBctordo.not agree with the adjustment in Contrad.Sum or 

Contract Time or the method for deteiminmg foe adjustment, the dispute shall be governed by ■ ‘ 
the procedures set forth in Paragraph 4.3. 
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lA 


MINOR CHANGES IN THE WORJC 


7.4.1 £hQj''^pjrk?}c>t- , .a., 

involving a,djustac:^m&c S^ qr.fixtensb^qT^e.Cpn^^t,.Time,and. 

witli the intaht of thc'.Cpn^Ptbbcutnente. • Such changes sMl ^ftel&cted-by ya-jttcn-otder and., 
shall be bmdiiig on the O^cr Contractp)^ CpijtFaqtoi sgali-caijy.qut, such written - 
ordersprompfely. ■ . • • .■-it-. 


.‘1 s" 


. ARTICLE . 


8.1 


DEF’MtiONS- 




J 





Work, 


o\t '»v:vi ‘V't 


8.L2 .Tke-d^te of coj^ciicejnent of ihio.'Wprfc is the.datej.eStaWisli^d in the A^gfccroerd, 

The date shal}, not ^.ppst^ned bj^-.the &lure to._actof dip {3pntractDi;pi:<if-pfeisoiis.'or.e;ntities;far 
whom the Cdntrdctpr is responsible;.. - i. ■•"•>'' - •- ■.\>' ■"■:■■ '■ 'i.'. •. •' ' 

8.1.3 Theid^fiqfSnbfet^ti^;Ci!ropfctionislhsdhte.ceMlipdfay thfi'Architect'hi ■■ • ■■ 

accordance-with ParagtBjthi^.?,../ ;.:.,.V;,.. ;. •■■■• > '"'i 'V. •' t'.'. -v i :i\ v; 

8. i .4 . .in the Contraot^Dacuments shall mmixaleD.daT.day, "•'" ' 

unless otherwise specifically defined 


8.2 


PROGRESS AND COMPLEiaON 




8.2.1 T^p.;hIlUts.s^ted.jl^^he.Gbpt^ac^Docil^□ents•aIie^r6f^^ ess&hdP bfthe feonffair't-''•' 

By executing the Agreement ^ Contractor confirms that the Contract Tlm^ is'aE feNtihabJc'.'5>.-" 
period ftr pcifoxming the Work. 

• .• -■ 'trri.??:;,- ' V';;- ' , 

8J2.2 ThcCohtoctor.-d?ay;nDtknp.wirfglyf.cxcfepJ;b^.ngixd^nLOTiMtthEtiej£tjf;ffie : 

Owner in writing, pirnjatumly.cppcnnence'opcratidhsxmfe sjte df.'elscWhefe pfiSt’th t}ie^-’‘ '7t' *^.'' ‘ 
efifeetjve dhte ofinsurancf fequlr^ bytAiJjbHUvtp be;funiished byithe-SdilG^tdK^Thbi^at^o'f 
oommenderhent of the Woifc shall not be changed by the ejEfectivc date of such insurance. Unless 
thcdatcdfcoinmenccjhentis(atabIishod-bynAdtifceto'pfoc;5cd-gifSnby4fist.^v?S£i}-th^‘-‘- • 

Contractor sh 2 ii;Pptify.the.Owner^^wfjtkgmpt Iess:lh?n fiYc daysoTQthctagfeed pbdod'l^fcftc 
commchciiig the Work to pennit the timely filihg offnoHgagcsiinicci&nic’s liensf-ahd bthef’-' ■•' ' ' 
security interests. ''■■■ ■’•••;.. 

8.2.3 The Cpntjactor shall proceed e)qJcditibus!y.,with adequate forces and sHa'U nehieVe 

Substantial Completion within the.Contraet Thne. 
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8.2.4 • • Within wo weeks after award of the Contract, the Contractor shaJi subrnttS the 

Architect a Progresa'Schedule s-hoWirig for each class of work, the percentage cainpletion to be 
obtaiixcd arid tfeldtaf dollar valufc B'f wdii to be rawpicteci as of the first of each moiith until 
Substantial Completibn, ■ 

8 2 5 ■ .The;-prDgrcKS Schedule shall bc Msed on aapfdcdy progression of the Work, ^ , 

allowing adequateW foheadhoperation {ifickding adeqi6tfe-timc fbr submissioii rad review of 
submittab) and leading to areasonablc certainly of Substoilial Completion: by the date 
■ establtshed’iii the Agreement. The Progress Schedule will he reviewed by the Architect for 
complianccfwjthtSd requlrhlncnls'of thb ArticHknd will be'aifceptbd bythe Ardhitect or 
returned to the Contractor for revision and resubmittal Unless spccificaily required by law, no 
payment under this Contract shaU be due until the Progress Schedule has been approved by the 

Architeqt.-_4'- • ‘ " 

,8J2.6 _ . 

of the completed Work ... 

oftheWorfcia«i«H^t^ath^?pip^%.Sb}ipa%t^'0^f 

require the GanfSkofte^fdgfc’ss'hf fhe Wdrkr'wlfhovJt cost to' ®3 by 

mcreasing the work'-foicc or hours of work, or by other reasonable means approved bjf the 
Architect. 



8J2.-3 If^kArphiteef has dhtefinihed that-thc'Chilfmctor feholBd he"^rnMed’to ea^d;' 

the:t$ro for con^’i^on as providcd.in Pk^graiih-83,'the'haIenH^'dat^iii.fKeP»^^ 
shall" be adjusted accordingly to retain theirsanffiTe'lafjOhsh^'td"^^^ dateof Snbstanfaal 

Completion,- and the dollar value of Work to be.comipleted as of the first ofeUcli mfroth shall be 

adjusted pro rata. 

8.2.9 jfthc Contractor foils to submit any applic^ion for payment in any month, the 

■ /u-chitect shall, for the purpose of this evaluation of progress, certify sepmitely'ta the actual 
value of the Wodc in place completed as of the first of the month and to the best of the 
Architect’s knowledge, 

8.2.10 Nothing herein shall limit the Owner’s"right to liquidated or other damages for 
delays by the. Contractor or In any other remedy which the Owner may possess under other 
provisions of the Contract Documents or by law; 

8.2. ] 1 The Progress Schedule required hereunder shall be a CPM Schedule in 

•accordance with the Project SpcciTjcations and shall be updated in accordance therewith. 
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8.3 


DELAYS AND EXTENSION OF TIME 


83.1 If the C'onjr^'ctor Is dela^ed.at any lime m, progress of tlie.\york by an act or:;,v , 

neglect of the OvvTier or Arcfiitcct, of an employee, of eiithcr,, or of a sep^tc.contjractojr^epnpl.oyecl , • 
by the Owner, Or by cli^gcs ordered in the Worl^ or by labor-disputes, lire, unusual delay .b ■, • •; 
deliveries, unavoidable casualties or other causes (except weather) beyond, the Contractor's 
control, or by delay authpibed,by (h?. Qwner, or by othe^c^scs tyhjelf thp Architect detertoines 
may justify delay, .then ie Contrail Tkae, ,shall be,extend.!^^,for, 5uib,re«pnabfe.tirnc^'t}jp, , 
Arohitectinayd'etenninc,'' , •. --.tv, 

. , ' • •'* . Y-: •Y'’- 

8.33 Claims .relating to tim.c sljall be.niad.e. b sj^otid^e W.Mi applicabIe’proYjsiqfis..6f ti' 

Paragraph 4.3, r t ’ 








83,3^ The Gontrguitdr Harcby agrees Aat the’Contractor shan,have no daim forji^puaiages ■■ 

of any kbd against the Owner or the Architect on account of any delay b the. commencement of 
the Wdrit .and/gr;any dc]|y or 5t^pro.^ionql(anyi5j;^^iqg^|^c.^pi;fe whcth<?* 
caused by Ibe.Am^tTOt,.or pti|e^v^6, except as.;specij&callyproyjded.;ini v ••••■> •• • 

Subparagraph"^2.33; .f&'Coijtrac,^radmqwJcdge.s.h#t;cjcceptas-probded thereb, •• 
the Contractor's sole^rwhdy. br apy-such delay .^nd/or suspension will;bB aa'-tSdension of ibjc' 
as provided m this Articlci ■ . . • . 


.' t-;: 


83.4 No claim for delay shall be allowed on account of failure of the Architect to 

funjish Drawibgs, Sp^ccigeatio^ or b^tpjetions or to. r.etjird.Shop.iDrawbgs or Sangiles' uiitil'the •'= 

expiration, of ^.2^1ic||i^fo tioig period .reined -to b Mass..GcpL':faws Chapter 30, -SfeBtiort 39P-, ■ 

andnotthenujile^s such,clpra.be rpaspaable,;!-.... ... :j'*f ..•• •••••:■ ’3 t'Y.. • 

-t' • • ■- , .'• ‘ •• 

-/■S- ♦ . V • 

83.5 No extension of time shall be granted because of seasonal or abnormal, variations 

h.tem5)eratuxey^hmmdity;or.pre^iJ^tjQp^,\jfjWcih-i^(^Ijtinns-.simn.‘beiwhbUyat:dhbTisb^^ . 

GonUacW, \vhthFr occpn;jng.)vithb thc..^e..prigiQallyschcduled'fbr'comg}lcticia .of"vvitliiii''tlic'' ■ • 
period of any ei^ensiopgr^e^. T^ere .^U be up ^crcasc,iiuthe Conhact.Suni daacdbimtd'f • • •* ' •• 

any additional costs of opExations or conditions repiltbgthcrcfrQniL •' • ”> h;’;. ■ 


ARTICLE 9 

PAYMENtsr^OT completion 

9.1 CONTRACT SUM 



-r. • 




9.1.1 The Contract Snm is Stated b the Agreement and, bdiiding authorized 

adjustments, is the maximum .amount payable-by the Ownierto the Gontmetor for perfbhnarice'of'>' 

the Work under the Contract Documents, or b equity, should the Gontractoras's'ert a qu’ahf&iii'' ’ • ' ’• 

xncruit claim for the feir value of Contractor's Work, regardless of whether the Contractor is 

tcniunated hereunder. . , . f'■ 


! 
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9 2 ' APPUCATIONSFORPAYMBI^T • . • 

g 2 ] Wjlip fifteen days after receipt from ihc-CIontrsctof, at the pls.ee designated by 

the Ovraer if sil® a place 'Is so dcsiiiirted,of a periodraestinjate requesting.paym^nt of the- 
amonnt dn?‘foTiWp.tpcedjng month, tfaeOwner will mstf a pcnodic p?ymei?ttq.the Contactor - 
for the Work fiffiSM during-the preceding month and for the matenals not mcojporated m the 
Work but' delivered and suitably stored at the site (or at some location ap-eed upon in wnimg) to 
which the Contractor has .titlenr to wEch a Subcontractor has title 9Dd.liasautb.qrszcddhe 
Conlractoriio'Sa&ler'title.to the O^nef, Jess (.l).‘retOTtionbas^ on the.O'™’? c^tin^tepfthe.,. 
feir value of it^'iil^n^'agMhst the'CqntractQr .kid 3ess.(2} a rete^ion for daect-pa^Bute to , 

Subc»ntractbrBka^<^.pndeinaiidsifbrs^e.in.acco;dMjce with,^eprqyisions..ofSubparagr^h.. 
9.6.2;'and less (sy'd’reten^icfn’not excceiitng five percent of the approved amount bfthc periodic 
payment 

perBcntbfthe original Contract Sini),or(b) the Coutfactor substantiallycompktcs the work and 

the 'Ovtoertakes possession fonDccnprac^j,w^§^ey» 

Contractor the fe • 

feir Vaiufi ofWM^tiihlffe Cdiife'^of md the cost of completing the incomplete and • 

unsatisictoiy ntcni of Work and less (2) a retention for dhect payments to Subcontractors based 
ondeiiahdS'fotsame.in.^prtoccwifo^,®^.|tst^^ 

1- J'M.. fc by tie F^idej^.ResepKvBank.of Boston.- 


periodic estimate' Mih lhb'CDyitrattd^ at tat place aesignaicu uy me ^>»»w «=«v.x* a xs- so 

designated. The Contractor agrees to pay to each Subcontractor a portion of any such interest 

paid in accordance with the araoimt due each Subcontractor, . , 

9 2 3 Tfe Swiief‘may in'&fcechhftges in ahy;p^6dic.estimatc ro'bmittcd .by (lie, _. 

Contractor and the’paymerit'duedh said ptiid'dic e»fc shall be counted iii,apcor^c.e^3th 
the changes so made, but such changes or any requirement for a corrected periodic estaiatc shall 
not'affcct the due date fox tie periodic payment or the date for &e coninKi|Kment of interest 
charges on the amount of the periodic payment computed in accordance with the changes made, 
as provided hcreb; provided, that the Owner iroy, withb seven days aft^r.rcceipt, return.to the 
Contractor for'eriifectibn, arty periodic estimafe whichis not in the required fpnn or which 
contains computalioii not arithmetically correct bd/in tlat event, the.^atc of receipt qf such 
periodic estiirmiS-shaU-bc the date of receipt'of the comacd.pcmdic estimate m proper form 
znd with arithmctidaily correct computations. The 'date of receipt of a penodic estimate received 
on a Saturday. Sunday, or holiday shall be the first working day thereafter. 
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9.2.4 All periodic tslimates shall be subrnitted to Ihe Owner, or lo-cbc Owner’s 

representative, and the date of receipt by the Owner or its representative shallbe marked on the 
estimate. All periodic estimates shall contain a separate jtern for each filed'subtrade arid each 
sub-subtradc listed in sub-bid farm as required by the Specifications and a colunur listing the 
amount paid to eiiSh Subcontractor'arid Sub-'subc6‘ritract6r ^cjf the d!;&'e thb p'cnBdic ekirdatc is 
filed. The pcrsoifmakiag payment-for the Owner shall add the daiiy'aiterta'pnjvid^' fbr h^cin. 
to each payrneht Tor each'day bcy&iid’the due date b^cd orr the Mtc bf receipt markhd op'the’.'’ 
estimate. ‘ • ■ ’ ' ’ .’ 




sabstaiitiatiiig "the Cb’nlHctdfl‘rigKt tS^pS^yi&eht'as t^'c,(3wnef of Arcl^tf'cr'ljayreqhifc, ^|liral^ 
copies of requSitions from Subfcoififpbtoris kiid iha'tcn^ '^n'p|jli^,'^d rf^^ertmginta^agcjf .,1’:. V, 
providdd for fefsdwherc iirihe eSntfact Docinxientsi ' ‘ 

9.2.5.1 

Work which have i _ ^ ... .,. __ 

included in GRah^c Ofdcr^'^hcn siicli Cons'tffii^idii Change DifteSves haVe set. fe’ilh. ^ 
adjustment to'theCoritractSuni, ' ‘ ’ . . , . , 

9.2.5.2 Such applicationsTnay Mt incline retjUKtt &r^aynaeut of am^unts-tl^' .J ‘, 

' Contractor docs not'i'hirad tS pay tcf’a'^iiWdn^ctDr dr"irikea^ siij^l^cr becatisp,Df^a'di^ike or. 
other reason. ' / ' . . 

9.2.6 Unless bthkwisc provided in l^e Doct^epfe^ payments shall _ nn J 

,• accouHtrif.noatenETs'aik'.^B^ro'ekpeHiFcrrf ahd suj^bly.^ied at'fiie sbbsjqh^ti, -..’1, 

kicorporarirjn-iht&c'iWbrfe;ifa|^ibyed;m adl^cp ^^ii?f/p,§y^FWri^5r.sinuj!u]yx^,j'; ,,.^,4 



compliance by the Cpntiatiorw]th‘|fdpc^ikS safoSetpry to the O'vmiartp.c^tabHsh &.O.'^n^’a, 
title to such niatcrials cqu^meaf pfk&ETw1sB|)rofcct ^ Osimer^s intei;^,.^d shall ine ludV. 
applicable msurancdj ‘dibtagc'add trakppxtatidh to.tab ^e ror such matenaJa.and equipnic,nt 
stoTcd off the shcl ’ - . 

9.3 The Contractor warrants that title to all Work covered by an application for 

payment will pass to the Owner cithcirby incpgjpration ip the .co^ttqtjliipn.Dpu;^^ reprint qf 
payment by the Contraetbrj whicRcYbr bccirrs fine arid clear of all liens, claims, scciurjty,. ..... 
interests, or cncumbrahccs, hercin’affer referred to in’tfas ^icie ? as ‘'f^ens.” . .. 1 . 

9.4 CEUTIHCAT^ 'for PAYMEW 


n ■"•! •• 


9.4.1 The Architect wlh, withm seven days after receipt pf.thp Cb.ntractpr's appjjcation - 

for payment, cither issue to the Owner a Ccrdftckc ipf Payment, with a wpy.to the ContJUiCtpr;., 
for such amount the Architik delcnriiries is propkly due, or notify th.c Contractor and pymer... . 
in writing of the Architect's reasons' for withholding certification in whole pf in part.as provi.dsfi 
in Subparagraph 9.5.1. . , , 
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g.4.2 The issuance of a Certificate for Payment wm constitalc a representation by the 

Architect to the Owner based on the Architect’s observations at the site and the date compi ising 
the application for,parent, that the Work has ppgressed to the indicated’and that, to the 
best of the Arciut^t’s knowledge, Hiformation and belief, the quafity of the Wotk is 
accordance with the Contract Dbcnmenta. The foregoing representations are subject to an 
evalualjbn of .the Wprk for, confpnmnce with Ae pontr^ .poOOTents upop Substantial . , 
Completion, to remits of subsequent tests and'ui^ectiohs, to hmqr deyiations from ^ Contract. 
Documents coifectable prior to completion, and to specific qualification^ expressed by the ■ 
ArchltecL The issuance of a Certificate for Payment will finther const^utc aTcprescptpUon that 
the Contractor is entitled to payment in the aniDUnt certified. However, the issuance of a 
Certificate for Paymept.wiU not be a rcpres.cntotionthat tfig^ArcHtect has,/l)|uadc exf^usttve or 
continuous on^s^^i^pe^ipnsjp eheck'aie .qupiify or 

consfi^ct 5 un me^:meteds,f^aniiques^^ of pmcediiras, (3) feviewed copies of • . 

requisitions received from Subcontractors and material suppliers and other dafa requested by tfe 
Owner, to ^bstantiatc die Contractor’s right to payment or (4) made ex^r^afioi) to 
hoW or for what purpose the Contractor has used money previously paid 6n account bf the 


Contract Sum. 


9.5 


tei^io^'To mi^opo cEpiFi^TibJi 


9.5,1 • ’ Xhb'Archit^jmydtmide'JiQt’tc) cet%payihchtWmhyw&ilioidaCer^ficatt -' 

fiir Payiuciit in whole or in part, to the extent reasonably necessary to protect the Owner, if ia the 
the rEDresentarions to file Owner required by Subparagraph.9.4,2 c^tbc 



.1 ■ defective "Work liot'r^died; 

,2 third party claims filed or reasonable evidence indicatbg probable filing 
of such claims; 

.3 laiinre of the Contractor to make payments properly to Subcontmcldrs of 
fi)T labor, materials or equipment; 

,4 icasonable evidence that the Work cannot be completed for !he unpaid 
balance of the Contract Sum; 


5 damage to the Owner or another co ntiictor, 
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.6 reasonable evidence that the Work will not be completed within the 

• • • Contract Tiroe, and that thc retainage cuircntly held by the Owner would • 
not be adequate to cover artu^ or liquidated e^mages for ^tiejpated' 
delay; of ' ‘ , , 

7 persisteiit feilure to -rany out the Work in accdrdaniie with the QjjiOTpt- 
£)ocurfiehts. ' ‘ ; 

9 5 2 Vt^hen tie above rcasOiB for'^idiholtfing eertiRcatiem are rertoV^d, ccrtffic^iih ^ 

will be made'f3'^a^d^tsprcvioi^fywt^ ^ •• -r r--m'. •. 

9.6 ' *1^6^53pAYKffi^fS./-C. . 

9 61 '■■■ Architect ha's issli^'a'C^tffichtffo;A|:||kc 

payment mthe n«tm&tl‘tv^;iie^n?>ro^aefih the;g,^cfD^ . .. 

notify the ArcWti^yT; ' ' > • .. 


9 . 6.2 


p'lSyments to Subcoritrdctofs 


9 6 2 1 Forthwith after the Contractor receives payment on account of a periodic estimate, 

the Contractor shall pay to each Subcontractor, the amount paid for laboy p^formeti aM.^ie 
materials furnished ^ that Subcontractor, Iks ihjf aihdunt specified m any court proceedings 
barring such jiaymen^.and also less any.?moynt qlaimcd.dvjc fromdie.Suhcontractor by.t^ 
Contractor. . , , 




'■.qoi: 


9.6,2.2 ■ ■' NdtlAtCT fhap tpu 

• his woii^•^macco^dancfc•w^thihc.Jjiai^,aIi£i.;Sjpec^ficBlip;nsJ^_Ji^dnt^p‘.baIknce,-<^ffi,.trMc;y^t|w;/._.... ; ^ 

..5ubcontract-lcssumo|iits retamed-hy tfie;jC^ncn^)ie^tH|^c^ 

•kcoixtolete hnd''uEa&foctoiy'ite'ps oftyop,-shall due li'e Sukojjtracto^_ W, 

pay that amount to.the Center. 'The Cdntra^qy slipil !fei^;^.p.aj^ to the Subcon^^r lie. 

iL^Lz i.T_* T-t.*- rrii^ir oyrtii-iixif c-r%pT’T^ti"r1 1TI MTiv rrilTrt T^Tn^tf^r^f^T^it^c finrrmcr 



9-6;2.3 Each payment made by the Owner to the Cerntractor pursuant to Subparagraphs . 

9.6.2.1 and 9.6-2.2 of this paragraph for the labor performety.^,^ i^te^Is juiiis^ed by a . 
Subcontractor shall be made to the Contractor for the account of tfiat Subcontractor, and the 
OwBer take jis?sjpna^le steps to compel the .Conft^ctor,tp each ^cji payment to each 
such Subcbntractorr' If tlie dwaer has'rcceivc^ k deiii^ for direct paymept from a • 
Subcontractor for any amount which has already been included in a payment to the Contractor or 
which is to be inchidcd in.a payment tq fJie.CorifractQr fqy payjnent to the Subcontractor as 
provided irf Subparal'aphs 9.6.2.1 and ^6.2.2, the Owier shaUact upon thc.demand as provided 
in this section. 

9.6 2,4 If within seventy days after the Subcontractor has sub5tanti3ny completed the 

Su1x:ontracl wodc; the Subcontractor has not received from the Contractor the balance due under 
the Subcontract including any amount due for .extra labor, apd materials furnished to .the 
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Contractor, less any amount retained by the O^etas the estimatfed'cost of completing the 
incomplete and unsatisfactory items of Work, 'the Subcontractor may demand direct payment of 
that balance from tbe Owner. The demand shall be by a swpra-statement deliwed tp.pr sent by 
certified mail to-tKc'Owier, and a copy shaB be deliveimd to or sent by certified marl to the 
Contractor at thd 'saitic tirnc. The demaiid shall ebnt^ a detafied breakdown of the balance, due 
under die Subcohffact and also a stkemerit’of the sMiis of completion of the Subcontract work. 
Any demand ]Eiiade"after substantik complctibriof the Subcbntpd 'wprfc shall be vdid even if 
delivered orr^iailed prjoftd the'SeVcitUcth-AiyAfrcr'^e SuBcon^ substaptaHy 

completed the'Stibirohbact work. =WMin tcfrtkyd.-kter thp'Sublmafkctor has i^efiVered'or so 
mailed the dcmahcltd4e Owner'did "delivered ot sp'iBaded.a pppy to the Contractor, the 
Contractor riidy i^BpIy to'the deinand • The'reply be by a sWoin staternent deiiyercd._tp pjr 

sent by certified rnairto'tbeOwHer'Sod aco'pyklmllbedeBveTed td'br sentby certified :^ail,,to 
the Subcontrabtdr'at the same tnne.‘--The'reply sl^l cdritain a detoiled breakdown of the balaibc 
due under the Subcontract including any artioiint due for extra labor and materials fiimishcd to 
the Contractor .and of the amount due fcr each claim;raade by the Contractor against the 
Subcontractori. ’i ' - • ■ • • ■ 




9.6.Z5'' Within fifteen days after recciptof the'aeniatodbytheO'wrier, but inno event 
prior to the seventieth day after substantial conqjlction of the Subcontract wpr^ the Ovviier shall 
maVn d frcct payrjicnt to'thc SubrobtrScfdf'.of the’ balhnce’ditoIhet Subcdfitiact-mcludipg'. , 
ariy aixiount'duGlftjf'cxtrii •lahbf''kid itiaie'fials'fiifjii^’cl’ to the Coiiimctdf, less any a^mt. 

(i) retained by the Owner as the estimated cost of con^ileting the jncomplete or uns'Sismetoty' 
itojnsrof Woric, (ii) specified in any coprt proceedings baning such payment, or Cjii).^di^uted by 
the.'G^Xitractoisirt to swotn rcplyi-provided, that sl^ii liot'detiiiift from a 'd^bt 

pk^frni: airykmdupt as-pidvidfe4-& p4it‘i;iii)-if the i^ly i’s noiswiraH'.of ftrwbmh sworn 

rcply^dpcs not coritairi'tlicdetailfcd bfekedo^ leqiiOTaBy Subpkagraph9.6:2.4. ihejiiwimr 
ghaiK i^Ve 'fiuthef. dhrbctp'k'ymteh^ to theSubctofractorfiirtlii^lth 'after thb'r^D’tdl of ffee.Basis 
for a^&ctions -froni difcct payments tiia'd& as provided in pad's CO 'a'nd (ii) dftfe Snbpara^ph. 


9,6,2.6 The Ownershall forthwith deposit the amount deducted from a direct payment as 

provided in part (iii) of Subparagraph 9-622.5 in an interest-bearing joint account in'the riamw of 
the Contractor and the Subcontractor in a bank in Massachusetts selected by the Ownw or agreed 
upon by the Confifretor and the Snbcdntrarttor add shall notify the Contractor‘and the ' 

Subcontractor .pf’the date tof the deposit and the bank'receiving'thc'dqio'sit. -The hkik shall' pay' 
the amount in the acecamfoisclndtog acemed interest, as provided in aii'agreement between the 
Co'iitxactor and the Subcontractor or as detennihed by decree of a court of competent jurisdiction. 


9.6.2.7 All direct payments and all deductions froth demands for direct payments 

deposited in an interest-bearing account or accounts in a bank pursuant to Subparagraph 9.6.2.6 
shall be made out of amounts payable to the Contractor at the time of receipt of demand for 
direct payment firom a Subcontractor and out of amounts which later become payable to the 
Contractor and .in the order of receipt of such demands from Subconbactors. All direct payments 
shall discharge the obligation of the Owner to the' Contractor to the extent of such payment 


9.6.2.8 The Owner shall deduct from payments to the Contractor amounts which, together 

with the deposits in interest-bearing accounts pursuant to Subparagraph 9.6.2,6, are sufficient to 
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satisiy all unpaid balanets of demands focilrect payment received from Subcontractors. All 
such amounts shall be eamarked lor such'direct_payments, wd the Subcontractors.shpil h&ve a 
right in such deductions prior to any claims against such amounts by creditors-ofthc Contractor., 


.9.6.2.9 If the Sulxirttractor does not.receive payjneinb .as proyided in Subparagraph 

9.6.zi or if the Contiaefeir d’ocs’not sdbmit a p.OTcidic estimate for of Ac labqr or, 

materials'perfdrroiid or fij^shed by't|e. Spbeo^^Epr apd Spf^,n^tor.dji^,no^ ir^ive 
payment for i 
Subcontractor i 
and 

made alter the: 



Contractor. TCef^dr'A'e dwwr shkllproq^d as prbvj4ed,in Spbparagrapis,9.^.;2.5.- 9.6.2.,^.‘r 
9.6.2.7 and ' ' 


- '••it ‘4 ‘ 


9.6,3 NeiAer Ae Owner hor Aruiutect sKali have an obligation to pay or to sec to foe 

payment of money to a Subcontractor, Sub-subcontra.ctor or material supplier, except as provided 
in Subparagraph 9.6.2, or oAcrwisp as provided by law- 


9.6.4 A C^’Ceate for Paymciit, a progress paympt, or paitialpr entire use or 

occupancy of the Frgect.by.th® Owner shall not constitute acceptance of Work not in accordance 
with Ac Contract 


.9.6.5 “Subcoji^ctoif^iM..useiid. Su^ubp^graphs ,^;6.2v^I .Arough!9;622,9rshaIl>inean 

•• a person who ;^cs a E;ul^.a ahdj-eceivt:.s a.rabcontiBrt ,^ a resnlfrofttet filpd Sul^-bi{i:or,'who^is ■ 

• ■ approved by. the nwardmglirthpnty- in.ywjtpjg as .a..peispn pprUbrn^g’-kbor on boA performing 

• labor aniifiiraishifrg raatj^s ptursuaht io^i contort .with.^ Contractor. "Splfcontiactor’' as- 
used in oAerptdy^iops of the dontrartifocuinents shall, except as oAerwisc expn:cssly 
provided, ha-ve the meaiSng set forth in Subparagraph 5.1.1. 


9.7 jPAltUkE OF PAYMENT 

9,7j Iftfre <|Des,iipt issue a Certificate for-J^aynicEt,d:hroughjro feultbf Ae-’- 

Contractor, within s.cyc'n days after re^iptpf the Contractqr;S application for parents' bt if the- 
Owner docs not pay the Cpn^cfor.wiAjn seven ^ys after Ae date establish^ in the Cottracf • 
Documents Ac ambimj 'certified by the Architect, Aen Ac ContoGtor.may,-upon-5cvca ' 
additJorjaldays’ Witten notice to the Owner and Architect, stop the Work until payment of the 
amount owing has been received. The Contract Tunc shall be extended as provided m Article 7. 

9.8 SUBSTANTIA COMPLETION < , 

9.8 J Substantial Cqmplctfon is the stage in the progress of the Work when Ac Work is ‘ 

sufficiently complete in accordance with the Contract Documents so Ac Owner can occupy or '• ’• 
utilize the Work for its intended use and only minor items which can be corrected or completed 
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withciit any rnaterfal mterfcrence with the Owner’s use of the Work remain to be corrected or 
completed. 


'p- L »;<*• 




coiOTly with' Subgiara’grapti'J:l>a/me'L;onTxa.cuji wwn ^ 

to be completed of;coiTabtea,(2) afrsjfdci&lwiriaiili^'i^quif-^ by the Con^tt-Do^eijs, 

endorsed by the Contrdctor 'aitd irfiftTim rSasoiiabiydccepfable tb.tEd Architect and (3> 

_ ,,.^;rs^=f^..rpft-rVHrr.fri:iTi-;5?iiM^aETat3h l'3-;5:4. The feiWre to include any iteira 



9.8.3 UponiutotijEoidplttldb Wbrlc or deSlgt^tcd portion hereof arid dpoM^-’- 

anolicatiou by th&Gontoctorwd certification by the- Architect, thc-OfeiiBrsliali 
p-:fgnt3r> g adjnstiiteayn'reteBage, if-Hny, fex meh Wo^'k'or’^rtion thereof as gfoviaed mthfe 
-• Contract Docunrents;?,?-. c./ ’ ■• 

■-■■'• •.. .-vi ••.•;• • ' - 

9.9'. pAXTIAlbQ,C 0 UPAKGVOil.USE : 

% ■ ■ • ' . . . .r*. 

^ g j Xhe Owner may oiraipyor-iisc-any con^letcd or partially cdri^ileited portion of' '■' 

the Work at any .stage. Such partial ocoupancy or use. may begin whether or not the portion is 
substantially complcte,.provide:d thafctheTCsp'cciive.rcEjionsibihties-Df the Otroerrind CoritWiridr 
with respect to payipentsy^et^mge, if any.tsccurity,-JnainCQiance; bcat^ utilities, daiiagc to ^j-'’ ^ 
Work, insurance; ooifectiDnof,tlie.Mrprk,- and warranties shall be b^bhshedby a^tfement of the' 
Owner and Contractororj absent;sdch.agr.cement,' slmllbd determined .by the Atchitect subject to- ' 
the right of cithcr-paity to contest such detBnaination as provided in Paragraph 4 , 5 . 

p g 2 Immediately prior to such partial occupancy or use, the Owner, Contractor and 

Ajchitect shall jointly inspoitthB area to be DccUpied or portion of the Workto be used in order 
to determine and record the condition ofthe Work. 

g g 3 Unless otherwise-agreed upon, partial occupancy or use of a portioii or portions of 

the Work shall not constitute acceptance of Work-not complying with the rcqujremeuts ofthe 
Contract Documents. 


'.'K 
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9.10 FINAL COMPLETION AND FINAL PAYMENT 

9_J0.1 Upon reccipl of written, notice that the Work is ready for final inspection: and 

acceptance and upon receipt of a final application for payment, the Architect will promptly make 
such inspection a^, when the,/^chilect finds thp.'Work acceptable un^jlqr the,Contract 
Documents and the Contrail fiijjy pei^rmcdi ^c. Architect wiU prpiiiptly,issue a final jCertificate 
for Payment stating thatto the.bcst of&e Architect’s kno.wlcdgej infoppation and .bcliqf;'an4- oii ■ 
the basis of the Aj?cbitect|s;obE!eryatioiB anjLnjspcctipns, the l^oT^.hpSLbrjcn completed in,:', • . 

accordance with terms a;nd..cajj^tjoj^Qfth,e Gontraetpoep^^^ts. Thc;4ij:iijtecl-';S',finpI,"' ' _■< 
Certificate frii;Pa 3 ^'pnt \|i!jiicp]Ktimtc.a^fi^ep repre5enta^pfljth^t.;gppditippg;listed.in .■. , 
Subparagraph 9A 0.2 as precedent to the.Cpntr'actor’S-being cntitlcd^p .final payme.nt.have'beerj 
fulfilicA —- . • ,•> 


9.10.2 Ncith(m'fma!,paynicriti^,r,anyrcniain^g:itet^ed p^qcptage:a]haIl~bcr;drn6^3pF- 



Owner’s propcjrty njiigi^ be responsible or encumbered, (Icss.ampmits.SvithhcId by .Owner), have 
.bccripaid or.o.icr)yiscsati5^ed,(2),aJ5Cjtific,atccyid^cing'tha[:msuianG{;TCqujred bythe. ' • ■, 

Contract Doctupents to remain in force after final payment is fcurrently in efFect 'and-will not be ■ 
canceled or add wed, to expire m^tiji. at-]ea,st.30 days’ prior written notice has been given to the 
Owner, (3) a written statement that the Contractor knows of no substantial reason that the 
jnsurajacc will not be renewable to cover the period required by the Contract Documents, 

(4) consent ofsurcty,- if any, to final .payment and (5); if rftqiiired'by the Owner, ^bthef data 
establishing paytptent oxs?.t3s&ctiqii,o.fpbIigatioiiai ^ch aS receipts,.-releases-and.waivers of, 
liens, clainis, sccyrity interests or,.eimumbranpcs. arising o'rjt ofjbe Gontra'bt, tq.tbc<:xt£Jht;,Emd in -.r. 
such fbim as may be designated by the Owner. If a Subcontractor refuses to furnish a reltbse'&r ' 
waiver required by the Owner, the Contractor may furnish a bond satisfactory to the Owner to 
indemnify the Owner against such lien. If such lien reiuains tmsatisfied dfter payments are • 
made, the Contractor shall refund to the Owner all nmney that the Owner may be compelled to 
pay in disebargirig such lien, including a-U costs aiid reasonable attomeys.’.'-fees. - •. • • 


9.10.3 I;fi.after Substantial,Completion of the Workj-. final completion thefepf is 

materially delayed-through no feulf of the Contractor or by issuance of Change Ordfcr:^’-Effecting' 
final coripletiqn, pid lli.c-Architect i:o..£;onfitmSj. the Owner shall, uponiapplicatibn by riife 
.Contractor and.ccrrifiFation,by the Arcbiftct; and withdutterminatirigTthe‘Gisnttact^-;njake' ‘ '■ 

payment "oTthe balance due for that.pgrtionoftbe-'Work'folly completed and ate'epted. If the 
remaining balance for Work not folly completed or corrected is less than retainage stipulated in 
the Contract Documents, and if bonds-have" been furnished) the written consent bf 'sUfetytd' ' " 
payment of the balance due-for that portion oflhc Work folly completed afid accepted sh4I]''bc 
.submitted by the Contractor to the Architect prior to certification bf such p^^enf. 'SfacH '• 
payment shall be made uqder terms and conditions governing final payment, except that it shall 
not constitute a waiver of clainis. The making of final payment shall constitute a waiver of ' 
claims by the Owner to the extent provided -in Subparagraph 4.3.5. 


9.10.4 Acceptance of final payment by the Contractor, a Subcontractor or niatcrial 

supplier shall constitute a waiver of claims by that payee except those previously made in writing 
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5. ' ^ 
vVi 


aad identified-by thaWpdyee as Cmsettled at the time of final appHcatinn for pa 3 ^ent. Such 
waivers aiha'Il be' jn addition to the waiveSr described in Subp^agrapb 4.3.5. 

ARTICLE 10 ’ 

■PROTECTION OF PERSONS AND PROPERTY 


S’^ 


lO-.l 


SAFETY PRECAUTIONS AND PROGRAMS ' 


lOJ. I The Contractor shall be responsible for mitiating, raaintaming and supervising ali 

safety precautions 'and-pid'grams in-coflhectiDn. with the performance-df tlie Co'nir^L 


10.2 


SAFETY OF PERSONS AND PROPERTY 


10.2.1 
reasonable prdt^ttoii 


^dfCorittartoTshall takdredsoriable-prccautiofis' fdr-safety df/'lnd sMj pfoviiic •' ' 

dt^tbh'toprevent'rJatoagdTtoj^D^otloss^ , • . 1, ’V 

.1 i -r'erapjoyeBs pofoimihg the-'Work aiid dther persons who ‘' 

theteby; 





••■Go'ri^toror.the.CbntrartDrlsSulxbritihctoretorEuli^'slil^Sn&'ltlidrs;' 

" ;V'.. -v. •> -- ■ 

other property at the site or adjacent thereto, such as trees, shrubs, lawas. 


.3 




walks,-pavements, roadways, structures and udiSies notdesigrmted for 
• - , ..removal relocation or replacenjent m the'cduf^ of cdnsfrucfiSi^'-'and 

:4 .-:,'.’anyothcrtprcpcityiofthc Owner, whether dr dot 

- -beatcd.at; the. sjte.or adjacent thcretcc-ih ardai td'’^hicH-tlK; ‘'Goritfiefor hhs--' 

T-. :-.,vti,ccc5a.. — .•' ■ 

... .-..r- 

10 2.2 The”Contractor shall give notices and comply withhp'plicaBle la'w/^ Vfdm’an'ces, 

rules, regulations end kw&l orders of public -authorities bearing on safely of persons or ^pdrty 

or their protecliont front damage, injury or loss. -—_ — ' 

10.Z3 ,Thfi Contractor shall erect and maintain, as requirdd by existing donditioris and 

pcrfbximnce of the Contract, reasonable safeguards for safety and pfdtectioa, ihcluaiiig posting 
danger signs and.pther.warnings .against hazards, promulgating skfcty regulations dnd-nbtifying 
owners and users of adjacent sites and utilities. 

10,2.4 When use or storage of explosives or other hazardous materials or'equipment ot 

unusual methods are necessary for exccudonof the Work, foe Contractor shall exercise utmost 
care and carry on such activities under supervision ofproperly qualified pcrsortoel. 


Consolidalcd General Conditions - Page 4! 
(Rev. 12/8*4) 






10.2.5 The Contractor shall promptly remedy damage and loss lo property refereed to in 

-Glauses 10.2J.2, i0,-2;l.l.pd.l0;2.1..4.. JLfAe damage orjossjs duc-.te.wholew ii}.pa,rt to the...-. 
Contractor's failure fo.tafce the precautionsi^rcquircd by this Pp^^ph-10,.2,-thc.Cpjjtfactor,shally• 
subject to- any rcunbursement to which die Sontmetor is enthled under the property insurance 
required by the Contract Documents, bear the cost. 


10.2.6 The Contractor shill dcsjlgijale a responsible memt^r of thq.Cdntractbr’s 
organization at the site ■whose duty shall be the prevention of accidents. This person shall be the 
Contractor’s superintendent unless otherwise dcsignatci'd by the Cohtrabtopiri writing'td the 
Owner and Architect. 

; yl *1* • ... ..C, • ?» Ai ‘ 

10.2.7 The Coiitra,dpr shajj not load or ipepnrtaay part of the construction pr site-to.be..: 
loaded so as to endanger Its sa&ty. 

10,2.5 The Contractor.shall provide and maintain in good operating conditbn suitable 

and adequatc-^fe;pmtc;cripn,^ipm 3 t, 2 ulij s^iGesv;apd-shal|.cp.itpJy i^ithall reasdnible''*. 
recommendation regmding ^ protection made by the reprcscntati;^es.pf thedire insurance'-' '■ 
company carrying insurance on the Work or by the local fire chief or fire marsW. The area 
within the sitc-Hi^ts, shall Jbe kept orderly and clears and dll combustible rubbish shall be 
promptly removed from the site. 

10.2.9 . The Co:atiactqc,shallja.f-.aJl timpprotect cxcavationsjtFcnches;= buildings and . 

materials, from rain wafe^T} grtjqnd w^texy bdplcop or leakage of sewers,- drains,andbther piping, 
and from water of apy ptjiCT.grigm. and shall reiuoyc promptly any accmnnlation ofrwater. The 
.Cootraetbr shall pio'vide and operate .all pumpg.-pipnigmid.Dthcr equipment iiccessary.to,tJiii r - ■' 
end. .• 

. 10.2.10 The.CoIl 1 I^tons^I^IaEmave;s^aw^^and•.iec•^wh^oh raig£frKSuk.-iff-da(fn6gc or'dejay. 

10.2.11 .-Duringthe progress-ofthc Work and’at all times prior to thd dateofS'ubstHjitial 
Completion ORpccup^cgt of the WPfk the Owncq whichever -is earlier,' tlic Cohiilctor shall 
provide tenqrorary beat, ventilation, and endosyre, as required by Mass. Gen. LaWS Chapter 149, 
Scctton,44F(l). The permanent beating andwcntilatioa systems may.be 'used for these piloses 
when available unless otherwise pfo'sdded.m,the Contract Documents,-• • • - t-v..";- ' 'i " 

. ./ .. , I >•_. .. iiiMa; ^ 

io.a emeSnciIt' ’ ' 


10 . 3 . Jl la an emergency rdfreting safety of persons or.propcrty, the' Coiitrafetdr^shklTaet, 

at the Contractqr's-disqcriopj'dP preventtlnhatcneddamage,--injury-or Idgs^-Additibnal* - 

compensation or e 3 cten£J 0 ap,f.tiine 5 c}||incd-by the. Contractor on account of'ari eiilcfgchcy’ shall" ' 
be determined as provided in Paragraph 4.3,and Article 7. ' 

10.4 VANDALISM ■ . ' ' 


10.4.1 The Contractor-shallbe responsible frr.prOtectmg the work,- the Worksite',-' 

materials, and equipment stored at the site (or incorporated in the work), other property at the 
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site or other property of the Owner, agamst Walism by known or unknown persons. In . 
dlcterging this Ugation the Contractor shall ublize security personnel, measures, procedures, 
and equjpfrienttormaterials necessary to prevent van'dahsiri- 

1D 4 2 la the event o f any damage caused by vandslis m to the property/^teria!^ 

cquipmentritems referenced in the preceding Article 10,4.1, and regardless of whether the 
___duc-carc ui avottiinE same, the Cohtrtctor shall be financially 


responsible therefor to whatever cxieni saia ^ -—ge 

ava^ilabk to either the Contractor or Owner. The Contractor’s obhgaimn herou^ecshdhn^ 
payment of daniageS-to whatever extent-insiifance coverage is unavailable due to self-msui^ce, 
a deductible, of a’self-insuredreteTdibn. • ' . , • 

10 43 ■ Any monies ov^ed by the Contettor to toe Ownefodaoiou^of damage. \ ^ 

referenced in the preceding Article 10.4.2 miybe offeitbytha O'wfier-Hgamht my.penod^r 
payments made imder the Contract, 

ARTICLE .U 

INSURANCE AND'BONDS 
n. I CONTRACTOrS LIABlUTY INSURANCE ' 

The Contractor shall'purclmsc from and mamtain. in a ebrr^’^y or coropanibs'' ‘ 

' -.JT w f\\r^ ly^riRi^Trfinn in wHich. thc pTOicct IS loc&tcd asd to,W^5^ 


*: .V* ' 

.. ;( ' e'^fiisT.V''-M 

• I 'jW .s*yi‘V’ V 


,2 


7 

■.-I- . •• V' -y;.'- 

clahns under workers* or workmen’s cota|5cnsat}Ori, 'dfeabiIhy . 

other similar crop lojffic benefit acts which afe appKcableldfiie ” 

perfbixaed;. • * - 

claims for damages bccause-of bodDy injury, ocdrpatiorial sickness or- 

disease, or death of the Contractor’s employees; 


claims for damages because of bodily injury, sickness or disease, or death 
of any person other than the Contractor s employees, 

claims for damages insured by usual personal injury liability coverage ' 
which are sustained (1) by a person as a result of an offense directly or • 
indirectly related to employment of such person by the Contractor,, or (2) 
by another person; 
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.5 claims for danjages, othca- thaJi to the. Work itself, because of injury to or 
destmetipn of tangible projperty, including loss of use resulting therefobi;-' 

■ -f... . ‘ !( 

.6 claims for damages because of bodjly injury, death of a person or. p'rope^ 
damage arising out of owncrBliip,-maintenance or use of a motor vehicle' 
and' 


.7 


cfaims.invcrlvinj conbractita! liability ips^nce applicable to the ' ■ 
Conjigaplpr’s obligations tmdey Paragraph MS.. 


. 1I.1.2 ^.T^I^e.^Bur^ce r^uir^;dby;'%ibp^a^aph^ mcjudc'aIi:9>.atjor'djlv^i^ 

of coverage, and sfialfbc on a comprehensive general basis including^’rctwscs ahd.Gpeiatioiis 
(includingX-C-U), Owner’s and Contractor’s Protective, Products and Completed Opcratioiis, 
and Owned, Non.a\y^,^,^^d .i(li^d Motor ychicles..,;Sueh. insurance shall bejJtyntten npblcss 

th^.a/ry Ijmits of ll^j^jity required by lajy..Prthose set forth in the Contracf-Eiopumcntsv' • ;-.n r 
whicKevdf is greater. ■ 


All insurance shall be written on an occmrencebasis, unless the Owner approves in writing 
coverage on a cMirns-made basis. Coverages, whether written on an occurrence or claims-made 
basis, shaU be maintained without intcrruptioij fronj date of commencement of the Work irdril 
date of final payment and tEmoination of any.coveragc required to be mamtaiadd after final 
paymenL The Owner shall be added as an Additional Insured on all policled, which shall^'.- . 
constitute ptimary insurance for the Owner in relation to any shnilar or cadcurrent insurance 
independently main^mcd by the Owner. • . , 


i •* ‘ *• *' ... . ■ t, r 

11.1.3 , • c^^^cates.qf jn^nce-acceptablfr.to fhe, Owner; shallbe.filed-widi-tiierOwner '' 

prior, tojcomincnccmagnfe o£t^^qjic.t^XJbcseX;eilificates and:thc;lnsurancc(pciiicicsrcquanti'-By' 
thfeitaragf^h .iyjJ^^Mjrontgin j^pspyiaqdjtlwt coverage,Sjaffirrdedjtunderthe.pDlidesiwilMb’t; 
be canceled or.alip^cdjo e:^fteunfd.atJe^!st-30.days’-priQr’vvrittesi iiotice has'bccii-grvcn'fo'the t • 
Owner, These certificates shall set forth evidence of all coverage required by li;hl :arid U-l-'Z,"'--' 
The form df certifipatc shaft be MA Document G705. The Contractor shaft furnish to the Owner 


copies of any that pc subsequeptiy issued^amendkg limits ofeoverage/ If any of 

the foregoing coverages are required to remain in force- after final-payrdent'and are 

reasonably avall^le, an additional certificate evidencing continuation of sUch.coverage shall be 
subihitted with the'final application for p aymen t as required by Subparagraph'9.10.Z 


11.1.4 , In addition to Statutory Workers’.Oompejisation Coverage',• the' Contractor shall 
pro'vide Employers Liability Co'vcragc at the following limits of liability; 


Each accident - $500,000; 


Disc^^c,:^. policy limit $500,000; 
Disease r each employee-$500,000. 
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n. 1.5 -The liability.insuf^cc coverage purcl^sed:by-lhe-ContraQtpr in order to comply 

with Section ii. 1.1 (.i-.7) afiqye shall contain the following limits ofliability: 

. ■$l,.6p0,DOb ’- .general aggregate; 

■'’$3,{)Od,OQO- products/complcted operations aggregate; 


S1^000;00p- p^sonal injury a,nd adyertisingi 
yijOOO.pOO- caoh aqcuirence; 

. ,‘vt*' * *' 

■‘'^ltfi6p,Op0 - ’ ^ 4 utQ’'KabiI?ty including hired arid npnrowned; 
''■■$2,0db,000 “ ■ urhbreiia. 


11.2 

1L2.1 


OWNER'S LIABILITY INSUK^CE, , . .... 

>• ■ . __ . ' 

j. i The dfeier sbair&e rc^dhsibie'for prac&ing and majhtaiimig the Owner’s nsiiai 

liability insurance. Optionally, the Owner may purchase and roaintain other insurance for self- 
piDt'dctibri .against claims which may arise Qpnt^tojT^ 

shaBnDi,bc.rc5^P06l'd’rbO0cfilSnjg’^a'^m^nmltbiiphlioMrpw.nei;^,j^ 
unjess ,, 'm 't 

11 3.5 PROPERTYMSK POLl^’"; ..." ^'!!i -1-' 

- n> 

1■ Unless otheiw^ FO'vided, the,Oi^er shall 

Hn'fiVfRinPRs'rn YnaThriMlcdorL’in wHlch-tKcf-rid^ . . 



mdificaBtite a)crcTiiS¥aKffeS:Wott*tar*|aa;j«i>t^cB[csjt@6, , 

otiietw^t-lgjbed in \vritm|hf IS pci^o'ns'^d'dintjhes w fcSincficianes of such msuraicc, 

untl ^Mi.pijTOent has been made as provided in Paragraph 9.10 onmtil no person or entity 

• . ’. • t * t ♦ ^ ____X_ - i 10 _<_ 1 1 ■> 



Contractor; Subcbfotrabfots'aSd'Sub'iubeontractc^'^m foe Wobki 


} 1.3.L1 ■ Property insurance shall be on an all-risk policy form and shall insure against the 

perils of fire and extended coverap and physical loss or damage including^ y^it^hput duplication 
of coverage, theft, vahdaliEnv'nSiicioiis rriischie^ collapse, ihlsb-work, temp6|:|iiy.buU.dipgs and 
debris removal mcWirig d^mbliHd'ri bfcca^tocd by ^ of any ai^MliiE; |c|al 'j' ; 

requrrements,- '4iall ddvff reksdnable’ doiripbrisatfori for Architect’s sc^'res and e|p.ens«_ .. 

required as a result of such rhsufed Idss.-'CovCTage &r Otifer penis skE not he.r^^^d'uMess 
otherwise provided in the Cdhta'd.tiociOTiciitk The form of'policy'fbr this cov^ge shall' 
provide for coverage iiithc event of a loss up fo the contemplated value of the pfopcity following 
completion of all V/ork recpiircd under the Contract. 
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11.3.1.2 If the Owner docs not intend to purchase such property insuranceTrequired by the 
Contract and with all of the.coverages in the amount described above, the Owner shall so inform 
the Contractor iii writihg prior to cbmiiicnccmeril of tfe effect ^ 

insurance which will protect the interests of thfe Cbntractbr;’SuBcoritractbis-’'and Sub- , ' “ 

subcontractors in the Work, and by appropriate Change Order the co^ fherrof-sbai^ be charged to 
the Owner. If the Contractor is damaged by the failure or neglect of thc tJwncr to piifchasc or 
maintain insurance as described above, without so notifying the Contractor, then the O^yner- shall 
bear all reasonable costs properly attribtitaWc thereto. 

11.3-. 1.3 The property insurance maintained hcrefi^dci- By die ’OWfelids a deductible faf 

$ r00,000 applicable to each/any claim, thereunder. In the event of ^ 
from any occurrence prior to the Architect’s issuance of a final &rtincate'fer faynicn! undfir 
Section 9.10,1, including but not limited to prpp^d^^.^e .grisrog from vg^ali^p|, casually 
of any kind, the Contractor shall bercSpbnsmli'fof 'thl'coMb¥bSid prdp&^ to the 

extent pot indemnified by the Owner’s insurance policy because af said ^cductiblc; or (bj to the 
exteirt not hidewnified by the Owner’s insurance policy for any other rcasdij. ■ 

11.3.1.4 Froperty insurance for portions of the Wdriertofed offsite and in trarisif shall be 

procured and the cost borne by the Contractor, unless otherwise provided in. the Contrapt 
Documents. ‘ 

n .3.2 BodcT and Mach^(^ Insurance. The < 

and machinery inSflra'Acc requirfed By die Cbi^ct Dodteen|s 

cover such insured objects during installation and until fifry aeceptance by tfie Owner; tins 
insurance shall include interests of the G.iyncr,..Contractpr,frn^nti^^rs,^ *. . 

•jsubcofttractors in the Work, and the Owndf and Cdniractor shall be narned ihsiireds. 



VttS.'I!'* 


11.3.3 . Ikj’ss ofUse'I^ifrphce. ..The jD'TO.e3^..at:.&e Q.yvhw’s.pptipn, rna^,p^|^M.^d 

rnaiatain.such msuradcc misu^^ (^efqgainst loss’ ojfuse du^.. 

to fire or other haz^, HpWbVer capsed' ’ The C|i^r •^ye^. aM rri^ts of^actlpii, the,. , 

Contractor for ki^f'dfdsd ejOwnCT's prppcdyi including cqjiscqqpnt||l l^ffie|.due tp feor.^. ^ 

other hazards howeva:c'aiSed,td the (atentcovffrcS and pjidl^yinstffMceuiidcj; this . .. .......y. 

Subparagraph 11.3.3. " . .• . 

11.3.4 If the Contractor. r6que^.in . , 

described herein or for'dthci’ specidltear^s'be included mi^.prpp^y,.m^ah^^ ^.e , 

Ovraer shall,, if possihle, include such insurance, and the cost uiereof shall be borne by the 
Contractor. . ■ . ■ ■ ■ ' ■' 

11.3.5 If dtirihg the Frqjtet ctjnstmdiojr period;tqc .Ovy^ex ipsures prppcitre?, rcaj or ,. 
personal or botiC adjoining of a’djacc.ntto. the site fay propqrqf,.msurance undej.polipcs separate , 
from those insuring the Project ’dr'if afrerfm^ payment proper^ inai^ccjis.jq be provided' on 
the completed Projbiit through a policy or policies othp tW those insuring thc.;p;nojcct during 
the construction penod, thE'Dwher shall waive all rights in accordance with the terms of. .. .. 
Subparagraph 11,3.7 for daiha’ges caused by fire or other perjUs covered by this separate proper^ 


■ i 

:• i-'jd 

' ■: M ifsVM. 


•' > ■; ' 

• *'* 
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insurance. All separate policies shall provide this waiver of subrogation By epdorsement or 
otherwise. 

H -3.6 Before an exposure to loss may occur, foe O wner shall hie with the Contractor a 

copy of each policy that includes insurance covot&cs. required by this.Psr^^ph i 1.3. Ea^ 
poSy shah cLt^^all gtoll^y Applicable coftdhiom, definihons exc nqign^ Md epdqKetnpj^s 
related to thi^'Pfojbdt. gaihpblicy sMll'confam a provision the poliq^ wil| nptfee canceled 

or allowed td'eX^'&fe‘uniil'aiieasf3fl days' prior written'notice hasbeeugrven tatho Coiihu.ctq^,..,, 


U3,7 ■ Waiveis of Subrogation. INTENTiqN/^,LYOM^ 







‘ V * » ■ . ♦ 

1141 . Thc'Cohtractor shall'fiirhish. borids’covcring faithfol pcrfoin^arfii.of the Contract 

and payment of "obligations arising Ihereundcr as 'stipulated in biddmg reqinenidnts qr 
spcafiLlIy required ruthe Contract Documents, on the date of cimcution of Contract Said 

bonds shall satisfy the applicable statutory requirement's of the place in which the Work is to be 

performedL 

114 2 Upon the request of any pe3:sbh or entity appearing to be a potential beneficia^ 6 f 

bonds covering payment of obligations arising under the Contract, the Contractor shall promptly 
furnish a copy of the bonds or shall permit a copy to be made. 
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ARTTCLE 12 


12.1 

12.LI 


UKCOVERIMG AJJD CORRjECtiON 6 f'W0RK 
LWCOVEKiMGOFWO^'. 


If a jorfibri of tHe^^Vork «lo j^p^tcpt^s,^p^uesi ,.. 

requirements spcciMfcally e^ii/fssc'd jp the Coj^ract 
thb ArchitecCfewp^rfy forthe^i^clm«ifc;s replaced.^t.U^e . 

expense withd^t change ut’ the Cldntract Tiiiie. 



shall "be'' 

DxidtoientB; 
to the Owner. If^cl 

^ VViJ 1 > 

■ shall pSy such costsiju,■' ■•'■• ■ 
which event the Owner shall he responsible for pajTnehi of stidh costs. 


12.Z 


Gdtocno:^ dEWD]^ , . .- . - ■ .. - 

. . * . . S • » >.• t' . .,, . ■■ 

» . .;*'■•*• » •“ * *» * 

T%B’pqntyktofsM,pi:dgipta:y,cbrTqctyo 4 ^^ 

iv ..V_/f^rl iVivt: ' I-TK'rtf-v^rrif-nfc nhRPTVftH-hftfnrE.Df..fliteT- . 1 - . 



-•shdn.b^.costs-.ofSo£^mgshch rejected wotk,^mclu^f^3ddIt;lO^|,^Ktog^^^^ 

tuon^jensatjon-ibr the.Architcct’s servicesjand expenses .made necessary thereby and^y cost. . 
■.••loss,'or damans to tha.Own^te^ultmg'-ftoin.sqch'i^ilraUvor.de^qt. ^ •= •. • ;. -i; •■. •.-• ‘; ' 

12 2 2 If, wribi" nnft year aftq: the date of Su^sf^tial ppEnplctipn qfthe.AVbjil.pr'-'.••.• 

dcsigiiated portion (fete for. qg-^tnee^n^^ g^tablishcAiai^er: 

•Subparagraph 9 , 9 . 1 , a^p4raWc.specjal,w^p1x.r.5,q^*¥j?.y.>}^^ Goptract;; =■< 

• Documents, any of the '^drkb fiidnd tpbi: nqtjn.^ccpxd^ge with the reau.ireipeftts.of the, .■.• ^ 
Contract Docunicnts, the Contmetor shall correct it pmngrtly after receipt of wiittcn notice from 
the O-wncr to do so unless the Owner lias previously giy„en the Gp,n^ptGr,a written ,acfdg.fahce of 
such condition. This period of one year shaii be extended with respect to portions of Work first 
performed aftcr.SubsJanrial Cpjgplcripn.byth^c.perioJ of timt&ecn S.dbstapliqlg>mpletfo^ 
tod the actual prfforiiiflnc,e.o,f^if;ork. .This pb|iganon.j^dqr %s Spbpiiag^h. 12.2.2^^11 u • ■ 
'survive acccptance..pf the^^prk -und^ jbeCpiitract ar)|l. tcn^atioji of the Cpntwtt, -The Owpa: 

shall give such nptiSs prom^’tiy,.after dricovery of,the cond.itiQn .. • ■• • ••• .• ■ 

12 2 3 The Contractor shall remove finm the site portions of the Work which arc not in 

accordance with the requirements of the ContractX)ocuincnts.HHil.are neither corrected by the 

Contractor nor accepted by the Owner. • ■ ■- • 
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12-2A If the ContraetDr fails to .correct nonconfpiming .Work within aj^oijable tone; •' 

the Owner may correct it b' accordOTce \y.itli.Paragrai5i 2,4, If the Cont^tor dote not proceed 
with corrccfion'yf lioncSni^fnBng Wbr^ ?• w^opabfe time fixed by writ^n;^otice r.- 

from the Architect, ISd OWiicr’i^^ tejpoye it store the salyabfe materials .or equipment .atthe 

Contractor‘s'^ifeM-'ffthcgpnt^abr'd6es‘^(piycqsbpt,^dlrcmovaI.andstorage.5yithm . 
tea days aM'^w'iffeS •Hdtijie; '^eOvi-ner ug|n, tea '^i^pnal days* written notice such . 

_ j accmir^ forthetjraceeds iJicrenf. 



compensatioa 

proceeds of sale',-,T^.nv.'. „ 

shall be redi'i:^ Iby the dbfiaeribi?. -if-payiftehte then or thereafter dye the Contractor are not 
sufficient to cover such amount, the Contractor shall pay the difference to the Owner. 

12.2.5 

coirsti'Uction,..-'T ^ ^ Ji.’* 

caused by th^ Gdhtractor’s coirection or removat of Work which is dot m accordance with the 

reijuiremerits’ofihe Contract Documents. 

]'2J2 6 Nothing "contained intljt® ?®tagr^h 12t2 shall bs^const^ed to establish a,^^p.eriod 

ofliihitariD;itv^iiif:r#:d!^:feidtriefShi|aSi^;^^^^^ 

_. b as descrflj.cd jfi-Subpat 








r: Vctatbtet^'to tiic ritoewitto the obligation to comply "with the Contract DiDctimerifs-may 
beWupt td.be cmforced, aorta tic timewithin which proceedings may.te comme^med to, 
cstabii[sh.thb’CDElxactor'’5 liability with respect to the Contractors obligiions other than 

specifically to" correct the Work _ • - 


12.3 


ACGB'BTANCE of'noi^ci^nforKiing'woo^ 


! 2.3.1 Ifthe Owner prefers to accept Work which is not jn accordance with the 

rcqntemcidb-ef tHb’.GbhMcf DBbTirbehts; die Oi^te'may-'tio so hist^ ofrequirihg its removal 
and coroccrioni,;"mWMchca'sc tiiB;B6hiroctsiiji Ivill-he feduced appropriate and equitable. 

Such adjustrnent sbalhbe effected whether of hbt rifia'l iayment has.fa'eciimade. 

ARTICLE 13 


miscellaneous provisions 

13.1 ■ GOVERNING LAW 

13.1.1 The Contract-shall be gdve’nicdby thc'law of the place where the Project is 
located. 
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13.2 


SUCCESSORS AJMD ASSIGNS 


13 . 2.1 The Owner and Contrattorrespccti-fcl)'bind,tb'^OTdvesj theff pairlhcrs^, / _ 

successors, assigns and le^I representative to the omcr'^li^y h&|o’^i^,tp.'pja^c’rs,.sucqcs|iprs^ 
assigns and legal i^reseiitativcs of such'dthdjr|iaf^ in rc^e,l ■ ■ 

obligations ebnia-iried,in the Co'riir^dE jDqciinichts. ^^^Vided^. Dcithcr.^a^, 

to the ConCcuct'shall as'si|in the Contract or stibict if ^ a .tvlql^ \^tho^t;'t||e tq^eirto^me 

other, nor shall the Ciratia'ctof aVsign any ihohi^dUc of to iMb^oc ifae to* Ijuh heit'Effiflef,' .. ” 

' ' f . • . U. . i* Ut *. ♦ . -• \‘t. *i» '^'d* ♦•iAj .rrS* ‘f vr'.MV-tf i» ‘V ■ » ? 

_ __•_ti_' ^rU‘ Zt. '‘/H-Vii' ' 



person acqiiirnig the Owner s-mterest inThd Pj^ectl and tte Coimactpr agi;eM tq. execute alL. .,, 
consents, ceitificateg, told other doemnentd re^ifeqby ^ch qSier,pCT^n-.ffl[.pDp^efitp.a 

with such assignniKnf. ’, _ ', ' . . .,, ..^v, .' 

13,2.2 Ifthe Owner conveys hs interest in the,Projetn to a third, party, ariXFights .which 

the Owner nmy have againSt uie Contractor ^Srng frp^,tiis,.^^i^raejit .shnll^ntttfg^itjcap^irB . 
transfer to bUch thitd party. " . -r ■'•• - 


13.3 


WRITTEN NOTICE 


13.3.1 Written notice shall be deetned to Have' been ,ldyly s^cd.if .dcijvered inpersop to 

the individual or a mcnibcf of the fiihi or entity or to an q^^ DX. tjic ;&bjpp);a^p^,fof whiii^i^ ;. 
was intendech or if delivered at or sent byre^tered.qf ’certifipd.mffll.tp l^e,lasfcbq^esSa.d^t$s^.. 
IctHiwn to the party ^Ving notice. _ ■" ,.j,. ' ._... ,...;_ .;;'..j.f.,. . 


13.4 RIGHTS 'AilbilEMEDlES 



13-4:.l • Duties and,obligations imposed by..the-Gonttac£ Documents and rights'and 

remedies ayailablcrthertvindcr shall be in additip^ to an,dpqta .hHiitation of duties; obligafions; 
rights and remedies otherwise imposed or availablB by law. 


13.4.2 No action or ^Inrc to act by .the ^wner,j,.^c|iitect. or .Co^t^ctprishn.Il-.cpn 5 ti.tute; a. 

waiver of a right or duty abided theii’iniitlff ihs. Qjutra!^; fi.Dr sM suci|.actiqji 05 ^ i.o act;; •. 
•constitute approval of or acquiescence in a breach gicrcun^e/;. .s^cept ^.may % .specificallyj, , i-j-.f-. 
agreed in writing. 


13.5 TKTS AND INSPECTIONS 

13 . 5.1 'Tests, inspections and approvals of portions of the Work required by the Contract 

' Documents or by laws, ordinances, rules, regulations or orders of public aiithojitie^-haVpig ", ' 
jurisdiction shall be mads at an appropriate time. Unless otherwise provided, the Contractor 
shall make aixangcnjcnts for such tests, mspcctioi^ ^djappipval^yi;it}i amijidepcndcnt testing- 
laboratory or entity acceptable to the Owner, or with the appropriate public authority, and shall 
bear all related costs of tests, inspections and approvals. The Contractor shall give the Architect 
timely notice of when and where tests and inspections are ro be made so the Architect may 
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observe such procedures. The O^er shall .bear costs of tests, inspettiops. or. approve Is which do . 

not become requirements until after bids aieV^eived or negotiations concluded. 

) 3 5 2 I f the Architect, Owner or public aythoritips having jimsdictiqn ^pherpnine th.?t 

portions of the Work require additional testing, inspectioh or approval not included under 
Subparagraph B-5.1, the Architect wjll, upon written authoriz^ion from the Owner, tpstrucUhe 

, Contractor td-ri^£ aii^‘gfeffi^ntk fqr sb^ad^biig^ting, inspedion or appmy^by^ erjj|y 

acceptable tb:t'hr6*ney--^a-'did'to^lTabtqrsh]d|i^^^ ■ 

where tests the Aiehaect may obseryfc sucfeprocodurcs. The 

Owner shall bear such costs except as provided in Subparagraph 13.5.3. 

13 5-3 If such jlrdceduf^s ffif-estihg-.-m^setion oir approval un^rSuhl^agiryphs 13.5.1 

aiid 13 5 2 reveal failure of the portions of the Work to comply withrs^ireiriehts esfdbhshed 1^ 
the Contract pbpuirients. the Q?nftpc|or ghah b^ all ports made Mees^_by.^pb |aU^ 
including tKo^d%'frd^at£a>'roce8urcr^^ cSih^eijsa^oh for the AicMeW S services and 
expenses. 





which may be of th^premises h^the'Qwner.' 

Receipt of suchpermits or certificates bytHe Architect shall be a ebndition precedent to 
Substantial Completion of the Work. 

■ promptly to avoidtpiifeas^blct-daay &the^ Wb^ 

'■ 13.5''-'' -EiiaTATllGH'OTjtlA^^ ' ’I ... 

13.S. 1 The Owner shall be liable only to the extent of its interest in the PnJjectt'^H 'fro '' 

officer, director, partner, agent or en^loycc of the Owner (or any part^e? of a IJ^.br or ^ 

agent or employee of a partner) shall ever be personally of mdmdutiny hable with respect to thts 

Contraefor the Work. Each Subcontract sfell include the foregoing which shall be^ , 

efibetive if the Owner ev^'subc'ee'dsto the toiifractOr s fights and obligations biider'a 
Subcontract .■•••■ ■ . 

13.7 * ' The Contractor shatt comply with any decisions ofthe Axlingtdii'Redcyelopnlent ' 

Board applicable to the Project, and with any other Laws, By-Laws, Rules, and Regulations 6r 
Ordinances within the Town of Arlington. 
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ARTICLE 14 


14.1 


14.L1 


■’TERMiNATIOH STJSf^SIOJ^ 
OFTHECONtRAfcT ' 

T^Ri;i&AtiDi^BVfHEcoJiTkAct6i ’■ 

■ ■ . • ( 


‘'’^^e'Cdnlra^bf tenmnate the Contract U:^c..T^ 9 r^js.s)to!p]^ejI.Jgra^ o.f 



the Contractor •■'for afi^p-Wtiic' fd'lldwmg.'rcasbni:.^' 


,..l. , issuance-pf an order of a court, pr other piibljc authority hamg.., 

_ jui^;raqn^_o,j; . , 

• ■ -A- r%'‘‘k-‘‘V. ■ ^4 , -*■ r/C 

.1 an act of gofeerruticnt/such. Bs.declar^ion qfjaatiQn^5.^roergency,.rftakSag;- 
material unavailable. 


14, L2 pC exists, the Contractprniay, irpra^,jsp,;en. additioi^al 

days’ written^'ApEitcct,- terming, ffic Contract jfecover fem, tie. 
Owner payihfeipt f^r'^Wj^xe'euteq wd,fDr pmycii lass •^.itii.re^pct.|o nmtttjaJs, eqnip.nient,’ 
tools, and cohshTic:tibiacqn3pnici^-^ inachke^,_racludmgjpasor^b|c.qycrhcad, pro^t-knd. 
dannages. .••• • • •• • 


14. L3 If the ‘Work is stopped for a period of 60 days through no act or feult of. the 

, Cnijtxactor-o^a Snhcon!|acM?ic qi; tich--.a^eqts .or employees- or, any oth^p^ons. pejf^ipjkig- ' 
portions.of the •^orKin^er contract with'tlie .Contractor bccay.sc.fe-p:^epia5.pc5sistently ■, ■ 
feiled to.fiilfill-the Owner’s oblivions undex the Contract-Documents with respect torraatters 
important to the progress of the Work, the Contractor may, upon seycn add.itfonaj-days’-vviitten 
notice to the Owner and the Architect, terminate the Contract and recover from the Owner as 
provided in Snbpj^ 5 ^^apiI 44;24 , • ■ .•.•'• -.• s' .' •' ■' 


14.2 •• . - ’ 

14.2,1 Ifthtf: Chntjactos is adjUjdged a baidmip,t, or ifj:]he Contraplor.jnalcc.s'^.ger3eraI . -i' 

assignment for the benefit of the Contractor’s creditors, or if a receiver is appobted on account 
of the Contractor’s bsolvency, or if the Contractor persistently or repeatedly refuses-or feils,- 
except b.cascs,j^SJ^y|^chJxt^jiOIto^^ is proyided, to mpply.ctipugh pjrppptly.skill,ed. 
-worlmen 6pproji.^,^t?ria].s, or |f tli[C Cpntra.ctor fails to make prompt.paynjcJiLto. • •:•■.. 

Subcofitbutors for materials' or kbor.’or persistently disregards laws, ordbanecs, rules, 
regulations or orders of any public authority having Jurisdiction, or otherwise is guilty of a 
significant violation of any pro.vision of the Contract, bcludbg the failure to perform the "Work 
b Accordance With the Contract, then the Contractor shall be b default, and the Owner may. 
without prejudice to any other pght or remedy, and upon seven days’ -written notice to the 
Contracto.r, take possession of all materials, tools, appliances, equbment, construction 
equipment and machinery and vehicles, offices and other bcilities on the Project site, and all 
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materials intended for the Work, wherever stored, and may terminate the employment of the 
Conlracto-r, accept assignment of any or all Subcontracts pursuant to Paragraph 5.4- and Cnmh . 
the Work-by whatever method the Owner may deem expedient. The Owner shall be entitled to 
collect from the Contractor all direct, indirect, liquidated, and consequential damages suffered by 
the-Owner bn account of the Contractor's default, inckdijig without limitation a(MitionaI 
services and expenses of the Architect made necessary thereby. The Owner shall be entitled to 
hold all amounts due the Contractor at the date of termination until all of the Owner s damages 
have been established, and to apply such amounts to such damages. 

14 2 2 When the Owner terminates the Contract for one of the reasons stated in 

Subparagraph 14.2.1, the Contractor shall not be entitled to receive further payment until the 
Work is finished. Any payment to the Contractor in quantum meruit shall be capped at the 
ampirnt due under this Contract, including any adjustments, regardless of whether said 

■ termination by the Owner is deemed rightfhl or 'Wrongful. 

2 3 -mjpaid balance of the Contract Sum exceeds costs of finishing the Work, 

including compensation for the Architect's services and expenses made necessary thereby, .such 
excess shall be paid to the Contractor. If such costs exceed the unpaid balance, the Contractor 
shall pay the difference to the Owner. The amount to be paid to the Contractor or Owner, as the. 
case maybe, shall be certified by tfic Architect, upon appHcation, and this obligation for payment 
shall survive tetmination of the Contract. 


21S45&1. 


'■i- 
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SUPPLEM£NTAL STATUTORY CONDITIONS 


ARTICLE I - WAGES AMD EMPLOYMENT PRACTICES 


1.1 


l.-trl 


LL2 


■ iPre^ence To Veiemis and Citizens In public Woric;_]Rati? of Wages. (St^tutoiY 

fcferc^er'Mass. Gtn. Laws Cbalitcr Kp, Sktion 26)^ii)ls Pai^g^gb applicVfo 
every contract or subcontract for the construction of ptiblic works by the 
Coipmonwcalth or by a count^^ town or dislpict,TDr by per-sons contracting or. 
suBcdhtractirig for such wbrfe. . , . 

■ ejiploy^btpfmMMmcs rffld apprentices, teajristei^, t^uff^Vs anS 

ji^?^pfcfen?p^e tD;qtizcns_o|^c’qqn^aw^^^ 

“imi^.iiCTEfesjde^tsof&t^n^qnwealtir.'feratle^s.a , 



m^ci^ii^iceirptjip'tSviui brioA^s 
^Ib'Pidcd- iiifth'erVtK^ wherp tiie's^e pnbSp wb& 

'jS^tet^s, ffic'wSgespaid'M liEbpebsWiiBbti^B'l«sSWmSsgip^!,tb^^^^ 
liBdiws'in flib njlmicifiai •5ci^icc’'bf . 

fufthEt, that -mijiy ofthetoWris whfefe^fiip wbpta"ate’to ^•■|bhsi^t’£^ 
nstcljr Wage rates have Bfecii'fcsfibSsbed;inc‘eftm;^^^';W'o^^a^^^^^^ 
ccrlfebtive aj^cenjents Br ufid^'tanSimgs in the private' iroES^c'tioif indus^ 
between organized labof and en^b’yeh,' the rate or rates to be paid on said works 
sh^I not be less than the fates so estafalisb'ed; provided, further, .that iij towns 
where no such rate or rates have been so establishe'd, the' wages paid td'mech^nics 
and apprenfices/teanBterfe, chtoScUfs add' labare'rs onpiiblic wbm' shall hot'be 
less than the wages paid to tht employees’ in the saihe trades arid occupatjorii 'by 
private employers'engaged in the constraCtioh ih'ddstfy. This section shail also 
^ply to: regular cniployces of the Comrnonwealth or of a courity, lo-^ or district, 
when such employees arc employed in the construction, addition to or alteration 
of public buildings' for ■which special appropriations of more than one thousand 
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dollars arc provided. Payments by employers to health, and welfare plans, pension 
plans and supplementary unemployment benefit plans under colicctive bargaining 
agreements orunderstandings between organized labor and erhployers shall be 
included for the purpose of esUblishing minimum wage rates as herein provided, 

f.ist of Jobs; Class! ficatjons; DctctmiiiatioQ ofRatc of Wages; Schedule. 
(StatiitDiy refwcncc; Mass, Gen. Laws Chapter 149, Section 27) This 
applies to evdry'contrHcror subcontract for the instruction bf public wdrjcs by 
the Commonwralth, or by a county, town or district , 

The Cb^issionef of Labor and Industries shall prep^c, 

pubiic officials or public bodies whose duly it shall be to c^use public, works to be 
construct^ .a list of the several jobs usually perfotmed on yaifous ty^cs Q|.j)ubHc 
Woi^^pdn Wlifohraccjianics aftd appr'ptjE'ES,:t 5 :'^tCTs, 
are''^plbyea..theCbm^sibncj cl^s^^said jp&.’^agd he ira.^.r^y|e.such 

cl^igcafio^.fidin'liipb to tiffi as he may deem ad^’saj^lg.. a 

cbhs|^^ of ptihiip'wprlcs, sajd public pJpbjai or.p,gbli5.,bgdy 

V’tWii SVeUtiV' 1 1Jct nf ihb'« ttnnn which rnechani« and. 



r^estthdppromisiionerto dttcrmiiic'thc .ratcpfwag^ to pmd.on .each job. 

Said^mtes, shall apply to ^.persons engaged ih tra^ort^ grpvd pr gll to tlrg 
site Df-smd public'works prfpmbving gravel or ^mspeh site, reg^^ess.pf 

whcfhicr such perspns are ci^Ipycd by a contractor or su^on^^tor pr are !..• 
indc^'ed^^tohtractpljs or qwncr-operatprs. The CoramissiancTj subject,.to the 
provi«3^ bfP^L^ph 1J of the^'Supplementary Stat^toiy’.^^frditjpn^., shaH 
proceed fordiwith to determine the samcj and shall himish said official, or public 
^jr a schedule of such rate pr rates of wages-as, soon as, s^d detfurmnatiioa 

ih^i hhVe bebn made. Inrndveitismg.qf cal^g .for 'bjds..for. wp.rks^-tba. , 

■uwSnhSg.qiflaal.Drpqhlicbpay.shalLbco^^^^ sc^di|ik.in.the . 

adve^'s^ent dr cail'fof bii&.by an appropriate reference, thereto, and shalj . 
fiiniish a cd)iy.qfEaid scliedule wSiqut cost, to anyp^ort requesting the s.^e. 
Said schbdiiie sl^lihemade'a part of the epn&pct fer said.works.and^b^.y 
cqiitiniiqfo t^c.'mimmumratc or rates of wages, fop,said ernp.ipyccs dHrmg-.^c 
of tiic confcrabL imy peraon engaged in the construction of s|id wqrte,,shall, capsp 
’ ft legible cpj^'o|said ^hedulc tq.be kept posted in,a conspipupus plpce.at the;.-?it:e 
of sard wq^'dj^g^e il%qffee'contippt. The.^oresai^r^tFS.of wages 
scjil3rilc t)fw^'e rates sh^I. .include payment by employers to health ,ap.d- wcllkrc 
plans, pemipn plans', .m|_.su]i»]plcmcn^ uneippJoyrncnt benefit .plans,,and such.. 
paymente.^hap|?c cqiisidCTed'as payments.to.perspns uqder tfes section . ,■ 

p^oming work as herein provided, .My employer .engaged, in .the consti^ucii.Qn 
of ^cH wprb who does 'hot make payments to a health welfare plan, a ... 

p^'lph 0ap and’a supplementary unprap.loympnt benefit pl^, where, sueb • „. ■ 
parents arc included in said rates of wages, shall pay the amo.upt of said- „■. v?- 
paym.crits directly to each crnployf^n engaged, jn said c,orstru.ction. Note:- Tjhe. 
awarding authority docs not guaran.tcc the accuracy of any schedule of wage rates 
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liCv' 


' fe’riitshed to the Contrado'r hereunder, arid the C'onti'actor shall be responsible for 
' ascertaining the prevailing wages in the aiea where the work will be performed. 

''Eirljlcfyiifciit'RePords To Be J^ept By Cdnirajctor, Subcontractor, Statement of 
CO'iSpIiaiice.' (Sfe’tutoJyrcf^ence; Mass,' Gen, Laws Chapter 1.4?, Section 27B) 
This Paragraph appites to every contract or subcontract for me cunitruction of 
public works by the Commonwealth, or by a county, town or district. 

Every Contractor, SubCbhtfkctOr-orpublk'body engagbii.'in said jrablic, works to 
whicHTkragfaph 1.2 dfthe^ Supplementary'St^htory Cdnditipns'applies.sh^l . 
keep a'ifoe add accurate df Md. apprentices,Jcanisfers, 

chatiffiig® laborem cmj^ldyed th^’c^"sm''^g'tlic name, address , 

' biassifidalidh of Mch Such.'OTipjip^ee',oii.sajd Works,' md the hours - 

-antJ'lhe Wa^,p^^,'.tb, mch-en),pip^‘e;'.^d sha|| fn^nish to'thp 

■’{^^fiSn'fsFiiiSn^'hFTlStmr arirt.TriHiVKtriPS- liHon rfi<i'TT=nhf-^’ HvATvdn^eafrt ‘rWr»r^Vj4 



-VK'-I 


Each such ContractbfJ^Suhcdntra'chSr or public bodypreserve its pa^bll 
records for a period of three years fiom the date -of do mpletjon of the contract 

t]^^]^si:fcKCditebtbr;'Sulmonfractor or j^blic body shall fbrilislilo the 
Cdim^ssioncr of Labor and Industries whiiin fifteen days-after coirpletfon of its 
pofriqnofthB work a statement, executed by lie Contractor, Subcoptractor, or 
or by'anj'aMhbrized-fifScer'ar of Ehe'Coiitradtor. * 

Su^fttractbi' or public body who'Supervises'tlic'payinent of wages' hi the 


STATElvEENtQfeCPMPLIANGB 


.2004 


I.- 




(Nara'e'^ofsiEiiat'ory party) (Title) , ■ do hereby stale: 

JThat I_pay or supervise the payment of the peraons employed b'y (Cdntractor, Subcontractor or 
public body)__on the._^and that all mechanics (buildingor project) 


and apprentices, le^msters, chauffeurs and laborers employed on said prdject have been paid in 
accordarjde-with’WagGS determined under the provisions of sections twenty-six and twenty-seven 
of chapter one hundred and forty-nine of the General Laws. 


Signature 


Title 
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1-5 


LS 


1.7 


The above mentioned copies of payroll records and statements of compliance 
shaU be available for mspection by .^7 ifiicre^ed party filing a wntten.r^tiesl to 

the Cbirrmissioniir for such inspection, • . ■>!=' 

Wages Paid to Opeiator.5 of Trucks .and Dfc Eqpip.rnenfi_ (Statutory-ref^rphee: 
M^'. Gei La^s Chapter 149, Section 27F) Paragr^ph^applies tq.cyc^ 
ednfiket for'^s’comlTuctionpf.publip woricsb.ydhe.Comrnonvvcalth* or;bya- 
comtyi cily/tavin or distiict. , . • -v'-'i":- 

Prescribed mtps of v^es, as deteign,kie^;hy,l|e^Copri^ 

Coi^sllpn^' iiy.tgc a'^^ing 



WBKcs lo DC paiu 111 j j.y Y-., a i =• • ' , 

■ h^th'aii' 

' * ' ’ • • ‘ ^ ^ . ,!j •; i /•■ 

Rcs'^VPdiicc Ssfecers’esfaiutory rcj^r'cpce;'^ Laws.-Gh;apt^-449,y 

S^iidrt'’27B) Ulus Pia'gr^ph 1 -'5 applies to every contract for the cpiistj^ctipn, 
alteration, ujaintenance, repair or dmolition ofi or addition to, any public works 

for the Comroonwcaltb or any political subdivision thereof, . . ■•■! ■•, 

•J.*, • • * .^•» h'!' 7 ‘ 

The Coiitiitor shall pay to any reserve police ofiicer eix^Ioycd by him in any ^ 
city or town the pievailing.ratepf wagc.paid to regular,.pQlice,Dfiicei5..1n-stiplirbity 

ortown.. • • .. ■• „ . -i 

Eigbt'liomjDay, etm .Tlus.^nrgi:apy -6 9|?P.li?.s only .tp coidmc-ts whiph ard-i);; 

• subject to ibeprovisions qfbiass..Gen. Lasys.Chapter I49, ScctionSr30 ajid::S4^ 

No laborer, wotfccr, mechanic-, foreman or inspector workmg within this ^ ... 

Commonwealth in the employ of the Contractor, Subcontractor.or odicCperson'-»- 
doing or contracting to do the whole or part of the work contemplated by the 
contract, shall be required or permitted to work,more thm eight hours “ 

day or roore te foity^eight hours m any one week, ormore than six days ra apy 

one week, tpcceptincases.dfemergency,: 

Lodgrag* (Slaiutoty refec^nce: Mass. Cun. Laws Chapter H9-( Section 
Thb P'aragranh appKes tp^eveb^ contract with the Commonwealth a cbnnt^^ ©iip-’•• 

' or town, or with a department, board, commission, or officer acting thercforyfhr'.- •> 
the doing of public work. 

Every crapbyce under this contract shall lodge, board and trade where and with 
whom he elects, and neither the Contractor nor his agents or cnyloyces shaJl, 
cither directly or indirectly, require as a condition of the employment of any 
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1,8 


1.9 


persoafhat the employee shall lodge, board or trade at a particular place or with a 
particular person. 

Access to Contractor’s Recards (Executive Order No. 195} This paragraph 
applies to every contract for the purchase of services or material by any agency, 
bureau, board, co'mniissbn, institution, ox department of the' Commonwealth. 

■■ 'The; Governor or his designee, thesecretary-of administration and finance, and the 
statEjia.'ilditor'orhis desifrice shall have the right'at reasonable times and upon 
reasonable notice to exannine the books, records, add other coinpilations'of data of 
ike Cdntractdr which pertain to fbepei&niiancc and fcxjtilrenierits of this contract. 

if’* . ' 

■/'^{irker'S Ooinpensation Insurance (Staiwtoiy rdfetehec: hlassl Gcti: Laws 
;,..diiapibrd49,Sectioh'34A) This-Taragfaph 1,9 applies to'contract for th^ , 
^■coimtiUctiDn; alteration, roaintSnaiicei-rcpair'bridembliifoh of^'or addition to', any 
'public building or other public works for the Commonwealth or any political 
rosp.'tjffiyis'ion'thereof. . ' ’ ^ ^ 

■ • , _ ‘ ^ ^ 

'i|^;dp'iitractoh shall, befbrb.cdmxriencih'g performance of the edhtrabt, provide hy 
insuf^6gi§)i; the payment of compehSati'oh and-theifinuislmg of ptHdr benefits 
lind^^dsfeGemLaws CMptet:i-S2 tci'all persbnsto Bb' ci^B’j^'&dCTthc, 
,epiitr^^;^.thc CoDtractorshallicoht^e s'ubBhisSand&jii iiiji fojr^ aiid'^ffect 
tcTTii ofthennntract:• SuMcie^'ptdofof'-ctim^li£hc^^ this' 

1 ■^nrust-.be'.fcmished dt-the-thide ofbxfcciitSd'ft oftiiis'coa^ct figiltire 
rnnfimie.in-forceshchiiTstirfec'eas’ ifefesaiti sl^lbe’ileeined k 
. breach pfthe contract and'3iall:opi»ate;aS-‘ah'ihini’fxiiate terniinatjon' 



pfd’posii^ ckneeUatian to the other party and to the-avvhfd&ig authdiity at least 
fifteen days'prior to the intended efective date thereof, which date shall be 
e:^:p^s^;ipJMI notice. = • ’ ‘ 


ARTICLE 2 • 


, -m? 


EMPLOYMENT OPPORTUNITY AND AJFHRMATTVE ACTION 


(Statuthiy.r*fe^'^’'1^5?L.G^"* Chap*^^' I^IB; Executive OrtfersNo. 74, No. 116 and No. 
24Q, 'riic pfdvisidns of this Article 2-are intended to comply with the Commonwealth’s' 
Supplemental Equal EraplDyment Opportunity Anti-Discrimination and Afifirmative Action 
Prograxi, refenedjtg-in;,Executive Order No, 116 and administered by the Massachusetts 
Comitussion Aga^jjst-piscrirninatbn, If no specific pemehtage has been inserted in 
SubpalagrapE2'4^.3 hciqw, the applicable minimum percentage provided for in such 
Supplemcnta I Pfo^am shall be deemed to have been so inserted 

2.1 tfeBnitions . Forpurposes of this Contract; “minority” refers to" Asian-Ameficans, 

Blacks, Spanish-Sumamed Americans, North American Indians, and Cape 
Verdeans. Xommissjon” refers to the Massachusetts Commission Against 
Dis'erimination. 
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2 . 2 , 


2J2.1 


Z.2.2 


2.2.3 


2.2.4 


M^n^n,-smmmarmn Affihnafive Ac ti o n.-Regi^irements. During the . • • 
pcifomi^c of this Contract, the Contractor and aU of his Subcontractors- ■■ 
.(hereinafter "Contractor"), for himself, his assignees and successors in interest, 

a^ee to pompiyivith Subparagraphs 2.2.1 thropgh2!2.n. 

ik'jonhcction withthe peribnnance pf y/ofl&upcIer.^s.Gunlrsct, the Contoetbr 
sifi^ not discriminate against ariy ercployce or appiicant fi>r employment because 



or W{^;,rcruitm^eiit,a.dvKrtfs.mg; ,remuitw=Gt iayofff tenmnation. 

■ 'rat« htw o"f':<^i;,foims, ofcompenEationj-condftlons pr-privdog^mf ^v-- 
•• ^IkfeanHsele&onjbrappren^ The Contractor shall post hereafter, 

k conspiorom ^yphh)^ % ?niplpye^;Hnd dpplicaxits.ikT cii^3a^t,_ 

Wv the.commission Shttke forth the'pto'xmrolistof the Fair 



In iminncction with the performance of Work under this Contract, the Contketar 
shaU undertake in good faith affirmative action measures designed to cUmmate 
any dis.criminakry.hairiers.k the tenp and conditions ofemployrfteiit.on the 
of race, c^Ior, religious creeri. national origin, age or sfexj and to •. 
dinunatc anft xen^dy-any effects of such discriminafion in.the'T»aStr:'Sachr-.-- 
af^tiv^’aotiTO shall-cxijaii. positive and aggressivemcasurts to-cnsi^ tquyl 
^e^of biriftg,-t!PgFadiftferiJemDtion orCfansto;-rc^.^rt. 



-.■..vgk£^5'pcpmle.x^Ipymcritmppoituidty^fcriaU-pcrsoiK/Td|aTdlfe5S'of^^^ 

- ,‘re^yoi3sVcrsed,^oS.Drigiig>^omnscxi-A^pmposc.D'ft^ • 

ensure to'lh®- iulie^'extentipossibleian-aJequafc/supply of-dcille'i tradesmen for . 

thisasd future Common-wealth public-construction projects,'•• • • 

As part of his obligation of remedial action under the {bregbirig'Suhpafa^pk-- 
2.2-2, the Contractor shall maintain on this project a not less thra tcn p^c(^_ 

(10%) ratb of minority employee-mars hours to' total rfiah-hburs id each job 
category including but not limited to bricklayers, carpenters, cemcm ®fsons,^ ^ _ __ 
clqctrjpjans. iroitworkers, dperating- cngiiiccrs, and thdse “c-]asscs of work ■' -• - ^ 

enumerated in M^S; Gen. Laws Chapter 149v'Settioil44fv ^ ^ ‘ 

In the hiring-pfmmorityjoumc.y.mcni apprentices, tramdeS and advanced trakecs^-' -- 
the Contractor shall’rely on referrals from a rriullitemployef affirmative dction;-;;;,^ --^ 
program apprpvcd by the Commission,- traditional refcrTSl-mf^ods-umM 
construction industry, and referrals-from agencies-, not iiidre-lhbn three in number • 
at any one time, designated by the Liaison Committee (described k Sut^?ra^ph 
2J..5 below) or the Commission. • 
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At tie discretion of the Coinnjission there may be established for the Jife of this 
Contract a body to be Itno'^iisi the'Liaison Committee, The Lsaisoii Comiuittec 
shall be composed of one representative each, frorn' the ageiicy or agencies 
adiihtUBteriiig this project, hereinafter called the adnunisfering agency, the 
Ro Wmls feion and sueftother representatives as may be dcslgbatcii by the 
Connhission in conjunction -with, the administering agency. 

The Contractor (or bis agent. If any, designated by him as the on-site equal 
ft'ingi’oyTOent oppoifnriity officer)' shall recognize the Uajsop, Committee a? ^ 

■ •affiiBjKtiye action body, -and shall establish a contmumg working relationship. 

Liaison Coimmtfcee, pbnsulthig with the Ljaisoii Co^ittec on ab matters 
■rir i a fe d to.mirioriiy recruitment, referral, employnient and traimng. — 

Tife'Cohttactor shaU prepare projccted inmmmg tables on a.quarterjy.basis-, '^csc 

-^sti^i^-brbkch dowd into pr^ectiphs, by w'eclq of workers rcqdired'ip.c^h ^de. 

be'frnnished dnfe-wceki-ln'advance of the coiiimencemcht of the 
pEriod coveifed, and also when updated, to the Conmiissioii and Liarson 
CpinnuttEe- 

employmeribrefeirarbrders; prepared by the Contractor, shall be ma.de 
a'^iiiblnTcs the Qmimission arid to tSe Liailsan Committee on request. 

The Contractor shall prepare weekly reports k a ibrm approyed by the 
eJQrninissibn of hours tyorked k cachtxadu by each employee, identified as^?. 
minority or norkminority. Capieh" of these shall Be provided at the rad of each 
week to the Commission and to fhs Liaison Cominittce, . . 

If tberGontractor shall Use any Sjabcontmetor on any work p'^rmed under'this . 
-rCpijtracdj. he-.shall't^d affifroativK action to negotiate with qualified mlfiority'' , '; 
■Subcontractors- This-affinnative action shall cover both pre-bid and p'ost-bid 
peripds. It shall-include notfficatjon to the Office of Minority Business 
A5ig§tahce (withk the Ekecutive''Office of Co mmunities and Devebjrmerft) or.ik 
derignee-while bids art in prepaiafkn, of all products, work or semcesfor wfiich 

the'Contractor intends to negotja'te bids. ... 

In the employment of joumeyn^’ apprentices, trainees and advanced trainees, 
the Contractor shall give preference, fiiht, to citizens of the Commonwealth who' 
have served in the armed forces of the United States in time of war and have been 
honorably discharged thoreffom or released from actiye duty therein, and who ke 
qualified to the perform the wo* to which the cmplDymentrelatcs, and, secondly, 
to citizens of the Commonwealth generally, and, if such cannot be obtained m 
sufficient numbers, then to citizens of the United States. 

A designee of the Coramlssion and a designee of the Liaison Coraniittee shall 
each have right of access to the construction site. 
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The Contractor shall maintain as a goal on, this project a not Jess than five percent 
ratio of women work force to total project .hours in both the .general con^ct and 
each individual filed sub-bid'cohiract. •’ 


A Labor Schcduliilg Table will be tised ai a tool for achieving a range of 
work: force participation for the entire project in both the geh^l cpntract,,ajid 
each individual filed sub-bid contract Said Labor Scheduling Table shali-t)e in a 
form acceptable to the Towri 


Be&fe st^rog 'v^'ork, the Contra^n [meliidcs the C.o)nitiajCj;f!r,.fg^,i^elf 

its Subednti^fprs, as vs>eD as allj^d sub.7b5^ _Cjbntoctora}..wi[i^^.4n^,i^^^^ 
jter a^cVcineht of tfic e^u^h;^potto^jl‘gq^s,pf Q^ir^ptors 

' vvlil bp required to-makc a good raitii erort tq.acJ)jcyE,mescgqaJs. 'tte.p|^..Will 
indicate if the &iitiraciors •cxjteei!' fe ^life'i^c 'tiie requirements dunbig'Ste first 
quarts. Ifthere ^ reasons vjjhy tJjtC.Cpntnactors. do pot expect tD.3chicye the ’ 
"^'requi^mejas during the fost qu^cr pf tbc,.<^ntract cons,;^ctio^.p^s.e,-then 

'"ihe Cont^oraj'shail provide a pJ^^^jeuipteddfi’.adless;-to tfic extent rt^sdnibly 
possible, these obstacles to a good iaith cflbit to achieve such goals. ■ -. ■ 


Not more than ten dbys Ibnowing the end of each work quarter, the Contractors 
jivill report on the achievement o.f the goals, detailing the good j^ith cfSnts^tliat 
' have been made arid will continue ttj be riiade and any other appropriate efforts 
not yet undertaken. 


. AH reports will be si^ed. by ^Dfficcno.rprmcipaJ.of the. company who has-the 
• -rautlipfity to. contractually'obligate.the company. 

.-The Contractor shall comply witfi the provisions ofExccUtive Order No, 74, as 
.'Rmcnd^byBxcctrtivcOi]derNo..,166,-datedMay I. i975if’and-ofMass, Gen: ’ 
LaHvs Chapter IS.lB, both of which arc herein incorporated by reference and.rftadc 
a pait of this Contract 

The Contractor, in the performance of all ’VVork, and ppor to completion ofthb 
Work, ydll not discriminate on,gn>nni^s. of race, cplor, rcligioiis.crecd,-national-;- ■ 
origin, age or sex in employment practices, in the selection or retention of- ' -K 
Subcontractors, or iirthc procurement of materials and rentals of equipment ' 

In aU solicitatbns.cithcr by cornpptitjyc bidding or ticgqtiation.made by the . 
CoritraiSor either, for work to be pcdqppcd under a subcontract or for die' •> ■ f 
pjucurenieiit of n^eiials or equipment, eaejh potential Subcontractor or supplier 
s^ll be notified in.-vyriting by the, Contractor of the Contractor’s ohligatlons"undfci- 
this Contract relative to non-discrimination and affirinativc action.- 

■ ■ 

The Contractor hereby certifies that he shall comply with the minority manpower 
ratio and specific action steps contained, herein. The Contractor shall be rcq'uhed 
to obtain from each of its Subcontractors and submit to the administering agency 
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pf br rb the performance of any work under the Contract a certification by said 
Subcontractor, regardkss of tier, that it will comply with the minority tranpower 
ration and gtecific afEnnative action steps contained herein.. Such certification 
s'itail be provided on forms furnished by the adnimisteririg agency or, in the 
abs'ence thereof on forms prescribbd by the Conunission, 

2.7 ’ The Contractor’s certification form must be signed by all successfulbw bidderCs) 

prior" to award by the administering agency. 

2.8 • Compliance Information, Reports and Sanctions.. 


2 . 8.1 



2.8.2 



The Contractor will-provide afi information and reports rajuifodby the’ 
adirnihistbrmg agency or the Cdrnriiisrioh'on mstruotionS'issued by either of them 
■and win permit access to its facilities and books, fecordsj acedhrits andofirer 
■ sources of informatjoji which may be determined-by the.Commissioa td 'afrect the 



retartiremehtsi "Where infohnHtion"reined is fe: thS'^plirirve'pbs'selljp^^ ''' 



set 


forih.’Whaf’efiTbrts he Ms iiiSie fb^obtain thb ihfofinhtidb^ 


•• • 

"VTOeiiever the adrainistering agency, the Commission or the Liaison' Cpmmi^^'e 
believes the Contractor or any Subcontractor may not be Djjcrating in co^Bance 
terius'of this Fafa^ph 2.8, tiife 'Gommi^ric#difect^j'''Drrt^^gffS^ ‘ 
..iifi^^atcdagenh'shall cbnduct an.'ajjpm^rfatc‘iiive^^atb^' an^fnay$^^j^fo 
the-p^ESy' ta'-dfeteimme'If such Cbiiliriitbf ii'opernt^"m''co^l^[^^^^ffife^’ 

- f.v.{crin5j.bfthis'Paragm|3h 2.8.’ If the Goihniissfon of its’^Sgeht fiiidi' lh^Gp^^ctcIf 
of any Subcontractor not in con^Hance, it shall make a preHmintey’feptirt 'b'y.' 


noncoihpljance, and notify such .Contractor in writing of snch.s^s as^will ui.ftt;' 
ju.dgifient of the Coimnissioh or its agent bring stfoK'C;6'ntiacfey%b c.3i^|ance. 
Ihitbijteycnt that such Contractor foils.or refo'ses to folly pcffoim" 
Cdpumssionshall make a final fepbrt of’iiofocortip'liance,'ahd 'rfe’coih^^^t^'-iprb' 
adiiunistcring agency the imposition of one or more of the sanctions lilSa'mitdSb 
If, however, the Commission believes the G9HtractDr_sr any Subcontractor has 
taken or is taking" every possible measure to achieve cdrapliaiicc, it SfitlFfio^ imkc 
a finalreport of non-compliance. "SVithin fourteen days of the receipt’"of thb " ' 
rcconuxLEndatbiis of the Coiranission, the administering agency shah rtio^'e to’ 
impose one or more of the following "sanctions, as it may decih apprbpriafc'fp 
attain foil and effective enforcement: " 


;(i) The recovery by the administering agency' from "the Contra^bf faf 

l/IOO ofl% ofthe contract award price Or $l,0d0, Whicheviif'forn'is" 
greater, in the nature of liquidated damages or, if a Subcontraeforiis in 
non-compliance, the recovery by foe administering ageijcy from tb'e 
Contractor, to be assessed by the Contractor as a back charge against 
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' the Subcontractor, of 1/iO or ]% of the subcontract price, or S400. 
whichever sum is greatpr, in the ^turc of liquidated damages,.for each 
■ ’ ■' ' ■ 'week thal such party fails or refuses to comply; 

(iO ' ■ suspension of ^ny payment or part tljereof due under tite (Contract 

unt'il siich time as'lbe Contractor of any Subcontractor is able 
demonslrie his compliance with the terms of the contract; 

Ciiir ■ terimiiatSon; or canccQatiOii, of tl>c Contract, iri whplc oy in part, . 
unless the Ctontractor or'ahy suticontractor is able to demonstrate 
within a specified time bis compliance with thtj terms o.fthe Contract; 

(iy) 11)^ ^ub.eo'ntta.ctor .of th.e.right fOi.. 

parriclpitc in con^^^.aw^ded by, tjre. administ^.5ng 

‘agency for a-p^od pfiip Ip.threc,years,. ' , . ; 

after the ^fjq'wUon of ope .qr. more, of the above sanctions a:;, r 
CoptilMoris able to deir}.dits‘trat6 t^t ho ls,in compliance.yvith this Paragraph 2.8, 
he the adnjiiusterrng^agjciicy, in consultation with the ;• ■ 

Coi^ssi% sjJ^chd the sanctr.ops coriditapnafiy, pendbg a final dctcrtninarion , 
bV^'pio^issiop as'to whether the Contractor is in.compliance.. Upon final 
'd^rmiiaWdn if i*e Cbimnissipn, the-administering agency, based omthe’ ‘ 
recommendation of the Cotmmsston, shall either lift the sanctions or reimposc 

’.r 


.iny^stlMion.by- .Commissioner.jts,agcnt shall be .;iHitiated, without prior notice 

to'tire'Cpii^ctoi. . . 

Jhiproyisipns of this, Arti.ck 2 arc scvcrahlerand if any.of.thdse- 
prpPtR^'sl^Jlb^ held iincpnstitufianal by-apy court of competent jurisdiction, 
of such'court s^all not affect or impair any of tbe-iEnjalnirig.- 


.Tiie^on^ctor sl^ comply with.ftic'provisions of Executive Order No. 246; 
rcSi^^ta|iscrirainatiqn agdnst rad equal employment opportunity for th&.- 
handic^p^, w.hich''i 5 herein incorporated by reference and made a part of this 
Co'iSfoGL-!ln cormectiqn yith the performance of'work under this Contract, thb ' 
Conixactorj’ Subcontractors and suppliers of goods and services 'shall, not ' ' ‘ • 

discriminate against the handicapped. Furthermore, Contractors, Subcontractors 
and su'ppli^-of goods and services must giva written notice of their comnritihents 
undorthls P^graph2.10 to any labor, union, association or brotherhood with 
wiucit tS.cy have a coUcctivc bargainin g- contract or other agreement, and mu st 
give sucp'poticc to hradicapped contractors and to handicapped contractor 
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9 •, 

assbciafionS- A copy of such notice inust be ftirnishcd to the a'warding authority 
at the time of the signing af the contract. 

i 

2.11 

Suspension of Payments. 


2.11.l 

If tiie a'wardiiig authority deterndnes after'investigatjon that Gontraetor or any 
Siilic'orifractdr is pot irfcotiipliancV tsnps of Article 2'' if toy suspend any 

‘•’pa;^ineA or portion thereofdiic iitfleir th^Cdntracf utitB ihe CpnirhCth^ 
defiibij^ratcs'comro-liance With’^the tenM Ht Article 2, ‘ 


2-11.2 ■ 

••Paymenf shall not besii^erided if tire afedmg-apthorityWds thafAe. CbhJractdr 
nm'iie his best efforts t6'coinplV*^itb;-AiS6li^'2/6Y'ffilt\somc‘ot^^^^ 
rcssfeii dcjsfs :foVwaivmg‘thei>ro'yrs1'Bns^fA^icIe''2 rriwhdie o/Wpart;"' 

— 

2.11.3 

Payinetjt may be suspended only after .the Gonhractof.and-aijyoAeT^mtetestcci ^ 
pfiii^itonha\f£s'tengiv'ehTht“3pppr^ty’‘t^re'‘^ir'fc'nd|dcT^ 



• toSi!i 61 i'&iudBd ujpo'irfe^hWof ail ffiS’eWde^nc&thiif ^lu^fetoit|;i^' 

jtotififd. 


2.11.4 

•T^fenp'or^'snspensjoh df'p'ayraeitfsby th8aiy|f(iih|;aai*diit^^ se^^b?'' 
ftp tofte sanctbns set forth in PmS|rapi'-2;8'-aljdV-eJ''^Glf;Sd ii'y'lBe 

Coimnission and recommended to the aw'arding authority. 

i 

.^4 AJEOICLE 3 
■■ ■ 

MASSACHUSETTS PUBLIC CONSTRUCTION STATUTES , 

k* , , 4 1*. ^ ‘•.'ivi,* '.«■ t* * .'*•* 

.jS-^Av/' ‘ ' r' .*> ' , ^ ,1 , . 


••h. 

ARTICLE 4 

- ;iro!^hatevcr uXtent-MassSd^eff&^fStufdiy^Iary slregmding.'pu&^ 
apMVl&this project,said law^ ^ptoiSc^iy'af e’ui&'o^HikeiftcBiHisHf re-^ 

■ierect:' - . •• .-. , • ■■ 

tlTLEJ GENERAL GO-YERNMENT, ARTICLE ifeiCGNSTRUCtiOj^" •'' ■ ■ ' 
?RdJEGTS;v§ L3 OETHET.O^^UF.?^iNGfbN'GENERAltY-L'AWS j 


4.1 

Women.WorkforcePaiticiparibiL'' ^ 


4.1.1. 

The contractor shall roamtam-as-a gdal'on this project ark).f ifcsgtlian’Svc ^efceiit 
, ratio of ■women work force to total project hours in both the general co'ntta’ct and 
each individual filed sub-bid contact, if applicable. The preceding sentence shall 
be included in all construction contracts -whethcT entered into by the Town 
pursuant to the provisions ofM.G.L. c, 149 or M.G.L. c. 30, § 39M et. seq. 
provided however, that if entered into under Chapter 30 same shall not be deemed ■ 
to apply ■where tfae'projcetcd bid price as determined by the Director of Public 

Works is not likely to exceed $200,000. 



Supplemcnlai Statutoty Conditions - Page 11 
(Rev. 12/S/04) 











4.1.2 

4-.2* 

4.2.1 


4,2.2 


4.2.3 

4.3 
4.3.1 


A Labor Scheduling Table which will be used as a Lool for achieving-a range of 
women work force participation &r .the cn^e project in botii the general contract 
and each'individual filed sub-bid contract.. 


Equal Opporltinity Goal Compliance. 


.floforc starting work,, the GontlAetora (^eludes the g^^I.cpntectDpy fQr..jtscJf 
^u^onpactors, as'wfi^ a^i al| Jlpd .sub4jid .ppn^ctors, if applicable:), ■^ill 
stAmit p.l'ans for. adbieveijn^t.of'ihfe.p^uBl ppp^prtti^,goals'pf ^c.;Cp^pfr^c:^y^U 
jcoatractors wiil be fcquu^ to^m^e,a^gC)p,ii.i|^e^prt;to;achieVd,ith 5 SC-.goa|B. 

The plan will indicate if the contoctors expect to aobfeve the requirnnents duxbg 
I/fteTe.arere^pnSji^hy.^-.po^ not ej^get.tp.pchicVxr- 

^ L * ^ *_J. . ■-*■ C^imC v»Anv» v*!*! I'iTrv^m 



tfeen 

reasonably possible, these obstacles to a good Mth effort, to achieve siich goals. 

• .i .^o-v; -.J; i'l-v tiV-'vvt •t’jjw' 

l^,6ti^rtt^tendays./9!|q;^mg.thqgr^.pfjp|cl|,wprfcqu’^er?th,e-c'artfcr3trtois 
^Jll^^ltt.on'^.cacbe^eincnt^ ^fc|aiipj^,thtf_gpod.feith.c,fib 

iwL^’t^en’ni^dc. and .will continue to be jnade and’tiny other appropriate leSbiis 
not yet undertaken. 


All.rt^its will bejsjgnpdby ap-officer gy.gracipal of the company. w.h,o has the 
authofily.,to cqntracttt^y obligate the comply. ■■ ■ ■ s- I - 

Recruitment and’ Training 

Any board, officer, committee, or other agency of the Town, which acts on behalf 
of.^e^..TD,’^ bipialdngmr..sapcpfis 4 ng'^y;qprtlpcty' 4 p^yzar^ exceeding the. 
■sutft'.dlS’iOO.O.O^.foi: file. j>p:rch^,c- of,gbq.ds.. 9 r slices or.forthc cpnsfiUEtiqA-^ 
rcaoWtjDii, or repair of buildings or ether improvement of real estate, inay-make 
arfongcmolts with contractors and other interested agencies for special programs 
ofrccrojtifaent and trqlmng. in epppeefion witi;th|!.wStk tef bd’ perffiiincd dii. ^ch- • 
coniij^ vfiththe.qbjectiVc pfpjpJnb.tipgc.qTral.dfcplajdnEntfoi^6itumty..fim " 
members-of minority groups protected by the fair employment laws of the . 
Commonwealth andJiffi.United States. Any bo.ard/officer,'comniittce of other '-' 
Towil agency may expend TownTunds in carrying them out provided that 
appfppnqtjons ^ecfficaily designed for such purposes- have been voted by the - 
Town Ijeeting, • • '•.■ •'• ''* ■ • ' ■.'•‘•i’'- 
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. TOWN OF ARJLINGTON 

GENERAL CONTRACT 

THE TOWN OF ARLINGTON, a munJdpal corporalLon of ihe Commonwealth of 
Massachusetts, acting through its Town Manager, and 


(The Contractor) hereby mutually agree as follows: 


ARTTCr.E-T - THE'cONTRACT DOCUMENTS . — 

The Contractilocrntjents, as defined in the CONSOLIDATED GENERAL CONDITIONS and 
SUPPLEMEM'AL STATUTORY CONDITIONS, including said CONSOLIDATED. 
GENERAL CONDITIONS and SUPPLEMENTAL STATUTORY CONDITIONS are hereby 
incorporaled by reference and made a part hereof, and shall iuelude Addenda and Alternates, if 
any. 


ARTICLE 0 -.GENERAL DESCRIPTION OF THE WORK - 

Thc Contractor shall ftimish all ofths materials and perform all ofthe Work required by the 
Contract bocuments entitled' . dated 

__ prepared by [___I, 

anting as, and b these Contract Documents entitled, the Architect. 

ARTICLE m ■ COMMENCEMENT AND COMPLETION OF WORK AND LIQUIDATED 
DAMAGES 

It is agreed that time is ofthe essence of this Contract, 

The Contractofshall connnence.work only upon the execution of this Contract by the Town of 
Arlington by. its Town Manager, the certification of the availability pf the Appropriation by the , 
•^Town ConT’hnfier*' approval as to form by the Town Counsel/ and upon issuance of a Notice to 
Proceed^ and shall brbg the Work to Substantial ConpletiDn by [DATE}, and to Final 

Completion within 15 calendar days thereafter. Liquidated damages in the amount of {$_} per 

calendar day will be applicable after the date of Substantial Completion for which the project is 
not substantially complete, and for each day after the date of Finb Completion for which the 
projenfis not finally complete, and otherwise b accordance with the provisions ofthe 
CONSOLIDATED GENERAL CONOmONS and SUPPLEMENTAL STATUTORY 
CONDITIONS, The liquidated damages amount per calendar day is a minimum damage figure 
to compensate the Owner for administrative costs and loss or delay of jts use of the buQdbg and 
site, and does not limit b any way the Ibbiiity ofthe Contractor for damages in excess of the 
specified liquidated damages amoimt for other damages, for example, damages for breach of 
Contract, and added architect and consultant fees. It is expressly understood that such' liquidated 





damages do not constitute a penalty. All work shall be phased (if applicable)-in accordance with 
the Contract Documents. 


NOTE: .NOTWITHSTANDING ANYTHING TO THE CONTRAHY, THE TIME OF 
COMMENCEMENT SHALL ONLY BE BY WRITTEN NOTICE TO PROCEED WITH THE 
WORK AS DATED AND-ISSUED TO THE CONTRACTOR BY THE TOWN OF 
ARLINGTON. NOTl'CE TO PROCEED MAY BE GIVEN ANYTIME AFTER THE AWARD 
OF THE CONTRACT, BUT NOT LATER THAN 14 DAYS AFTER THE EXECUTION OF 
THE CONTRACT. 


ARTICLE IV - COMPENSATION TO BE PAID BY TOWN 


The Town shall pay and the Contractor shall accept, as ftiU compensation for everything 
furnished, done by or reBulting to the Contractor in cany rag out this Contract, isubject to 
additions and deductions La the Contract Documents in the sum of; 


ARTICLE V - AVAILABILITY OP APPROPRIATION 

This Contract is subject to an appropriation beiag,availabie therefor. 

This Contract is executed by the Town of Arlin^on and by the Contractor as of this 
of _. 2004. 


TOWN OF ARLINGTON 

■ '• BY: _ • 

TowtrMjanager 

Approved as to Availability 

of Appropriation CONTRACTOR; 


T Dwm CotnptroEer 


(Name) 


Approved as to Foinx 


(Address) 

BY: ._ 

(Name) 


Town Counsel (Title) 

(Affix Corporate Seal Here) 
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PAYMENT BOND 


Bond No.__ 

KNOW ALL MEN BY THESE PRESENT, that we_^_with a place of 

busidcss at____as principal (the ‘'Prlncipar'), and 

_a corporation tpalified to do business in the Commonwealth of 

Massachusetts, with a place of business at . __as Surety (thc:“Surety"X 

axe held and firmly bound unto Town of Arlington as Obligee (the “Obligee"), in the sum of 

lawful moGEy of the U oitcd States of America, to be paid to-the Obligee, for which payment, well 
and truly to be made, we bind ourselves, our respective heirs, executors, administrators, successors 
and assigns, jo intly and severally, finnly by these present. 

WHEREAS, the Prine'^ja! bas assumed and made a contract with the Obligee, bearing the date of 
_!_, for the ■. • ■ ' ' ■ 

NOW, THE CONDHIONS of this obligation arc such that if the Principal and all subcontractors 
under said contract shall pay for all labor perfonned or furnished and for all materials used or 
employed in said contract and in any ^ad all duly wthorized modifications, ^cratiuns, 
extensions of time,, changes or additions to said contiact that may hereafter be made, notice to the 
Surety of such modiftcatjbps, ^erafions, extensions of rime, changes or additions being hereby 
waiv^ the foregoing to include any other purposes or hems set out m, and to Be subject to, the ■ 
provisions Of Massachusetts General Laws, Chapter 30, Section. 39A, and. Chapter 149, Section 
29, as ame^edthen this obligation shall become null and void’ otherwise, it sliall remain in fhll 
force and virtue. 

IN WITNESS WHEREFORE, the Principal and.Surety have hereto settheir hands and seals this 
_day of_^_, 2004. 

PRINCIPAL SURETY 


[Name and Sea!) [Attorney-InEacf][Sea)3 . 

[TitleJ [Address] 

[Phone] 

Attest:_ Attest:__ 

The rate for this Bond is_ % of the first S,_and _ % for the next 

S_. 

The total premiumTor this Bond is S_ 

END OF PAYMENT BOND 

215AS9.1 
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From: "MA Prevailing Wage" <prevailingwages@state.ma.us> 

To: dlanzillotti@town.arlmgton.ma.us 

Date: 09/02/2015 09:36 AM 

Subject: Prevailing wage schedule for Wage Request number :20150902-010 


To view and print Weekly Payroll & Statement of Compliance Forms, click 
on WWW. mass.gov/dols/pw . 

PLEASE NOTE: The attached Prevailing Wage Schedule is valid for 90 days. 

An Awarding Authority should re-request an up to date Prevailing Wage 
Schedule if it has NOT opened bids or selected a contractor within 90 
days of the issuance date of the attached prevailing wage schedule. 

*For MULTI-YEAR projects bid on or after 8/8/08, Awarding Authorities 
must request an Annual Update to this Prevailing Wage Schedule each year 
for the duration of the project, no later than two weeks before the 
anniversary date of the execution of the general contract. Annual 
updates are not required for projects that last LESS THAN ONE YEAR. 

*For CM AT RISK projects {bid pursuant to GL C.149A), Awarding 
Authorities must request a Prevailing Wage Schedule NOT sooner than 90- 
days before the earlier of: (a) the execution date of the GMP Amendment, 
or (b) the bid for the first construction scope of work. 

*For MULTI-YEAR CM AT RISK projects, Awarding Authorities must request 
an Annual Update to this Prevailing Wage Schedule each year for the 
duration of the project, no later than two weeks before the anniversary 
date, which is the earlier of; (a)the execution date of the GMP 
Amendment, or (b) the execution date of the first amendment to procure 
construction scopes of work. 

Apprentice wages (expressed as dollar figures) and the required benefits 
are listed on the Prevailing Wage Schedule. For further details, please 
see opinion letter PW-2010-03-03.16.10 (dated March 18, 2010) at 
WWW.mas5.gov/dols/pw . 

Request Prevailing Wage Rates online at: www.mass.gov/dols/pw . 

THIS IS A SYSTEM-GENERATED EMAIL. PLEASE DO NOT REPLY TO THIS EMAIL. 

TO CONTACT DLS REGARDING PREVAILING WAGE MATTERS, CALL 617-626-6953. 


APPROVAL/DENIAL COMMENTS 


This e-mail message, including any attachments, is for the sole use of 
the intended recipient(s) and may contain confidential and privileged 
information. Any unauthorized review, use, disclosure, or distribution 
is strictly prohibited and may be the subject of legal action. If you 
are not the intended recipient, please contact the sender by reply 


http://10.100.0.50/WorldClient.dll?Session=ZHNL6N7C620NE&View-Message&Prmt=Y... 9/3/2015 
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e-mail and destroy all copies of the original message. Thank you. 

Attachments: 

File: 20150902-010.pdf Size: 162k Content Type: application/pdf 
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CJtlARLES D. BAKER 
Go^’c^x^r 


KARYK E. POLUO 
LI. Governor 


THE COMMONWEALTH OF MASSACHUSETTS 
EXECUTIVE OFFICE OF LABOR AND WORKFORCE DEVELOPMENT 
DEPARTMENT OF LABOR STANDARDS 

PrevaiUng Wage Rates 

As determined by the Director under the provisions of the 
Massachusetts General Laws, Chapter 149, Sections 26 to 27H 

Director 


RONALD L. WALKER, U 
SecreUtn’ 

WILLIAM D MCKINNEY 


Awarding Authority: 
Contract Number: 
Description of Work: 


Town of Arlington 

15-47 City/Town: ARLINGTON 

Provide all labor, materials, equipment and supervision necessary for Roof Replacement at the DPW Maintenance 

Garage as per specifications 


Job Location: 


51 Grove Street 


Information about Prevailing Wage Schedules for Awarding Authorities and Contractors 

• This wage schedule applies only to the specific project referenced at the top of this page and uniquely identified by the 
“Wage Request Number” on all pages of this schedule. 

• An Awarding Authority must request an updated wage schedule from the Department of Labor Standards (“DLS”) if it has 
not opened bids or selected a contractor within 90 days of the date of issuance of the wage schedule. For CM AT RISK 
projects (bid pursuant to G.L. C.149A), the earlier of: (a) the execution date of the GMP Amendment, or (b) the bid for the first 
construction scope of work must be within 90-days of the wage schedule issuance date. 

• The wage schedule shall be incoiporated in any advertisement or call for bids for the project as required by M.G.L. c, 149, 

§ 27. The wage schedule shall be made a part of the contract awarded for the project. The wage schedule must be posted in a 
conspicuous place at the work site for the life of the project in accordance with M.G.L. c. 149 § 27. The wages listed on the 
wage schedule must be paid to employees performing construction work on the project whether they are employed by the prime 
contractor, a filed sub-bidder, or any sub-contractor. 

• All apprentices working on the project are required to be registered with the Massachusetts Division of Apprentice 
Standards (DAS). Apprentice must keep his/her apprentice identification card on his/her person during all work hours on the 
project. An apprentice registered with DAS may be paid the lower apprentice wage rate at the applicable step as provided on 
the prevailing wage schedule. If an apprentice rate is not listed on the prevailing wage schedule for the trade in which an 
apprentice is registered with the DAS, the apprentice must be paid the journeyworker's rate for the trade. 

• The wage rates will remain in effect for the duration of the project, except in the case of multi-year public construction 
projects. For construction projects lasting longer than one year, awarding authorities must request an updated wage schedule. 
Awarding authorities are required to request these updates no later than two weeks before the anniversary of the date the 
contract was executed by the awarding authority and the general contractor. For multi-year CM AT RISK projects, awarding 
authority must request an annual update no later than two weeks before the anniversary date, determined as the earlier of: (a) 
the execution date of the GMP Amendment, or (b) the execution date of the first amendment to permit procurement of 
construction sei-vices. Contractors are required to obtain the wage schedules from awarding authorities, and to pay no less than 
these rates to covered workers. The annual update requirement is not applicable to 27F “rental of equipment” contracts. 

■ Every contractor or subcontractor which performs construction work on the project is required to submit weekly payroll 
reports and a Statement of Compliance directly to the awarding authority by mail or email and keep them on file for three years. 
Each weekly payroll report must contain: the employee’s name, address, occupational classification, hours worked, and wages 
paid. Do not submit weekly payroll reports to DLS. A sample of a payroll reporting form may be obtained at 
http ://w'ww'.mas s .go v/dols/p w. 

• Contractors with questions about the wage rates or classifications included on the wage schedule have an affirmative 
obligation to inquire with DLS at (617) 626-6953. 

• Employees not receiving the prevailing wage rate set forth on the wage schedule may report the violation to the Fair Labor 
Division of the office of the Attorney General at (617) 727-3465. 

• Failure of a contractor or subcontractor to pay the prevailing wage rates listed on the wage schedule to all employees who 
perform construction work on the project is a violation of the law and subjects the contractor or subcontractor to civil and 
criminal penalties. 


Issue Date: 09/02/2015 


Wage Request Number: 20150902-010 






ClassificatioD 


Total Rate 


Construction 


Effective Date Base Wage Health 


Pension 


Supplemental 

Unemployment 


(2 AXLE) DRIVER - EQUIPMENT 

08/01/2015 

$32,75 

$10.41 

$9.33 

$0.00 

$52.49 

TEAMSTERS JOINT COUNCIL m. 10 ZONE A 

12/01/2015 

$32.75 

$10.41 

$10.08 

$0.00 

$53.24 


06/01/2016 

$33.25 

$10.41 

$10.08 

$0.00 

$53.74 


08/01/2016 

$33.25 

$10.91 

$10.08 

$0.00 

$54.24 


12/01/2016 

$33.25 

$10.91 

$10.89 

$0.00 

$55.05 

(3 AXLE) DRIVER - EQUIPMENT 

08/01/2015 

$32.82 

$10.41 

$9.33 

$0.00 

$52.56 

TEAMSTERS JOINT COUNCIL NO. 10 ZONE A 

12/01/2015 

$32.82 

$10.41 

$10.08 

$0.00 

$53.31 


06/01/2016 

$33.32 

$10.41 

$10.08 

$0.00 

$53.81 


08/01/2016 

$33.32 

$10.91 

$10.08 

$0.00 

$54.31 


12/01/2016 

$33.32 

$10.91 

$10.89 

$0.00 

$55.12 

(4 & 5 AXIE) DRIVER - EQUIPMENT 

08/01/2015 

$32.94 

$10.41 

$9.33 

$0.00 

$52.68 

TEAMSTERS JOINT COUNCIL NO. 10 ZONE A 

12/01/2015 

$32.94 

$10.41 

$10.08 

$0.00 

$53.43 


06/01/2016 

$33.44 

$10.41 

$10.08 

$0.00 

$53.93 


08/01/2016 

$33.44 

$10.91 

$10.08 

$0.00 

$54.43 


12/01/2016 

$33.44 

$10.91 

$10.89 

$0.00 

$55.24 

ADS/SUBMERSIBLE PILOT 

PILE DRIVER LOCAL 56 (ZONE 1) 

08/01/2015 

$88.29 

$9.80 

$19.23 

$0.00 

$117.32 

AIR TRACK OPERATOR 

06/01/2015 

$35.85 

$7.30 

$13,20 

$0.00 

$56.35 

LABORERS ^ ZONE } 

12/01/2015 

$36.60 

$7.30 

$13.20 

$0.00 

$57.10 


06/01/2016 

$37.35 

$7.30 

$13.20 

$0.00 

$57.85 


12/01/2016 

$38.35 

$7.30 

$13.20 

$0.00 

$58.85 

For apprentice rates see "Apprentice- LABORER" 







ASBESTOS REMOVER - PIPE / MECH, EQUIPT. 

06/01/2015 

$33.43 

$10.40 

$5.95 

$0.00 

$49.78 

HEAT&FROSTINSVUTORSLOCAL 6 (BOSTON) 

12/01/2015 

$34.38 

$10.40 

$5.95 

$0.00 

$50.73 

ASPHALT RAKER 

06/01/2015 

$35,35 

$7.30 

$13.20 

$0.00 

$55.85 

LABORERS - ZONE J 

12/01/2015 

$36.10 

$7.30 

$13.20 

$0.00 

$56.60 


06/01/2016 

$36.85 

$7.30 

$13,20 

$0.00 

$57.35 


12/01/2016 

$37.85 

$7.30 

$13.20 

$0.00 

$58.35 

For apprentice rates see "Apprentice- LABORER" 







ASPIIALT/CONCRETE/CRUSI-IER PLANT-ON SITE 

06/01/2015 

$42.83 

$10.00 

$14.55 

$0.00 

$67.38 

OPERATING ENGINEERS LOCAL 4 

12/01/2015 

$44.08 

$10.00 

$14.55 

$0.00 

$68.63 


06/01/2016 

$44,83 

$10.00 

$14.55 

$0.00 

$69.38 


12/01/2016 

$46.08 

$10.00 

$14.55 

$0.00 

$70.63 


06/01/2017 

$47.08 

$10.00 

$14.55 

$0.00 

$71.63 


12/01/2017 

$48.08 

$10.00 

$14,55 

$0.00 

$72.63 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







BACKHOE/FRONT-END LOADER 

06/01/2015 

$42.83 

$10.00 

$14.55 

$0.00 

$67.38 

OPERATING ENGINEERS LOCAL 4 

12/01/2015 

$44.08 

$10,00 

$14.55 

$0.00 

$68.63 


06/01/2016 

$44.83 

$10.00 

$14.55 

$0.00 

$69.38 


12/01/2016 

$46.08 

$10.00 

$14.55 

$0.00 

$70.63 


06/01/2017 

$47.08 

$10.00 

$14.55 

$0.00 

$71.63 


12/01/2017 

$48.08 

$10.00 

$14,55 

$0.00 

$72.63 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 
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Classification 

Effective Date 

Base Wage 

Health 

Pension 

Supplemental 

Unemolovment 

Total Rate 

BARCO-TYPE JUMPING TAMPER 

06/01/2015 

$35.35 

$7.30 

$13.20 

$0.00 

$55.85 

LABORERS' ZONE 1 


12/01/2015 

$36.10 

$7.30 

$13.20 

$0.00 

$56.60 


06/01/2016 

$36.85 

$7.30 

$13.20 

$0.00 

$57.35 


12/01/2016 

$37.85 

$7.30 

$13.20 

$0.00 

$58.35 

For apprentice rates see "Apprentice- LABORER’^ 

BLOCK PAYER, RAMMER / CURB SETTER 

06/01/2015 

$35.85 

$7.30 

$13.20 

$0.00 

$56.35 

UBORERS-ZONEl 


12/01/2015 

$36.60 

$7.30 

$13.20 

$0.00 

$57.10 


06/01/2016 

$37.35 

$7.30 

$13.20 

$0.00 

$57.85 


12/01/2016 

$38.35 

$7.30 

$13.20 

$0.00 

$58.85 

For apprentice rates see "Apprentice- LABORER’* 

BOILER MAKER 

01/01/2015 

$40.32 

$6.97 

$16.21 

$0.00 

$63.50 

BOILERhdAKERS LOCAL 29 _ 


01/01/2016 

$41.62 

$6.97 

$16.21 

$0.00 

$64.80 


01/01/2017 

$42.92 

$6.97 

$16.21 

$0.00 

$66.10 


Apprentice - BOILKRJ^iAKKR - Local 29 
Effective Date - 01/01/2015 

Step percent 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

65 


$26.21 

$6.97 

$10.54 

$0.00 

$43.72 

2 

65 


$26.21 

$6.97 

$10.54 

$0.00 

$43.72 

3 

70 


$28.22 

$6.97 

$11.35 

$0.00 

$46,54 

4 

75 


$30.24 

$6.97 

$12.16 

$0.00 

$49.37 

5 

80 


$32.26 

$6.97 

$12.97 

$0.00 

$52.20 

6 

85 


$34.27 

$6.97 

$13.78 

$0.00 

$55.02 

7 

90 


$36.29 

$6.97 

$14.59 

$0.00 

$57.85 

8 

95 


$38.30 

$6.97 

$15.40 

$0.00 

$60.67 

Effective Date - 

Step percent 

01/01/2016 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

65 


$27.05 

$6.97 

$10.54 

$0.00 

$44.56 

2 

65 


$27.05 

$6.97 

$10.54 

$0.00 

$44.56 

3 

70 


$29.13 

$6.97 

$11.35 

$0.00 

$47.45 

4 

75 


$31.22 

$6.97 

$12.16 

$0.00 

$50.35 

5 

80 


$33.30 

$6.97 

$12.97 

$0.00 

$53.24 

6 

85 


$35.38 

$6.97 

$13.78 

$0.00 

$56.13 

7 

90 


$37.46 

$6.97 

$14.59 

$0.00 

$59.02 

8 

95 


$39.54 

$6.97 

$15.40 

$0.00 

$61.91 




.,.. . .. 



.. . ........ . 

. . . . . 


Notes: 


Apprentice to Journeyworker Ratio: 1:5 







BRICK/STONE/ARTIFICIAL MASONRY (INCL. MASONRY 

08/01/2015 

$49.86 

$10.18 

$18.57 

$0.00 

$78.61 

WATERPROOFING) 

BRICKU YBRS LOCAL 3 (BOSTON) 

02/01/2016 

$50.43 

$10.18 

$18.57 

$0.00 

$79.18 


08/01/2016 

$51.33 

$10.18 

$18.65 

$0.00 

$80.16 


02/01/2017 

$51.90 

$10.18 

$18.65 

$0,00 

$80.73 
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Classiilcation 


Effective Date Base Wage Health 


Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - BRICK/PLASTER/CEMENTMASON - Local 3 Boston 


Effective Date - 08/01/2015 

Step percent 

Apprentice Base Wage ! 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 


1 50 

$24.93 : 

$10.18 

$18.57 

$0,00 


$53.68 


2 60 

$29.92 : 

$10.18 

$18.57 

$0.00 


$58.67 


3 70 

$34.90 : 

$10.18 

$18.57 

$0.00 


$63.65 


4 80 

$39.89 ; 

$10.18 

$18.57 

$0.00 


$68.64 


5 90 

$44.87 ; 

$10.18 

$18.57 

$0.00 


$73.62 


Effective Date - 02/01/2016 




Supplemental 




Step percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 


! 50 

$25.22 

$10.18 

$18.57 

$0.00 


$53.97 


2 60 

$30.26 

$10.18 

$18.57 

$0.00 


$59.01 


3 70 

$35.30 

$10.18 

$18.57 

$0.00 


$64.05 


4 80 

$40.34 

$10.18 

$18.57 

$0.00 


$69.09 


5 90 

$45.39 

$10.18 

$18.57 

$0.00 


$74.14 


'Notes: 






i 


Apprentice to Journeyworker Ratio: 1:5 

-.... —- 

..... -■ 




„ —: 


BULLDOZER/GRADER/SCRAPER 

06/01/2015 

$42.42 

$10.00 

$14.55 

$0.00 


$66.97 

OPERATING ENGINEERS LOCAL 4 









12/01/2015 

$43.66 

$10.00 

$14.55 

$0.00 


$68.21 


06/01/2016 

$44.41 

$10.00 

$14.55 

$0.00 


$68.96 


12/01/2016 

$45.64 

$10.00 

$14.55 

$0,00 


$70.19 


06/01/2017 

$46.63 

$10.00 

$14.55 

$0.00 


$71.18 


12/01/2017 

$47.62 

$10.00 

$14.55 

$0.00 


$72.17 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 








CAISSON & UNDERPINNING BOTTOM MAN 

06/01/2015 

$36.20 

$7,30 

$13.40 

$0.00 


$56.90 

LABORERS - FOUND A TION AND MAiUNE 









12/01/2015 

$36.95 

$7.30 

$13.40 

$0.00 


$57.65 


06/01/2016 

$37.70 

$7.30 

$13,40 

$0.00 


$58.40 


12/01/2016 

$38.70 

$7.30 

$13.40 

$0.00 


$59.40 

For apprentice rates see "Apprentice- LABORER" 








CAISSON & UNDERPINNING LABORER 

06/01/2015 

$35.05 

$7.30 

$13.40 

$0.00 


$55.75 

LABORBHS - WVNDA TlOi^AND MARINE 









12/01/2015 

$35.80 

$7.30 

$13.40 

$0.00 


$56.50 


06/01/2016 

$36.55 

$7.30 

$13.40 

$0.00 


$57.25 


12/01/2016 

$37.55 

$7.30 

$13.40 

$0.00 


$58.25 

For apprentice rates see "Apprentice- LABORER" 








CAISSON & UNDERPINNING TOP MAN 

06/01/2015 

$35.05 

$7.30 

$13.40 

$0.00 


$55.75 

LABORERS - FO UNDA TION A ND MARINE 









12/01/2015 

$35.80 

$7.30 

$13.40 

$0.00 


$56.50 


06/01/2016 

$36.55 

$7.30 

$13.40 

$0.00 


$57.25 


12/01/2016 

$37.55 

$7.30 

$13.40 

$0.00 


$58,25 


For apprentice rates see "Apprentice- LABORER" 
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Classification 

Effective Date 

Base Wage 

Health 

Pension 

Supplemental 

UoemDlovment 

Total Rate 

CARBIDE CORE DRILL OPERATOR 

LABORERS - ZONE t 

06/01/2015 

$35.35 

$7.30 

$13.20 

$0.00 

$55.85 

12/01/2015 

$36.10 

$7.30 

$13.20 

$0.00 

$56.60 


06/01/2016 

$36.85 

$7.30 

$13.20 

$0.00 

$57.35 

For apprentice rates see "Apprentice- LABORER" 

12/01/2016 

$37.85 

$7.30 

$13.20 

$0.00 

$58.35 

CARPENTER 

03/01/2015 

$35.75 

$9.80 

$16.48 

$0.00 

$62.03 


CARPENTERS -ZONE 2 (Eastern MassachuseUs) 


Apprentice - CARPENTER - Zone 2 Eastern MA 

Effective Date - 03/01/2015 Supplemental 


Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

50 

$17.88 

$9.80 

$1.63 

$0.00 

$29.31 

2 

60 

$21.45 

$9.80 

$1.63 

$0.00 

$32.88 

3 

70 

$25.03 

$9.80 

$11.59 

$0.00 

$46.42 

4 

75 

$26.81 

$9.80 

$11.59 

$0.00 

$48.20 

5 

80 

$28.60 

$9.80 

$13.22 

$0.00 

$51.62 

6 

80 

$28.60 

$9.80 

$13.22 

$0.00 

$51.62 

7 

90 

$32.18 

$9.80 

$14.85 

$0.00 

$56.83 

8 

90 

$32.18 

$9.80 

$14.85 

$0.00 

$56.83 


Notes: 


Apprentice to JourneyworkerRatio:i:5 

CEMENT MASONRY/PLASTERING 

BSICKLA YERS LOCAL 3 (BOSTON) 


07/01/2015 

$45.82 

$10.90 

$18.71 

$1.30 

$76.73 

01/01/2016 

$46.44 

$10.90 

$18.71 

$1.30 

$77.35 
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Classification 


Effective Date Base Wage 

Health 

- . Supplemeut^l 

Pension 

Unemplo>^ent 

Total Rate 

Apprentice- CEMENT MASONRY/PLASTERING 

- Eastern Mass (Boston) 






Effective Date - 07/01/2015 





Suppiejnentai 




Step percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 


1 50 


$22.91 

$10.90 

$12.21 

$0.00 


$46.02 


2 60 


$27.49 

$10.90 

$13.71 

$1.30 


$53.40 


3 65 


$29.78 

$10.90 

$14.71 

$1.30 


$56.69 


4 70 


$32.07 

$10.90 

$15.71 

$1.30 


$59.98 


5 75 


$34.37 

$10.90 

$16.71 

$1,30 


$63.28 


6 80 


$36.66 

$10.90 

$17.71 

$1.30 


$66.57 


7 90 


$41.24 

$10.90 

$18.71 

$1.30 


$72.15 


Effective Date - 01/01/2016 





Supplemental 




Step percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 


1 50 


$23.22 

$10.90 

$12.21 

$0.00 


$46.33 


2 60 


$27.86 

$10.90 

$13.71 

$1,30 


$53.77 


3 65 


$30.19 

$10.90 

$14.71 

$1.30 


$57.10 


4 70 


$32.51 

$10.90 

$15.71 

$1.30 


$60.42 


5 75 


$34.83 

$10.90 

$16.71 

$1.30 


$63.74 


6 80 


$37.15 

$10.90 

$17.71 

$1,30 


$67.06 


7 90 


$41.80 

$10.90 

$18.71 

$1.30 


$72.71 


sNotes: 

■ ... 






t 


! Steps 3,4 are 500 hrs. All other steps are 1,000 hrs. 







Apprentice to Journeyworker Ratio:l:3 


.. 

.. 

-- * 

-- — 

— - 



CI-IADSI SAW OPERATOR 


06/01/2015 

$35.35 

$7.30 

$13,20 

$0.00 


$55.85 

lABOSEBS-ZONE t 


12/01/2015 

$36.10 

$7.30 

$13.20 

$0.00 


$56.60 



06/01/2016 

$36.85 

$7.30 

$13.20 

$0.00 


$57.35 



12/01/2016 

$37.85 

$7.30 

$13.20 

$0,00 


$58.35 

For apprejiticc rates sec "Apprentice- LABORER" 









CLAM SHELLS/SLURRY BUCKETS/HEADING MACHINES 

06/01/2015 

$43.83 

$10.00 

$14.55 

$0.00 


$68.38 

OPERATma ENGINEERS LOCAL 4 


12/01/2015 

$45.08 

$10.00 

$14.55 

$0.00 


$69.63 



06/01/2016 

$45.83 

$10.00 

$14.55 

$0.00 


$70.38 



12/01/2016 

$47.08 

$10.00 

$14.55 

$0.00 


$71.63 



06/01/2017 

$48.08 

$10.00 

$14.55 

$0.00 


$72.63 



12/01/2017 

$49.08 

$10.00 

$14.55 

$0.00 


$73.63 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 









COMPRESSOR OPERATOR 


06/01/2015 

$29.61 

$10.00 

$14.55 

$0,00 


$54.16 

OPERATING ENGINEERS LOCAL 4 


12/01/2015 

$30.48 

$10.00 

$14.55 

$0.00 


$55.03 



06/01/2016 

$31.00 

$10.00 

$14.55 

$0.00 


$55.55 



12/01/2016 

$31.87 

$10.00 

$14.55 

$0.00 


$56.42 



06/01/2017 

$32.56 

$10.00 

$14.55 

$0,00 


$57.11 



12/01/2017 

$33.25 

$10.00 

$14.55 

$0.00 


$57.80 


For appreDtic.e rates see "Appreiiticc' OPEKATING ENGINEERS” 
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Classification 

Effective Date 

Base Wage 

Health 

Pension 

Supplemental 

UncmpIoymcDt 

Total Rate 

DELEADER (BRIDGE) 

07/01/2015 

$48.56 

$7.85 

$16.10 

$0.00 

$72.51 

PAINTERS LOCAL 35 - ZONE 2 

01/01/2016 

$49.51 

$7.85 

$16.10 

$0.00 

$73.46 


07/01/2016 

$50.46 

$7.85 

$16.10 

$0.00 

$74.41 


01/01/2017 

$51.41 

$7.85 

$16.10 

$0.00 

$75.36 


Apprentice - PAINTER Local 3J - BRIDGES/TANKS 







Effective Date - 07/01/2015 




Supplemental 




Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 


1 

50 

$24.28 

$7.85 

$0.00 

$0.00 


$32.13 


2 

55 

$26.71 

$7.85 

$3.66 

$0.00 


$38,22 


3 

60 

$29.14 

$7.85 

$3.99 

$0.00 


$40.98 


4 

65 

$31.56 

$7.85 

$4.32 

$0.00 


$43.73 


5 

70 

$33.99 

$7.85 

$14.11 

$0,00 


$55.95 


6 

75 

$36,42 

$7.85 

$14.44 

$0.00 


$58.71 


7 

80 

$38.85 

$7.85 

$14.77 

$0.00 


$61.47 


8 

90 

$43.70 

$7.85 

$15.44 

$0.00 


$66.99 


Effective Date - 01/01/2016 




Supplemental 




Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Uiicmployraent 

Total Rate 


1 

50 

$24.76 

$7.85 

$0.00 

$0.00 


$32.61 


2 

55 

$27.23 

$7.85 

$3.66 

$0.00 


$38.74 


3 

60 

$29.71 

$7.85 

$3.99 

$0.00 


$41.55 


4 

65 

$32.18 

$7.85 

$4.32 

$0.00 


$44.35 


5 

70 

$34.66 

$7.85 

$14.11 

$0.00 


$56.62 


6 

75 

$37.13 

$7.85 

$14.44 

$0.00 


$59.42 


7 

80 

$39.61 

$7.85 

$14.77 

$0.00 


$62.23 


8 

90 

$44.56 

$7.85 

$15.44 

$0.00 


$67.85 


;Notes: 

•- ... ... 

..— --- -- -- 








Steps are 750 hrs. 








Apprentice to Journeyworker Ratio:l:l 

.-."" 



.. 




DEMO: ADZEMAN 


06/01/2015 

$35.25 

$7.30 

$13.20 

$0.00 


$55.75 

LABORERS - ZONE 1 


12/01/2015 

$36.00 

$7.30 

$13.20 

$0.00 


$56,50 

For apprentice rates see 

’'Apprentice- LABORER" 








DEMO: BACKHOE/LOADER^AMMER OPERATOR 

06/01/2015 

$36.25 

$7.30 

$13.20 

$0.00 


$56.75 

UBORERS- ZONE 1 


12/01/2015 

$37.00 

$7.30 

$13.20 

$0.00 


$57.50 

For apprentice rates see 

"Apprentice- LABORER" 








DEMO: BURNERS 


06/01/2015 

$36.00 

$7.30 

$13.20 

$0.00 


$56.50 

IABOREHS-ZjONEI 


12/01/2015 

$36.75 

$7.30 

$13.20 

$0.00 


$57.25 

For apprentice rates see 

"Apprentice- LABORER" 








DEMO: concrete; CUl'lliR/SAWYER 

06/01/2015 

$36.25 

$7.30 

$13.20 

$0.00 


$56.75 

LABORERS-ZONE] 


12/01/2015 

$37.00 

$7.30 

$13.20 

$0,00 


$57.50 

For apprentice rates see 

"Apprentice- LABORER" 








DEMO: JACKHAMMER OPERATOR 

06/01/2015 

$36.00 

$7.30 

$13.20 

$0.00 


$56.50 

LABORERS-ZONE I 


12/01/2015 

$36.75 

$7.30 

$13.20 

$0.00 


$57.25 


Issue Date: 09/02/2015 
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Classification 

For apprentice rates sec "Apprentice- LABORER" 

Effective Date 

Base Wage 

Health 

Pension 

SiipplcDicntai 

IJncmplo^'mcDt 

Total Rate 

DEMO: WRECKING LABORER 

LABORERS-ZONE! 

For apprentice rates sec "Apprentice- LABORER" 

06/01/2015 

12/01/2015 

$35.25 

$36.00 

$7.30 

$7.30 

$13.20 

$13.20 

$0.00 

$0.00 

$55.75 

$56.50 

DIRECTIONAL DRILL MACHINE OPERATOR 

OPERA mo ENGINEERS LOCAL 4 

06/01/2015 

$42.42 

$10.00 

$14.55 

$0.00 

$66.97 


12/01/2015 

$43.66 

$10.00 

$14,55 

$0.00 

$68.21 


06/01/2016 

$44.41 

$10.00 

$14.55 

$0.00 

$68.96 


12/01/2016 

$45.64 

$10.00 

$14.55 

$0,00 

$70.19 


06/01/2017 

$46.63 

$10.00 

$14.55 

$0.00 

$71.18 

For apprentice rates see ’’Apprentice- OPERATING ENGINEERS” 

12/01/2017 

$47.62 

$10.00 

$14.55 

$0.00 

$72.17 

DIVER 

FILE DRIVER LOCAL 56 (ZONE J) 

08/01/2015 

$58.86 

$9,80 

$19.23 

$0.00 

$87.89 

DIVER TE>)DER 

FILE DRIVER LOCAL 56 (ZONE I) 

08/01/2015 

$42.04 

$9.80 

$19.23 

$0.00 

$71.07 

DIVER TENDER (EFFLUENT) 

PILE DRIVER LOCAL 56 (ZONE I) 

08/01/2015 

$63.06 

$9.80 

$19.23 

$0.00 

$92.09 

DlVERySLURRY (EFFLUENT) 

PILE DRB^ER LOCAL 56 (ZONE I) 

08/01/2015 

$88.23 

$9.80 

$19.23 

$0.00 

$117.26 

DRAWBRIDGE OPERATOR (Construction) 

ELECTRICIANS LOCAL 103 

09/01/2015 

$45.67 

$13.00 

$15.89 

$0,00 

$74.56 

For apprentice rales see "Apprentice- ELECTTLICIAN" 

03/01/2016 

$46,17 

$13.00 

$16,39 

$0.00 

$75.56 

ELECTRICIAN 

ELECTRICJANS LOCAL 103 

09/01/2015 

$45.67 

$13.00 

$15.89 

$0.00 

$74.56 


03/01/2016 

$46,17 

$13.00 

$16.39 

$0.00 

$75.56 
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Classification 


Effective Date Base Wage Health 


Pension 


Supplemental 

Unemployment 


Total Bate 


Apprentice - ELECTRICIAN - Local 105 


Effective Date - 

Step percent 

09/01/2015 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

40 


$18.27 

$13.00 

$0.55 

$0.00 

$31.82 

2 

40 


$18.27 

$13.00 

$0.55 

$0.00 

$31.82 

3 

45 


$20.55 

$13.00 

$11.86 

$0.00 

$45.41 

4 

45 


$20.55 

$13.00 

$11.86 

$0.00 

$45.41 

5 

50 


$22.84 

$13.00 

$12.23 

$0.00 

$48.07 

6 

55 


$25.12 

$13.00 

$12.58 

$0.00 

$50.70 

7 

60 


$27.40 

$13.00 

$12.95 

$0.00 

$53.35 

8 

65 


$29.69 

$13.00 

$13.32 

$0.00 

$56.01 

9 

70 


$31.97 

$13.00 

$13.69 

$0.00 

$58.66 

10 

75 


$34.25 

$13.00 

$14.06 

$0.00 

$61.31 

Effective Date - 

Step percent 

03/01/2016 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

40 


$18.47 

$13.00 

$0.55 

$0.00 

$32.02 

2 

40 


$18.47 

$13.00 

$0.55 

$0.00 

$32.02 

3 

45 


$20.78 

$13.00 

$11.84 

$0.00 

$45.62 

4 

45 


$20.78 

$13.00 

$11.84 

$0.00 

$45.62 

5 

50 


$23.09 

$13.00 

$12.71 

$0.00 

$48.80 

6 

55 


$25.39 

$13.00 

$13.07 

$0.00 

$51.46 

7 

60 


$27.70 

$13.00 

$13.39 

$0.00 

$54.09 

8 

65 


$30.01 

$13.00 

$13.81 

$0.00 

$56.82 

9 

70 


$32.32 

$13.00 

$14.18 

$0.00 

$59.50 

10 

75 


$34.63 

$13.00 

$14.55 

$0.00 

$62.18 

Notes: 

App Prior 1/1/03; 30/35/40/45/50/55/65/70/75/80 




j 

Apprentice to Journeyworker Ratio:2:3*** 

.... ... „. 




.. .. 

ELEVATOR CONSTRUCTOR 

ELEVATOR CONSTRUCTORS LOCAL 4 


01/01/2015 

01/01/2016 

$53.30 

$54.53 

$13.58 

$14.43 

$14.21 

$14.96 

$0.00 $81.09 

$0.00 $83.92 




01/01/2017 

$55.86 

$15.28 

$15.71 

$0.00 $86.85 
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Classification 


Effective Date Base Wage Health 


Pension 


Snpplementa) Total Bate 
Unemployment 


Apprentice - ELEVATOR CONSTRUCTOR - Local 4 

Effective Date - 01/01/2015 

Step percent Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 

$26.65 

$13.58 

$0.00 

$0.00 

$40.23 

2 

55 

$29.32 

$13.58 

$14.21 

$0.00 

$57.11 

3 

65 

$34.65 

$13.58 

$14.21 

$0.00 

$62.44 

4 

70 

$37.31 

$13.58 

$14.21 

$0.00 

$65.10 

5 

80 

$42.64 

$13.58 

$14.21 

$0.00 

$70.43 

Effective Date - 

01/01/2016 



Supplemental 


Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

50 

$27.27 

$14.43 

$0.00 

$0.00 

$41.70 

2 

55 

$29.99 

$14,43 

$14.96 

$0.00 

$59.38 

3 

65 

$35.44 

$14,43 

$14.96 

$0.00 

$64.83 

4 

70 

$38.17 

$14.43 

$14.96 

$0.00 

$67.56 

5 

80 

$43.62 

$14.43 

$14.96 

$0.00 

$73.01 


...a.avr. .•-VT-r- 

_..r..r«.- ... ... 


■.. 

.-.— ■ 

-.! 


INotcs: 

Steps 1 -2 are 6 mos.; Steps 3-5 are 1 year 


Apprentice to Journeyworker Ratio:l:l 


ELEVATOR CONSTRUCTOR HELPER 

ELEVATOR CONSTRUCTORS WCAL 4 

For apprentice rates see "Apprentice - ELEVATOR CONSTRUCTOR" 

01/01/2015 

01/01/2016 

01/01/2017 

$37.31 

$38.17 

$39.10 

$13.58 

$14.43 

$15.28 

$14.21 

$14.96 

$15.71 

$0.00 

$0.00 

$0.00 

$65.10 

$67.56 

$70.09 

FENCE & GUARD RAIL ERECTOR 

06/01/2015 

$35.35 

$7.30 

$13.20 

$0.00 

$55.85 

LABORERS- ZONE 1 

12/01/2015 

$36.10 

$7.30 

$13.20 

$0.00 

$56.60 


06/01/2016 

$36.85 

$7.30 

$13,20 

$0.00 

$57.35 


12/01/2016 

$37.85 

$7.30 

$13.20 

$0.00 

$58.35 

For apprentice rates see "Apprentice- LABORER" 







FIELD ENG.INST.PERSON-BLDG,SITE,HVY/HWY 

05/01/2015 

$40.22 

$10.00 

$14.30 

$0.00 

$64.52 

OPERA TING ENGINEERS LOCAL 4 

11/01/2015 

$40.80 

$10.00 

$14.30 

$0,00 

$65.10 


05/01/2016 

$41.69 

$10.00 

$14.30 

$0.00 

$65.99 


11/01/2016 

$42.28 

$10.00 

$14.30 

$0.00 

$66.58 


05/01/2017 

$43.16 

$10.00 

$14.30 

$0,00 

$67.46 


11/01/2017 

$43.89 

$10.00 

$14.30 

$0.00 

$68.19 


05/01/2018 

$44.60 

$10.00 

$14.30 

$0.00 

$68.90 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







FIELD ENG.PARTy CFIIEF-BLDG,SITE,HVY/HWY 

05/01/2015 

$41.65 

$10,00 

$14.30 

$0.00 

$65.95 

OPERATING ENGINEERS I-OCAL 4 

11/01/2015 

$42.24 

$10.00 

$14.30 

$0.00 

$66.54 


05/01/2016 

$43.13 

$10.00 

$14.30 

$0.00 

$67.43 


11/01/2016 

$43.73 

$10,00 

$14.30 

$0.00 

$68.03 


05/01/2017 

$44.62 

$10.00 

$14.30 

$0.00 

$68.92 


11/01/2017 

$45.35 

$10.00 

$14.30 

$0.00 

$69.65 


05/01/2018 

$46.07 

$10.00 

$14.30 

$0.00 

$70.37 


For apprentice rales see "Apprentice- OPERATING ENGINEERS" 
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Classification 

Effective Date 

Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

FIELD ENG.ROD PERSON-BLDG,SITE,HVY/HWY 

05/01/2015 

$21.68 

$10.00 

$14.30 

$0,00 

$45.98 

OPERATING ENGINEERS LOCAL 4 

11/01/2015 

$22.02 

$10.00 

$14.30 

$0.00 

$46.32 


05/01/2016 

$22,54 

$10.00 

$14.30 

$0.00 

$46.84 


11/01/2016 

$22.89 

$10.00 

$14.30 

$0.00 

$47.19 


05/01/2017 

$23.42 

$10.00 

$14.30 

$0.00 

$47.72 


11/01/2017 

$23.84 

$10.00 

$14.30 

$0.00 

$48.14 


05/01/2018 

$24.27 

$10.00 

$14.30 

$0,00 

$48.57 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







FIRE ALARM INSTAJ.LER 

09/01/2015 

$45.67 

$13.00 

$15.89 

$0.00 

$74.56 

ELECTRICIANS LOCAL 103 

03/01/2016 

$46.17 

$13.00 

$16.39 

$0.00 

$75.56 

For appr&utice rates see ’’Apprentice' ELECTR.ICIAN’' 







FIRE ALARM REPAIR / MAINTENANCE 

09/01/2015 

$34.25 

$13,00 

$14,06 

$0.00 

$61.31 

/ COMMlSSIONINGETEcmc/ATVi’ 

LOCAL 103 

03/01/2016 

$34.63 

$13.00 

$14.55 

$0.00 

$62.18 

For apprentice rates see "Apprentice- TELECOMMUNICATIONS TECHNICIAN" 







FIREMAN (ASST- ENGINEER) 

06/01/2015 

$35.64 

$10.00 

$14.55 

$0.00 

$60.19 

OPERA TING ENGINEERS LOCAL 4 

12/01/2015 

$36.69 

$10.00 

$14.55 

$0,00 

$61.24 


06/01/2016 

$37.31 

$10.00 

$14.55 

$0.00 

$61.86 


12/01/2016 

$38.35 

$10.00 

$14,55 

$0.00 

$62.90 


06/01/2017 

$39.19 

$10.00 

$14.55 

$0.00 

$63.74 


12/01/2017 

$40.02 

$10.00 

$14,55 

$0.00 

$64.57 

For apprentice rates see "Apprentice- OPERATFNG ENGINEERS" 







FLAGGER & SIGNALER 

06/01/2015 

$20.50 

$7.30 

$13.20 

$0.00 

$41.00 

LABORERS-ZONE 1 

12/01/2015 

$20.50 

$7.30 

$13.20 

$0.00 

$41.00 


06/01/2016 

$20.50 

$7.30 

$13.20 

$0.00 

$41.00 


12/01/2016 

$20.50 

$7.30 

$13.20 

$0.00 

$41.00 

For apprentice rales see "Apprenlice- LABORER" 







FLOORCOVERER 

FLOORCOVERERSLOCAL 2168 ZONE I 

09/01/2014 

$40.40 

$9.80 

$17.21 

$0.00 

$67.41 


Apprentice - F'LOORCOVJsR.ER - Local 2168 ^ons 1 

Effective Date - 09/01/2014 

Step percent Apprentice Base Wage 

Health 

Pension 

Suppl emcntal 
Uoemployment 

Total Rate 

1 

50 

$20.20 

$9.80 

$1.79 

$0,00 

$31.79 

2 

55 

$22.22 

$9.80 

$1.79 

$0,00 

$33.81 

3 

60 

$24.24 

$9.80 

$11.84 

$0.00 

$45.88 

4 

65 

$26,26 

$9.80 

$11.84 

$0.00 

$47.90 

5 

70 

$28.28 

$9.80 

$13.63 

$0.00 

$51.71 

6 

75 

$30.30 

$9.80 

$13.63 

$0.00 

$53.73 

7 

80 

$32.32 

$9.80 

$15.42 

$0.00 

$57.54 

8 

85 

$34.34 

$9.80 

$15.42 

$0.00 

$59.56 

iNotes: 

Steps are 750 hrs. 





1 

? 

1 

Apprentice to Journeyworkcr Ratio; 1:1 
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Classification 

Effective Date 

Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

FORK LIFT/CHERRY PICKER 

06/01/2015 

$42.83 

$10.00 

$14.55 

$0.00 

$67.38 

OPERATING ENGINEERS LOCAL ^ 

12/01/2015 

$44.08 

$10.00 

$14.55 

$0.00 

$68.63 


06/01/2016 

$44.83 

$10.00 

$14.55 

$0.00 

$69.38 


12/01/2016 

$46.08 

$10.00 

$14.55 

$0.00 

$70.63 


06/01/2017 

$47.08 

$10.00 

$14.55 

$0.00 

$71.63 


12/01/2017 

$48.08 

$10.00 

$14.55 

$0.00 

$72.63 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







GENERATOR/LIGHTING PLANT/IIEATERS 

06/01/2015 

$29.61 

$10.00 

$14.55 

$0.00 

$54.16 

OPERATING ENGINEERS LOCAL 4 

12/01/2015 

$30.48 

$10.00 

$14.55 

$0.00 

$55.03 


06/01/2016 

$31.00 

$10.00 

$14.55 

$0.00 

$55.55 


12/01/2016 

$31.87 

$10.00 

$14.55 

$0.00 

$56.42 


06/01/2017 

$32.56 

$10.00 

$14.55 

$0.00 

$57.11 


12/01/2017 

$33.25 

$10.00 

$14.55 

$0.00 

$57.80 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







GLAZIER (GLASS PLANK/AIR BARRIER/INTERIOR 

07/01/2015 

$38.06 

$7.85 

$16.10 

$0.00 

$62.01 

SYSTEMS) 

GLAZIERS LOCAL 31 (ZONE 2) 

01/01/2016 

$39.01 

$7.85 

$16,10 

$0.00 

$62.96 


07/01/2016 

$39.96 

$7.85 

$16.10 

$0.00 

$63.91 


01/01/2017 

$40.91 

$7.85 

$16.10 

$0.00 

$64.86 


Apprentice - GLA^ZIKK - Local35 Zone 2 
Eflectivc Date - 07/01/2015 

Step percent 

Apprentice Base Wage 

Health 

Pension 

Supplemeatal 

Unemployment 

Total Rate 

1 

50 


$19.03 

$7.85 

$0.00 

$0.00 

$26.88 

2 

55 


$20.93 

$7.85 

$3.66 

$0.00 

$32.44 

3 

60 


$22.84 

$7.85 

$3.99 

$0.00 

$34.68 

4 

65 


$24.74 

$7.85 

$4.32 

$0.00 

$36.91 

5 

70 


$26.64 

$7.85 

$14.11 

$0.00 

$48.60 

6 

75 


$28.55 

$7.85 

$14.44 

$0.00 

$50.84 

7 

80 


$30.45 

$7.85 

$14.77 

$0.00 

$53.07 

8 

90 


$34.25 

$7.85 

$15.44 

$0.00 

$57.54 

Effective Date - 

01/01/2016 




Suppiemental 


Step 

percent 


Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

50 


$19.51 

$7.85 

$0.00 

$0.00 

$27.36 

2 

55 


$21.46 

$7.85 

$3.66 

$0.00 

$32.97 

3 

60 


$23.41 

$7.85 

$3.99 

$0.00 

$35.25 

4 

65 


$25.36 

$7.85 

$4.32 

$0.00 

$37.53 

5 

70 


$27.31 

$7.85 

$14.11 

$0.00 

$49.27 

6 

75 


$29.26 

$7.85 

$14.44 

$0.00 

$51.55 

7 

80 


$31.21 

$7,85 

$14.77 

$0.00 

$53.83 

8 

90 


$35.11 

$7.85 

$15,44 

$0.00 

$58.40 

i Notes: 

.. 

.r,,.. .. 


..r.r.ra.- 


. . . — 

t 


Steps arc 750 hrs. 





1 

Apprentice to Journeyworker Ratio:!:1 

... -- 

..... 

... 

rcr--,- 
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Classification 


Effective Date Base Wage Health 


Pension 


Supplemental 

Unemployment 


Total Rate 


HOISTING ENGINEER/CRANES/GRADALLS 

OPERA TING ENGINEERS LOCAL 4 

Apprentice - OPERA TING ENGINEERS - 
Effective Date - 06/01/2015 

Step percent 

06/01/2015 

12/01/2015 

06/01/2016 

12/01/2016 

06/01/2017 

12/01/2017 

Local 4 

Apprentice Base Wage 

$42.83 

$44.08 

$44.83 

$46.08 

$47.08 

$48.08 

Health 

$10.00 

$10.00 

$10.00 

$10.00 

$10.00 

$10.00 

Pension 

$14.55 

$14.55 

$14.55 

$14.55 

$14.55 

$14.55 

Supplemental 

Uricinploymenl 

$0.00 

$0.00 

$0.00 

$0.00 

$0.00 

$0.00 

'Total Rate 

$67.38 

$68.63 

$69.38 

$70.63 

$71.63 

$72.63 

1 

55 

$23.56 

$10.00 

$0.00 

$0.00 


$33.56 


2 

60 

$25.70 

$10.00 

$14.55 

$0.00 


$50.25 


3 

65 

$27.84 

$10.00 

$14.55 

$0.00 


$52.39 


4 

70 

$29.98 

$10.00 

$14.55 

$0.00 


$54.53 


5 

75 

$32.12 

$10.00 

$14.55 

$0.00 


$56.67 


6 

80 

$34.26 

$10.00 

$14.55 

$0.00 


$58.81 


7 

85 

$36.41 

$10.00 

$14.55 

$0.00 


$60.96 


8 

90 

$38.55 

$10.00 

$14.55 

$0.00 


$63.10 


Effective Date - 12/01/2015 




Supplemental 




Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 


1 

55 

$24.24 

$10.00 

$0.00 

$0.00 


$34.24 


2 

60 

$26.45 

$10.00 

$14.55 

$0.00 


$51.00 


3 

65 

$28.65 

$10.00 

$14.55 

$0.00 


$53.20 


4 

70 

$30.86 

$10.00 

$14.55 

$0.00 


$55.41 


5 

75 

$33.06 

$10.00 

$14.55 

$0.00 


$57.61 


6 

80 

$35.26 

$10.00 

$14.55 

$0.00 


$59.81 


7 

85 

$37.47 

$10.00 

$14.55 

$0.00 


$62.02 


8 

90 

$39.67 

$10.00 

$14.55 

$0.00 


$64.22 


Notes; 







i 


Apprentice to Journeyworker Ratio:l:6 




_ 


..- 


HVAC (DUCTWORK) 

08/01/2015 

$43.31 

$10.20 

$21.48 

$2.25 


$77.24 

SHEE7METAL WORKERS LOCAL 17-A 










02/01/2016 

$44.31 

$10.20 

$21.48 

$2.25 


$78.24 



08/01/2016 

$45.46 

$10.20 

$21.48 

$2.25 


$79.39 



02/01/2017 

$46.56 

$10.20 

$21.48 

$2.25 


$80.49 



08/01/2017 

$47.66 

$10.20 

$21.48 

$2.25 


$81.59 



02/01/2018 

$48.81 

$10.20 

$21.48 

$2.25 


$82.74 

For apprentice rates see ' 

■Apprentice- SHEET METAL WORKER" 








HVAC (ELECTRICAL CONTROLS) 

09/01/2015 

$45.67 

$13.00 

$15.89 

$0.00 


$74.56 

ELECTRICIANS LOCAL 103 











03/01/2016 

$46.17 

$13.00 

$16.39 

$0.00 


$75.56 

For apprenliee rates see ’ 

'Apprentice- ELBCTRJCIAN" 
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Classification Effective Date Base Wage Health Pension Siipplcmental Total Rale 

^ I na^Tvmlmimivn# 


HVAC (TESTING AND BALANCING - AIR) 

08/01/2015 

$43.31 

$10.20 

$21.48 

UDempiovincflT 

$2.25 

$77.24 

SHEEUiETAL WOEXEESLOCAL 17-A 

02/01/2016 

$44.31 

$10.20 

$21.48 

$2.25 

$78.24 


08/01/2016 

$45.46 

$10.20 

$21.48 

$2,25 

$79.39 


02/01/2017 

$46.56 

$10.20 

$21.48 

$2.25 

$80.49 


08/01/2017 

$47.66 

$10.20 

$21.48 

$2.25 

$81.59 


02/01/2018 

$48.81 

$10.20 

$21.48 

$2,25 

$82.74 

For apprentice rates see "Apprentice- SHEET METAL WORKER" 







HVAC (TESTING AND BALANCING -WATER) 

09/01/2015 

$49.69 

$9.70 

$16.89 

$0.00 

$76.28 

PIEEFITTEES LOCAL 5i7 

03/01/2016 

$50.69 

$9.70 

$16.89 

$0,00 

$77.28 


09/01/2016 

$51.69 

$9.70 

$16.89 

$0,00 

$78.28 


03/01/2017 

$52.69 

$9.70 

$16.89 

$0.00 

$79.28 

For apprentice rates see '‘Apprentice- PIPEFITTER’^ or "PLUMBER/PlPEFI'n'ER" 







HVAC MECHANIC 

09/01/2015 

$49.69 

$9.70 

$16.89 

$0.00 

$76.28 

PIPEFITTERS LOCAL S37 

03/01/2016 

$50.69 

$9.70 

$16.89 

$0.00 

$77.28 


09/01/2016 

$51.69 

$9.70 

$16.89 

$0.00 

$78.28 


03/01/2017 

$52.69 

$9.70 

$16.89 

$0.00 

$79.28 

For apprentice rales see "Apprentice- PIPEFITTER” or "PLUMBER/PIPEFITTER” 







HYDRAUire DRILLS 

06/01/2015 

$35.85 

$7.30 

$13.20 

$0.00 

$56.35 

LABORERS- ZONE 1 

12/01/2015 

$36.60 

$7.30 

$13.20 

$0.00 

$57.10 


06/01/2016 

$37.35 

$7.30 

$13.20 

$0.00 

$57.85 


12/01/2016 

$38.35 

$7.30 

$13.20 

$0.00 

$58.85 

For apprentice rates see "Apprentice- LABORER" 







INSULATOR (I’lPES & TANKS) 

HEAT&FROST INSULATORS LOCAL 6 (BOSTON) 

09/01/2014 

$43.31 

$11.25 

$12.60 

$0.00 

$67.16 


Apprentice - ASBESTOS INSULATOR (Pipes & Tanks) - Local 6 Boston 




Effective Date- 09/01/2014 



Supplemental 


Step 

percent 

Apprentice Base Wage Health 

Pension 

Uncmpl oyraent 

Total Rate 

1 

50 

$21.66 $11.25 

$9.35 

$0.00 

$42.26 

2 

60 

$25.99 $11.25 

$10.00 

$0.00 

$47.24 

3 

70 

$30.32 $11.25 

$10.65 

$0.00 

$52.22 

4 

80 

$34.65 $11.25 

$11.30 

$0.00 

$57.20 

Notes; 

Steps are 1 year 





Apprentice to Journeyworker Ratio;]:4 

. •. . v- 

... 

- --- 


IRONWORKER/WELDER 

IRONWORKERS LOCAL 7 (BOSTONAREA) 

03/16/2015 $42.11 

$7.70 

$20.25 

$0.00 $70.06 


Issue Date: 09/02/2015 


Wage Request Number: 20150902-010 
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Classification 


Effective Date 

Base Wage 

Health 

^ Supplemental 

Pension 

Unemployment 

Total Rate 

Apprentice - IRON^^ORKER ~ Local 7 Boston 
Effective Date - 03/16/2015 




Supplemental 




Step 

percent Apprentice Base Wage Health 

Pension 

Unemployment 

Total Rate 


1 

60 

$25.27 

$7.70 

$20.25 

$0.00 


$53.22 


2 

70 

$29.48 

$7.70 

$20.25 

$0.00 


$57.43 


3 

75 

$31.58 

$7.70 

$20.25 

$0.00 


$59.53 


4 

80 

$33.69 

$7.70 

$20.25 

$0.00 


$61-64 


5 

85 

$35.79 

$7.70 

$20.25 

$0.00 


$63.74 


6 

90 

$37.90 

$7.70 

$20.25 

$0.00 


$65.85 


Notes; 

.. ...v.-.. ........... 

.-’ - - '■ 

... 

... 






** Structural 1:6; Ornamental 1:4 








Apprentice to .rourneyworker Ratio:** 

- ......... ......... .... 







JACKHAMMER & PAVING BlHiAKER OPERATOR 

06/01/2015 

$35.35 

$7.30 

$13.20 

$0.00 


$55.85 

LABORERS - ZONE 1 


12/01/2015 

$36.10 

$7.30 

$13.20 

$0.00 


$56.60 



06/01/2016 

$36.85 

$7.30 

$13.20 

$0.00 


$57.35 



12/01/2016 

$37.85 

$7.30 

$13.20 

$0.00 


$58.35 

For apprentice rates see 

Apprentice- LABORER” 








LABORER 


06/01/2015 

$35.10 

$7.30 

$13.20 

$0.00 


$55.60 

LABORERS-ZONE 1 


12/01/2015 

$35.85 

$7.30 

$13.20 

$0.00 


$56.35 



06/01/2016 

$36.60 

$7.30 

$13.20 

$0.00 


$57.10 



12/01/2016 

$37.60 

$7.30 

$13.20 

$0.00 


$58.10 


Apprentice - LABORER - Zone 1 

Effective Date - 06/01/2015 

Step percent Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

60 

$21.06 

$7.30 

$13.20 

$0.00 

$41.56 

2 

70 

$24.57 

$7.30 

$13.20 

$0.00 

$45.07 

3 

80 

$28.08 

$7.30 

$13.20 

$0.00 

$48.58 

4 

90 

$31.59 

$7.30 

$13.20 

$0,00 

$52.09 

Effective Date - 

12/01/2015 



Supplemental 


Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

60 

$21.51 

$7.30 

$13.20 

$0.00 

$42.01 

2 

70 

$25.10 

$7.30 

$13.20 

$0.00 

$45.60 

3 

80 

$28.68 

$7.30 

$13.20 

$0.00 

$49.18 

4 

90 

$32.27 

$7.30 

$13.20 

$0.00 

$52.77 

Notes: 






i 

Apprentice to Journeyworker Ratio:l:5 





Issue Date: 09/02/2015 

Wage Request Number: 20150902-010 
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Classification 

Effective Date 

Base Wage 

Health 

Pension 

Supplemental 

UnemploYinent 

Total Rate 

LABORER; CARPENTER TENDER 

06/01/2015 

$35.10 

$7.30 

$13.20 

$0.00 

$55.60 

LABORERS-ZONE) 

12/01/2015 

$35.85 

$7.30 

$13.20 

$0.00 

$56.35 


06/01/2016 

$36.60 

$7.30 

$13.20 

$0.00 

$57.10 


12/01/2016 

$37.60 

$7.30 

$13.20 

$0.00 

$58.10 

For apprentice rates see "Apprentice^ LABOEIER" 







LABORER; CEMENT FINISHER TENDER 

06/01/2015 

$35.10 

$7.30 

$13.20 

$0.00 

$55.60 

LABORERS - ZONE 1 

12/01/2015 

$35.85 

$7.30 

$13.20 

$0.00 

$56.35 


06/01/2016 

$36.60 

$7.30 

$13.20 

$0.00 

$57.10 


12/01/2016 

$37.60 

$7.30 

$13.20 

$0.00 

$58.10 

For apprentice rates see "Apprentice- LABORER” 







LABORER; HAZARDOUS WASTE/ASBESTOS REMOVER 

06/01/2015 

$35.25 

$7.30 

$13.20 

$0.00 

$55.75 

UBORERS - ZONE I 

12/01/2015 

$36.00 

$7.30 

$13,20 

$0.00 

$56.50 

For apprentice rates sec "Apprentice- LABORER" 







LABORER; MASON TENDER 

06/01/2015 

$35.35 

$7.30 

$13.20 

$0.00 

$55.85 

LABORERS-ZONE 1 

12/01/2015 

$36.10 

$7.30 

$13.20 

$0.00 

$56.60 


06/01/2016 

$36.85 

$7.30 

$13,20 

$0.00 

$57.35 


12/01/2016 

$37.85 

$7.30 

$13.20 

$0.00 

$58.35 

For apprentice rates sec "Apprentice- LABORER" 







LABORER; MUJ-TI-TRADE TENDER 

06/01/2015 

$35.10 

$7.30 

$13.20 

$0,00 

$55.60 

LABORERS - ZONE 1 

12/01/2015 

$35.85 

$7.30 

$13.20 

$0.00 

$56.35 


06/01/2016 

$36.60 

$7.30 

$13.20 

$0.00 

$57.10 


12/01/2016 

$37.60 

$7.30 

$13.20 

$0.00 

$58.10 

For apprentice rates see "Apprentice- LABORER" 







LABORER; TREE REMOVER 

06/01/2015 

$35.10 

$7.30 

$13.20 

$0.00 

$55.60 

LABORERS - ZONE 1 

12/01/2015 

$35.85 

$7.30 

$13.20 

$0.00 

$56.35 


06/01/2016 

$36.60 

$7.30 

$13,20 

$0.00 

$57.10 


12/01/2016 

$37.60 

$7.30 

$13.20 

$0.00 

$58.10 

This classiticatiioD applies to all tree work associated with the removal of standing trees, and trimming and removal of branches and limbs when the work is not done for 


a utility company for the purpose of operation, maintenance or repair of utility company equipment. For apprentice rates see ' 

’Apprentice- LABORER" 



LASER BEAM OPERATOR 

06/01/2015 

$35.35 

$7.30 

$13,20 

$0.00 

$55.85 

LABORERS - ZONE 1 

12/01/2015 

$36.10 

$7.30 

$13.20 

$0.00 

$56.60 


06/01/2016 

$36.85 

$7.30 

$13.20 

$0.00 

$57.35 


12/01/2016 

$37.85 

$7.30 

$13.20 

$0.00 

$58.35 

For apprentice rates see "Apprentice- LABORER" 







MARBLE & TILE FINISHERS 

08/01/2015 

$38,08 

$10.18 

$17.25 

$0.00 

$65.51 

BRICKLAYERS LOCAL 3 -MARBLE & TILE 

02/01/2016 

$38.53 

$10.18 

$17.25 

$0,00 

$65.96 


08/01/2016 

$39.23 

$10.18 

$17.33 

$0.00 

$66.74 


02/01/2017 

$39.69 

$10.18 

$17.33 

$0.00 

$67.20 


Issue Date: 09/02/2015 


Wage Request Number: 20150902-010 
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Classification 


Effective Date Base Wage Health Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - MARBLE & TILE FINISHER - Local 3 Marble & Tile 
Effective Date - 08/01/2015 

Step percent Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 

$19.04 

$10.18 

$17.25 

$0,00 

$46.47 

2 

60 

$22.85 

$10.18 

$17.25 

$0.00 

$50.28 

3 

70 

$26.66 

$10.18 

$17.25 

$0.00 

$54.09 

4 

80 

$30.46 

$10.18 

$17.25 

$0.00 

$57.89 

5 

90 

$34.27 

$10.18 

$17.25 

$0.00 

$61.70 

Effective Date - 

Step percent 

02/01/2016 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 

$19.27 

$10.18 

$17.25 

$0.00 

$46.70 

2 

60 

$23.12 

$10.18 

$17.25 

$0.00 

$50.55 

3 

70 

$26.97 

$10.18 

$17.25 

$0.00 

$54.40 

4 

80 

$30.82 

$10.18 

$17.25 

$0.00 

$58.25 

5 

90 

$34.68 

$10.18 

$17.25 

$0.00 

$62.11 



..-...•.•.V ... _ _ 

.. ......... 

.... ... ;.......v.. .....w.;.. 

... 

. ... 


:Notes; 


Apprentice to Journeyworker Ratio:l:3 

MARBLE MASONS,miLATCRS & TERRAZZO MECH 

BRICKLAYERS LOCAL 3-MARBLE & TILE 


08/01/2015 

$49.90 

$10.18 

$18.57 

$0.00 

$78.65 

02/01/2016 

$50.47 

$10.18 

$18.57 

$0.00 

$79.22 

08/01/2016 

$51.37 

$10,18 

$18.65 

$0.00 

$80.20 

02/01/2017 

$51.94 

$10.18 

$18.65 

$0.00 

$80.77 


Issue Date: 09/02/2015 


Wage Request Number: 20150902-010 
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Classification 


Effective Date Base Wage Health Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - MARBLE-TILE-TERRAZZO MECHANIC - Local 3 Marble & Tile 

Effective Date - 08/01/2015 

Step percent Apprentice Base Wage Health Pension 

Supplemenlal 

Unemployment 

Total Rate 


1 

50 


$24.95 

$10.18 

$18.57 

$0.00 


$53.70 


2 

60 


$29.94 

$10.18 

$18.57 

$0.00 


$58.69 


3 

70 


$34.93 

$10.18 

$18.57 

$0.00 


$63.68 


4 

80 


$39.92 

$10.18 

$18.57 

$0.00 


$68.67 


5 

90 


$44.91 

$10.18 

$18.57 

$0.00 


$73.66 


Effective Date - 

02/01/2016 




Supplemenlal 




Step 

percent 


Apprentice Base Wage 

Health Pension 

Unemployment 

Total Rate 


1 

50 


$25.24 

$10.18 

$18.57 

$0.00 


$53.99 


2 

60 


$30.28 

$10.18 

$18.57 

$0.00 


$59.03 


3 

70 


$35.33 

$10.18 

$18.57 

$0.00 


$64.08 


4 

80 


$40.38 

$10.18 

$18.57 

$0.00 


$69.13 


5 

90 


$45.42 

$10.18 

$18.57 

$0.00 


$74.17 


iNotes: 










Apprentice to Journeyworker Ratio;l:5 

-...---- 

.. ’ 


— 


--- 


MECH. SWEEPER OPERATOR (ON CONST. SITES) 

06/01/2015 

$42.42 

$10.00 

$14.55 

$0.00 


$66.97 

OPERATING ENCINEBRS LOCAL 4 












12/01/2015 

$43.66 

$10.00 

$14.55 

$0.00 


$68.21 




06/01/2016 

$44.41 

$10.00 

$14.55 

$0.00 


$68.96 




12/01/2016 

$45.64 

$10.00 

$14.55 

$0.00 


$70.19 




06/01/2017 

$46.63 

$10.00 

$14.55 

$0.00 


$71.18 




12/01/2017 

$47.62 

$10.00 

$14.55 

$0.00 


$72.17 

For apprentice rates see 

“Apprentice- OPERATtNG ENGINEERS" 








MECHANICS MAINTENANCE 


06/01/2015 

$42.42 

$10.00 

$14.55 

$0.00 


$66.97 

OPERAmO ENGINEERS LOCAL 4 












12/01/2015 

$43.66 

$10.00 

$14.55 

$0.00 


$68.21 




06/01/2016 

$44.41 

$10.00 

$14.55 

$0.00 


$68.96 




12/01/2016 

$45.64 

$10.00 

$14.55 

$0.00 


$70.19 




06/01/2017 

$46.63 

$10.00 

$14.55 

$0,00 


$71.18 




12/01/2017 

$47.62 

$10.00 

$14.55 

$0.00 


$72.17 

For apprentice rales see 

"Apprentice- 

OPERATING ENGINEERS" 








MILLWRIGHT (Zone 1) 


04/01/2015 

$37.64 

$9.80 

$16.21 

$0.00 


$63.65 


MILLWRIGHTS LOCAL 1121 - Zone 1 


Issue Date: 09/02/2015 


Wage Request Number: 20150902-010 
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Classification 


Effecth e Date Base Wage Health 


Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - MILLWRIGHT - Local 1121 Zone 1 
Effective Date - 04/01/2015 


Siipplemental 


Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

55 

S20.70 

$9.80 

$4.48 

$0.00 

$34.98 

2 

65 

$24.47 

$9.80 

$13.36 

$0,00 

$47.63 

3 

75 

$28.23 

$9.80 

$14.18 

$0.00 

$52.21 

4 

85 

$31.99 

$9.80 

$14.99 

$0.00 

$56.78 


Notes: 

Steps are 2,000 hours 


Apprentice to Journeyworker Ratio:]:5 


MORTAR MIXER 

06/01/2015 

$35,35 

$7.30 

$13.20 

$0.00 

$55.85 

LABORERS - ZONE 1 

12/01/2015 

$36.10 

$7.30 

$13.20 

$0.00 

$56.60 


06/01/2016 

$36,85 

$7.30 

$13.20 

$0.00 

$57.35 


12/01/2016 

$37.85 

$7.30 

$13.20 

$0.00 

$58.35 

For apprentice rales see "Apprentice- LABORER” 







OILER (OTHER THAN TRUCK CRANES,GRAD ALLS) 

06/01/2015 

$21.97 

$10.00 

$14.55 

$0.00 

$46.52 

OPERA TING ENGINEERS LOCAL 4 

12/01/2015 

$22.62 

$10.00 

$14.55 

$0.00 

$47.17 


06/01/2016 

$23.01 

$10.00 

$14.55 

$0.00 

$47.56 


12/01/2016 

$23.66 

$10.00 

$14.55 

$0.00 

$48.21 


06/01/2017 

$24.17 

$10.00 

$14,55 

$0.00 

$48.72 


12/01/2017 

$24.69 

$10.00 

$14.55 

$0.00 

$49.24 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







OILER (TRUCK CRANES, GRADALLS) 

06/01/2015 

$25.68 

$10.00 

$14.55 

$0.00 

$50.23 

OPERATING ENGINEERS LOCAL 4 

12/01/2015 

$26.43 

$10.00 

$14.55 

$0.00 

$50.98 


06/01/2016 

$26.89 

$10.00 

$14.55 

$0.00 

$51.44 


12/01/2016 

$27.64 

$10.00 

$14.55 

$0,00 

$52.19 


06/01/2017 

$28.24 

$10.00 

$14.55 

$0.00 

$52.79 


12/01/2017 

$28.85 

$10.00 

$14.55 

$0.00 

$53.40 

For apprentice rates see 'Apprentice- OPERATING ENGINEERS" 







OHHER POWER DRIVEN EQUIPMENT - CLASS II 

06/01/2015 

$42.42 

$10.00 

$14.55 

$0,00 

$66.97 

OPERA TING ENGINEERS LOCAL 4 

12/01/2015 

$43.66 

$10.00 

$14.55 

$0.00 

$68.21 


06/01/2016 

$44.41 

$10.00 

$14.55 

$0.00 

$68.96 


12/01/2016 

$45.64 

$10.00 

$14.55 

$0.00 

$70.19 


06/01/2017 

$46.63 

$10.00 

$14.55 

$0,00 

$71.18 


12/01/2017 

$47.62 

$10.00 

$14.55 

$0.00 

$72.17 

For apprentice rates see 'Apprentice- OPERATING ENGINEERS" 







PAINTER (BRIDGES/TANKS) 

07/01/2015 

$48.56 

$7.85 

$16.10 

$0,00 

$72.51 

PAINTERS WCAL 31 - ZONE Z 

01/01/2016 

$49.51 

$7.85 

$16.10 

$0.00 

$73.46 


07/01/2016 

$50.46 

$7,85 

$16.10 

$0.00 

$74.41 


01/01/2017 

$51.41 

$7.85 

$16.10 

$0.00 

$75.36 


Issue Date: 09/02/2015 


Wage Request Number: 20150902-010 
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Classification 


Effective Date Base Wage Health 


Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice- PAINTER Local i 5 - BRIDGES/TANKS 


Effective Date - 

Step percent 

07/01/2015 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 


$24.28 

$7.85 

$0.00 

$0.00 

$32.13 

2 

55 


$26.71 

$7.85 

$3.66 

$0.00 

$38.22 

3 

60 


$29.14 

$7.85 

$3.99 

so.oo 

$40.98 

4 

65 


$31.56 

$7.85 

$4.32 

$0.00 

$43.73 

5 

70 


$33.99 

$7.85 

$14.11 

$0.00 

$55.95 

6 

75 


$36.42 

$7.85 

$14.44 

$0.00 

$58.71 

7 

80 


$38.85 

$7.85 

$14,77 

$0.00 

$61.47 

8 

90 


$43.70 

$7.85 

$15.44 

$0.00 

$66.99 

Effective Date - 

01/01/2016 




Supplemental 


Step 

percent 


Apprentice Base Wage 

Health 

Pension 

UiiemplojTnent 

Total Rate 

1 

50 


$24.76 

$7.85 

$0.00 

$0.00 

$32.61 

2 

55 


$27,23 

$7.85 

$3.66 

$0.00 

$38.74 

3 

60 


$29.71 

$7.85 

$3.99 

$0.00 

$41.55 

4 

65 


$32.18 

$7.85 

$4.32 

$0.00 

$44.35 

5 

70 


$34.66 

$7.85 

$14.11 

$0.00 

$56.62 

6 

75 


$37.13 

$7.85 

$14.44 

$0.00 

$59.42 

7 

80 


$39,61 

$7.85 

$14.77 

$0.00 

$62.23 

8 

90 


$44.56 

$7.85 

$15.44 

$0.00 

$67.85 


=Notcs: 

Steps are 750 hrs. 

Apprentice to Journeyworker Ratio:l:l 

PA5HiF(SPRAyOR NEW) * 

* If 30% or more of surfaces to be painted are new construction, 
NEW paint rate shall be used./>^iMEJi!5 LOCAL t.t - zone 2 


i 


07/01/2015 

$39.46 

$7.85 

$16.10 

$0.00 

$63.41 

01/01/2016 

$40.41 

$7.85 

$16.10 

$0.00 

$64.36 

07/01/2016 

$41.36 

$7.85 

$16.10 

$0.00 

$65.31 

01/01/2017 

$42.31 

$7.85 

$16.10 

SO.OO 

$66.26 


Issue Date: 09/02/2015 


Wage Request Number; 20150902-010 
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Class iil cation 


Effective Date Base Wage Health 


Pension 


Supplemental 

Unemplo^'mcnt 


Total Rate 


Apprentice - PAINTER Local 35 Zone 2 - Spray/Sandblast - New 


Effective Date - 

Step percent 

07/01/2015 

Apprentice Base Wage 

Health 

Pension 

SupplementaJ 

Uneniployraent 

Total Rate 

1 

50 


J:i9,73 

$7.85 

$0.00 

$0.00 

$27.58 

2 

55 


$21.70 

$7.85 

$3.66 

$0.00 

$33.21 

3 

60 


$23.68 

$7.85 

$3.99 

$0.00 

$35.52 

4 

65 


$25.65 

$7.85 

$4.32 

$0.00 

$37.82 

5 

70 


$27.62 

$7.85 

$14.11 

$0.00 

$49.58 

6 

75 


$29.60 

$7.85 

$14.44 

$0.00 

$51.89 

7 

80 


$31.57 

$7.85 

$14.77 

$0.00 

$54.19 

8 

90 


$35.51 

$7.85 

$15.44 

$0.00 

$58.80 

Effective Date - 

01/01/2016 




Supplemental 


Step 

percent 


Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

50 


$20.21 

$7.85 

$0.00 

$0.00 

$28.06 

2 

55 


$22.23 

$7.85 

$3.66 

$0.00 

$33.74 

3 

60 


$24.25 

$7.85 

$3.99 

$0.00 

$36.09 

4 

65 


$26.27 

$7.85 

$4.32 

$0.00 

$38.44 

5 

70 


$28.29 

$7.85 

$14.11 

$0.00 

$50.25 

6 

IS 


$30.31 

$7.85 

$14.44 

$0.00 

$52.60 

7 

80 


$32.33 

$7.85 

$14.77 

$0.00 

$54.95 

8 

90 


$36.37 

$7.85 

$15.44 

$0.00 

$59.66 

Notes: 

... 

-v-v-v,, -- 

- . '. - 






Steps are 750 hrs. 






Apprentice to Journeyworker Ratio:l;l 

-v- 



-- --- 

...V.V4V. -..VAV.,.. 

PAINTER (SPRAY OR SANDBLAST, REPAINT) 

07/01/2015 

$37.52 

$7.85 

$16.10 

$0.00 $61.47 

PAINTERS LOCAL 35 - ZONE 2 










01/01/2016 

$38.47 

$7.85 

$16.10 

$0.00 $62.42 




07/01/2016 

$39.42 

$7.85 

$16.10 

$0.00 $63.37 




01/01/2017 

$40.37 

$7.85 

$16.10 

$0.00 $64.32 


Issue Date: 09/02/2015 
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Classification 


Effective Date Base Wage Health 


Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - PAINTER Local 35 Zone 2 - Spray/Sandblast - Repaint 


Effective Date - 07/01/2015 

Step percent 

Apprentice Base Wage Health 

Pension 

Supplemental 

Unemployment 

Total Rate 


1 

50 


$18.76 

$7.85 

$0.00 

$0.00 


$26.61 


2 

55 


$20.64 

$7.85 

$3.66 

$0.00 


$32.15 


3 

60 


$22,51 

$7.85 

$3,99 

$0.00 


$34.35 


4 

65 


$24.39 

$7.85 

$4.32 

$0,00 


$36.56 


5 

70 


$26.26 

$7.85 

$14.11 

$0.00 


$48,22 


6 

75 


$28.14 

$7,85 

$14.44 

$0.00 


$50.43 


7 

80 


$30.02 

$7.85 

$14.77 

$0.00 


$52.64 


8 

90 


$33.77 

$7.85 

$15.44 

$0,00 


$57.06 


Effective Date - 01/01/2016 





Supplemental 




Step 

percent 

Apprentice Base Wage Health 

Pension 

Unemployment 

Total Rate 


1 

50 


$19.24 

$7.85 

$0.00 

$0.00 


$27.09 


2 

55 


$21.16 

$7.85 

$3.66 

$0.00 


$32.67 


3 

60 


$23.08 

$7.85 

$3.99 

$0.00 


$34.92 


4 

65 


$25.01 

$7.85 

$4.32 

$0.00 


$37.18 


5 

70 


$26.93 

$7.85 

$14.11 

$0.00 


$48.89 


6 

75 


$28.85 

$7.85 

$14.44 

$0.00 


$51.14 


7 

80 


$30.78 

$7.85 

$14.77 

$0.00 


$53.40 


8 

90 


$34.62 

$7.85 

$15.44 

$0.00 


$57.91 


1 Notes: 

- - .. ..WWW -.v.V - 


..WW .WWW. . 


.. 

. . 





Steps are 750 hrs. 







1 


Apprentice to Journeyworker Ratio;l:l 


...... 

.. 


. .. ’ 


-.. 


PAINTER (TRAFFIC MARKINGS) 


06/01/2015 

$35.10 

$7.30 

$13.20 

$0.00 


$55.60 

LABORERS - ZONE) 













12/01/2015 

$35.85 

$7.30 

$13,20 

$0.00 


$56.35 




06/01/2016 

$36.60 

$7.30 

$13.20 

$0.00 


$57.10 




12/01/2016 

$37.60 

$7.30 

$13.20 

$0.00 


$58.10 

For Apprentice rates sec 

"Apprentice- LABORER" 









PAINTER / TAPER (BRUSH, NEW) * 


07/01/2015 

$38.06 

$7.85 

$16.10 

$0.00 


$62.01 

* If 30% or more of surfaces to be painted are new construction, 

01/01/2016 

$39.01 

$7.85 

$16.10 

$0.00 


$62.96 

NEW pamt rate shall be u&&a..PA!NTERS LOCAL 35 - ZONE 2 












07/01/2016 

$39.96 

$7.85 

$16.10 

$0.00 


$63.91 




01/01/2017 

$40.91 

$7.85 

$16.10 

$0.00 


$64.86 


Issue Date: 09/02/2015 
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Classification 



Effective Date 

Base Wage 

Health 

^ . Supplemental 

Pension 

UncmpioYTOcnt 

Total Rate 

Apprentice - PAINTER - Local 3S Zone 2 

- BRUSH NEW 






Effective Date - 

07/01/2015 




Supplemental 



Step 

percent 


Apprentice Base Wage Health 

Pension 

Uncmployrnent 

Total Rate 


1 

50 


$19,03 

$7.85 

$0.00 

$0.00 

$26.88 


2 

55 


$20.93 

$7.85 

$3.66 

$0.00 

$32.44 


3 

60 


$22.84 

$7.85 

$3.99 

$0.00 

$34.68 


4 

65 


$24.74 

$7.85 

$4.32 

$0.00 

$36.91 


5 

70 


$26.64 

$7.85 

$14,11 

$0.00 

$48,60 


6 

75 


$28.55 

$7.85 

$14.44 

$o:oo 

$50.84 


7 

80 


$30,45 

$7,85 

$14.77 

$0.00 

$53.07 


8 

90 


$34.25 

$7,85 

$15.44 

$0.00 

$57.54 


Effective Date - 

01/01/2016 




Supplemental 



Step 

percent 


Apprentice Base Wage HealOi 

Pension 

Unemployment 

Total Rate 


1 

50 


$19.51 

$7.85 

$0.00 

$0.00 

$27.36 


2 

55 


$21.46 

$7.85 

$3.66 

$0.00 

$32.97 


3 

60 


$23.41 

$7.85 

$3.99 

$0.00 

$35.25 


4 

65 


$25.36 

$7.85 

$4.32 

$0.00 

$37.53 


5 

70 


$27,31 

$7.85 

$14,11 

$0.00 

$49.27 


6 

75 


$29.26 

$7.85 

$14.44 

$0.00 

$51.55 


7 

80 


$31.21 

$7.85 

$14.77 

$0.00 

$53.83 


8 

90 


$35.11 

$7.85 

$15.44 

$0.00 

$58.40 


i Notes: 










Steps are 750 hrs. 







Apprentice to Journeyworker Ratio:l:l 

..VVV-V.V ove-n- .-v 


... — 




PAINTER / TAPER (BRUSH, REPAINT) 

07/01/2015 

$36.12 

$7.85 

$16.10 

$0.00 

$60.07 

FAimEBS LOCAL - ZONE 2 


01/01/2016 

$37.07 

$7.85 

$16.10 

$0.00 

$61.02 




07/01/2016 

$38,02 

$7.85 

$16.10 

$0.00 

$61.97 




01/01/2017 

$38.97 

$7.85 

$16.10 

$0.00 

$62.92 


Issue Date: 09/02/2015 
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Classification 


Effective Date Base Wage Health 


Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - PAINTER Local 35 Zone 2 - BRUSH REPAINT 
Effective Date - 07/01/2015 

Step percent Apprentice Base Wage 

Health 

Pension 

Supplemenlal 

Unemployment 

Total Rate 

1 

50 

$18,06 

$7.85 

$0.00 

$0.00 

$25.91 

2 

55 

$19.87 

$7.85 

$3.66 

$0,00 

$31.38 

3 

, 60 

$21.67 

$7.85 

$3.99 

$0.00 

$33.51 

4 

65 

$23.48 

$7.85 

$4.32 

$0.00 

$35.65 

5 

70 

$25.28 

$7.85 

$14.11 

$0.00 

$47.24 

6 

75 

$27.09 

$7.85 

$14.44 

$0.00 

$49.38 

7 

80 

$28.90 

$7.85 

$14.77 

$0.00 

$51.52 

8 

90 

$32.51 

$7.85 

$15.44 

$0,00 

$55,80 

Effective Date - 

Step percent 

01/01/2016 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 

$18.54 

$7.85 

$0.00 

$0.00 

$26,39 

2 

55 

$20.39 

$7.85 

$3.66 

$0.00 

$31.90 

3 

60 

$22.24 

$7.85 

$3.99 

$0.00 

$34.08 

4 

65 

$24.10 

$7.85 

$4.32 

$0,00 

$36.27 

5 

70 

$25.95 

$7.85 

$14.11 

$0.00 

$47.91 

6 

75 

$27.80 

$7.85 

$14.44 

$0.00 

$50.09 

7 

80 

$29.66 

$7.85 

$14.77 

$0.00 

$52.28 

8 

90 

$33.36 

$7.85 

$15.44 

$0.00 

$56.65 



....^ _ __ _ —._ 

.. 

...vs V.-S.V. 

— . 

, — 


'Notes: 

Steps are 750 hrs. 


Apprentice to Journcyworker Ratio:] :1 


PANEL & PICKUP TRUCKS DRIVER 

08/01/2015 

$32.58 

$10.41 

$9.33 

$0.00 

$52.32 

TEAMSTERS.JOINT COUNCIL NO. 10 ZONE A 

12/01/2015 

$32.58 

$10.41 

$10,08 

$0.00 

$53.07 


06/01/2016 

$33.08 

$10,41 

$10.08 

$0.00 

$53.57 


08/01/2016 

$33.08 

$10.91 

$10.08 

$0.00 

$54.07 


12/01/2016 

$33.08 

$10.91 

$10.89 

$0.00 

$54.88 

PIER AND DOCK CONSTRUCTOR (UNDERPINNING AND 
DECK) 

PILE DRIVER LOCAL 56 (ZONE 1) 

08/01/2015 

$42.04 

$9.80 

$19.23 

$0,00 

$71.07 

PILE DRIVER 

08/01/2015 

$42.04 

$9.80 

$19.23 

$0.00 

$71,07 


PILE Dm'ER LOCAL 56 {LONE 1) 


Issue Date: 09/02/2015 
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Classification 


Effective Date Base Wage Health 


Pension 


Supplemental 

Unemployment 


Total Hate 


Apprentice - PILE DRIJ^R - Locol 56 Zone I 


Effective Date - 08/01/2015 


Supplemental 


Step 

percent 

Apprentice Base Wage 

Health 

Pension 

UDcmpioyment 

Total Rate 

1 

50 

$21.02 

$9.80 

$19.23 

$0.00 

$50.05 

2 

60 

$25.22 

$9.80 

$19.23 

$0.00 

$54.25 

3 

70 

$29.43 

$9.80 

$19.23 

$0.00 

$58.46 

4 

75 

$31.53 

$9.80 

$19.23 

$0.00 

$60.56 

5 

80 

$33.63 

$9.80 

$19.23 

$0.00 

$62.66 

6 

80 

$33.63 

$9.80 

$19.23 

$0.00 

$62.66 

7 

90 

$37.84 

$9.80 

$19.23 

$0.00 

$66.87 

8 

90 

$37.84 

$9.80 

$19.23 

$0.00 

$66.87 


Notes: 


A pprentice to Journeyworker Ratio: 1:3 


PIPEHTTER & STEAMFITTER 

09/01/2015 

$49.69 

$9.70 

$16.89 

$0.00 

$76.28 

nFi;FITWiS LOCAL 537 

03/01/2016 

$50.69 

$9.70 

$16.89 

$0.00 

$77.28 


09/01/2016 

$51.69 

$9.70 

$16.89 

$0.00 

$78.28 


03/01/2017 

$52.69 

$9.70 

$16.89 

$0.00 

$79.28 


Apprentice - PIPEFU'TER - Local 537 

Effective Date - 09/01/2015 

Step percent Apprentice Base Wage 

Health 

Pension 

SuppleoientaJ 

Unemployment 

Total Rate 

1 

40 

$19.88 

$9.70 

$7.50 

$0.00 

$37.08 

2 

45 

$22.36 

$9.70 

$16.89 

$0.00 

$48.95 

3 

60 

$29.81 

$9.70 

$16.89 

$0.00 

$56.40 

4 

70 

$34.78 

$9.70 

$16.89 

$0.00 

$61.37 

5 

80 

$39.75 

$9.70 

$16.89 

$0.00 

$66.34 

Effective Date - 

Step percent 

03/01/2016 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

40 

$20.28 

$9.70 

$7.50 

$0.00 

$37.48 

2 

45 

$22.81 

$9.70 

$16.89 

$0.00 

$49.40 

3 

60 

$30.41 

$9.70 

$16.89 

$0.00 

$57.00 

4 

70 

$35.48 

$9.70 

$16.89 

$0.00 

$62.07 

5 

80 

$40.55 

$9.70 

$16.89 

$0.00 

$67.14 


Notes: 

** 1:3; 3:15; 1:10 thereafter / Steps are 1 yr. 

Refrig/AC Mechanic **l:l;l:2;2:4;3:6;4:8;5:10;6:12;7:14;8:l7;9:20;10:23(Max) 

Apprentice to Journeyworker Ratio:** 


Issue Date: 09/02/2015 


W'age Request Number: 20150902-010 


Page 25 of 36 










Classification 

Effective Date 

Base Wage 

HcaUfa 

Pension 

Supplemental 

llnemDlovment 

Total Rate 

PIPELAYER 

06/01/2015 

$35.35 

$7.30 

$13.20 

$0.00 

$55.85 

LABORERS-ZONE 1 


12/01/2015 

$36.10 

$7.30 

$13.20 

$0.00 

$56.60 


06/01/2016 

$36.85 

$7.30 

$13.20 

$0.00 

$57.35 


12/01/2016 

$37.85 

$7.30 

$13.20 

$0.00 

$58.35 

For appreotice rates see "Apprentice- LABORER" 

PLUMBERS & GASFITTERS 

09/01/2015 

$50.46 

$10.82 

$15.14 

$0.00 

$76.42 

PLUMBERS & GASFITTERS LOCAL 12 ^ . _ 


03/01/2016 

$51.61 

$10.82 

$15.14 

$0.00 

$77.57 


09/01/2016 

$52.66 

$10.82 

$15.14 

$0.00 

$78.62 


03/01/2017 

$53.66 

$10.82 

$15.14 

$0.00 

$79.62 


Apprentice - PLU]\dBKR/GAS}*lT'rKR - ImcqI 12 

Effective Date - 09/01/2015 Supplememal 


Step 

percent 

Apprentice Base Wage 

Health 

Pension 

UnempioymeQt 

Total Rate 

1 

35 

$17.66 

$10.82 

$5.63 

$0.00 

$34.11 

2 

40 

$20.18 

$10,82 

$6.37 

$0.00 

$37.37 

3 

55 

$27.75 

$10.82 

$8.56 

$0.00 

$47.13 

4 

65 

$32.80 

$10.82 

$10.03 

$0.00 

$53.65 

5 

75 

$37.85 

$10.82 

$11.48 

$0.00 

$60.15 

Effective Date - 03/01/2016 

Step percent 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

35 

$18.06 

$10.82 

$5.61 

$0.00 

$34.49 

2 

40 

$20.64 

$10.82 

$6.36 

$0.00 

$37.82 

3 

55 

$28.39 

$10.82 

$8.56 

$0.00 

$47.77 

4 

65 

$33.55 

$10.82 

$10.02 

$0.00 

$54.39 

5 

75 

$38.71 

$10.82 

$11.48 

$0.00 

$61.01 


iNotes; 

; ** 1:2; 2:6; 3:10; 4:14; 5:19/Steps are 1 yr 

Step4 with lic$56.90 Slep5 with lic$63.40 
Apprentice to Journeyworker Ratio:** 


PNEUMATIC CONTROLS (TEMP.) 

PiPBfrrXERS LOCAL 537 

For apprentice rates see "Apprentice- PIPEFITTER" or "PLUMBER/l^IPEFITTER" 

09/01/2015 

03/01/2016 

09/01/2016 

03/01/2017 

$49.69 

$50.69 

$51.69 

$52.69 

$9.70 

$9.70 

$9.70 

$9.70 

$16.89 

$16.89 

$16.89 

$16.89 

$0.00 

$0.00 

$0.00 

$0.00 

$76.28 

$77.28 

$78.28 

$79.28 

PNEUMATIC DRILL/TOOL OPERATOR 

06/01/2015 

$35.35 

$7.30 

$13.20 

$0.00 

$55.85 

LABORERS - ZONE I 


12/01/2015 

$36.10 

$7.30 

$13.20 

$0.00 

$56.60 


06/01/2016 

$36.85 

$7.30 

$13.20 

$0.00 

$57.35 


12/01/2016 

$37.85 

$7.30 

$13.20 

$0.00 

$58.35 

For apprentice rates see "Apprentice- LABORER" 

POWDERMAN & BLASTER 

06/01/2015 

$36.10 

$7.30 

$13.20 

$0.00 

$56.60 

UBORERS ’ ZONE 1 


12/01/2015 

$36.85 

$7.30 

$13.20 

$0.00 

$57.35 


06/01/2016 

$37.60 

$7.30 

$13.20 

$0.00 

$58.10 


12/01/2016 

$38.60 

$7.30 

$13.20 

$0.00 

$59.10 

For apprentice rates sec "Apprentice- LABORER" 
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Classification 

Effective Date 

Base Wage 

Health 

Pension 

Supplemental 

Unemploymcnf 

Total Kate 

POWER SHOVEL/DERRICK/rRENCHING MACHINE 

06/01/2015 

$42.83 

$10.00 

$14.55 

$0,00 

$67.38 

OPERATING ENGiNEERS LOCAL 4 

12/01/2015 

$44.08 

$10.00 

$14.55 

$0.00 

$68.63 


06/01/2016 

$44.83 

$10,00 

$14.55 

$0.00 

$69.38 


12/01/2016 

$46.08 

$10.00 

$14.55 

$0.00 

$70.63 


06/01/2017 

$47.08 

$10.00 

$14.55 

$0.00 

$71.63 


12/01/2017 

$48.08 

$10.00 

$14.55 

$0.00 

$72.63 

For apprentice rales see "Apprentice- OPERATING ENGINEERS" 







PUMP OPERATOR (CONCMTE) 

06/01/2015 

$42.83 

$10.00 

$14.55 

$0.00 

$67.38 

OPERA TING ENGINEERS LOCAL 4 

12/01/2015 

$44.08 

$10.00 

$14.55 

$0.00 

$68,63 


06/01/2016 

$44.83 

$10.00 

$14.55 

$0.00 

$69.38 


12/01/2016 

$46.08 

$10.00 

$!4.55 

$0.00 

$70.63 


06/01/2017 

$47.08 

$10.00 

$14.55 

$0.00 

$71.63 


12/01/2017 

$48.08 

$10.00 

$14.55 

$0.00 

$72.63 

For apprentice rales see "Apprentice- OPERATING ENGINEERS" 







PUMP OPERATOR (DEWATERING, OTHER) 

06/01/2015 

$29.61 

$10.00 

$14.55 

$0.00 

$54.16 

OPERATING ENGINEERS LOCAL d 

12/01/2015 

$30.48 

$10.00 

$14.55 

$0.00 

$55.03 


06/01/2016 

$31.00 

$10.00 

$14.55 

$0.00 

$55.55 


12/01/2016 

$31,87 

$10.00 

$14.55 

$0.00 

$56.42 


06/01/2017 

$32.56 

$10.00 

$14.55 

$0.00 

$57.11 


12/01/2017 

$33.25 

$10,00 

$14.55 

$0.00 

$57,80 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







READY MIX CONCRETE DRIVERS after 4/30/10 

07/01/2015 

$27.88 

$7.98 

$8.92 

$0.00 

$44.78 

(Drivers Hired After AI'iOI2QW)TEAMSTERSLOCAL 25c 

05/01/2016 

$28.03 

$7.98 

$9.31 

$0.00 

$45.32 


07/01/2016 

$28.03 

$8.23 

$9.31 

$0.00 

$45.57 


05/01/2017 

$28.18 

$8.23 

$9.72 

$0.00 

$46.13 


07/01/2017 

$28.18 

$8.48 

$9.72 

$0.00 

$46.38 

READY-MIX CONCRETE DIHVER 

07/01/2015 

$29.18 

$7.98 

$8.92 

$0.00 

$46.08 

TEAMSTERS LOCAL 25c 

05/01/2016 

$29.33 

$7.98 

$9.31 

$0.00 

$46.62 


07/01/2016 

$29.33 

$8.23 

$9.31 

$0.00 

$46.87 


05/01/2017 

$29.48 

$8.23 

$9.72 

$0.00 

$47.43 


07/01/2017 

$29.48 

$8.48 

$9.72 

$0.00 

$47.68 

RECLAIMERS 

06/01/2015 

$42.42 

$10.00 

$14.55 

$0.00 

$66.97 

OPERA TING ENGINEERS LOCAL 4 

12/01/2015 

$43.66 

$10,00 

$14.55 

$0.00 

$68.21 


06/01/2016 

$44.41 

$10.00 

$14.55 

$0.00 

$68.96 


12/01/2016 

$45.64 

$10,00 

$14.55 

$0.00 

$70.19 


06/01/2017 

$46.63 

$10.00 

$14.55 

$0.00 

$71.18 


12/01/2017 

$47.62 

$10.00 

$14.55 

$0.00 

$72.17 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







RESIDENTIAL WOOD FRAME (All Other Work) 

CARPENI'ERS -ZONE 2 {Residential Wood) 

04/01/2011 

$24.24 

$8.67 

$15.51 

$0.00 

$48.42 

RESIDENTIAL WOOD FRAME CARPENTER 

05/01/2011 

$24.24 

$6.34 

$6.23 

$0.00 

$36.81 


** The Residential Wood Frame Carpenter classification applies 
only to the construction of new, wood frame residences tlmt do 
not exceed four stories including the has&mmi.CAiu^ENTEiiS-zom 

2 (Residential Wood) 

As of 9/1/09 Carpentry work on wood-frame residential WEATHERIZATION projects shall be paid the RESIDENTIAL WOOD FRAME CARPENTER rate. 
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Class ification 


Effective Date Base Wage Health Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - CARPENTER (Residential Wood Frame) - Zone 2 

Effective Date - 05/01/2011 Supplemenial 


Step 

percent 

Apprentice Base Wage Health 

Pension 

U nempl oyment 

Total Rate 


1 

60 

$14.54 

$6.34 

. $0.00 

$0.00 


$20.88 


2 

60 

$14.54 

$6.34 

$6.23 

$0.00 


$27.11 


3 

65 

$15.76 

$6.34 

$6.23 

$0.00 


$28.33 


4 

70 

$16.97 

$6.34 

$6.23 

$0.00 


$29.54 


5 

75 

$18.18 

$6.34 

$6.23 

$0.00 


$30.75 


6 

80 

$19.39 

$6.34 

$6.23 

$0.00 


$31.96 


7 

85 

$20.60 

$6.34 

$6.23 

$0.00 


$33.17 


8 

90 

$21.82 

$6.34 

$6.23 

$0.00 


$34.39 


SNotes: 









Apprentice to Journejworkcr Ratio:l:5 








WDE-ON MOTORIZED BUGGY OPERATOR 

06/01/2015 

$35.35 

$7.30 

$13.20 

$0.00 


$55.85 

LABORERS-7.0NEI 


12/01/2015 

$36.10 

$7.30 

$13.20 

$0.00 


$56.60 



06/01/2016 

$36.85 

$7.30 

$13.20 

$0.00 


$57.35 



12/01/2016 

$37.85 

$7.30 

$13.20 

$0.00 


$58.35 

For apprentice rates see ’ 

'Apprentice- LABORER" 








ROLLER/SPREADER/MIJLCHING MACHINE 

06/01/2015 

$42.42 

$10.00 

$14.55 

$0.00 


$66.97 

OPERATING ENGINEERS LOCAL 4 

12/01/2015 

$43.66 

$10.00 

$14.55 

$0.00 


$68.21 



06/01/2016 

$44.41 

$10.00 

$14.55 

$0.00 


$68.96 



12/01/2016 

$45.64 

$10.00 

$14.55 

$0.00 


$70.19 



06/01/2017 

$46.63 

$10.00 

$14.55 

$0.00 


$71.18 



12/01/2017 

$47.62 

$10.00 

$14.55 

$0.00 


$72.17 

For apprentice rates see ' 

'Apprentice- OPERATING ENGINEERS" 








ROOFER (Inc.Roofer Waterproofhg &Roofer Damproofg) 

08/01/2015 

$40.11 

$11.00 

$12.00 

$0.00 


$63.11 

ROOFERS LOCAL 3S 


02/01/2016 

$41.01 

$11.00 

$12.00 

$0.00 


$64.01 
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Classification 


Effective Date Base Wage Health 


Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - ROOFER - Local 33 

Effective Date - 08/01/2015 

Step percent Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 

$20.06 

$11.00 

$3.38 

$0.00 

$34.44 

2 

60 

$24.07 

$11.00 

$12.00 

$0.00 

$47.07 

3 

65 

$26.07 

$11.00 

$12.00 

$0.00 

$49.07 

4 

75 

$30.08 

$11.00 

$12.00 

$0.00 

$53.08 

5 

85 

$34.09 

$11.00 

$12.00 

$0.00 

$57.09 

Effective Date - 

Step percent 

02/01/2016 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 

$20.51 

$11.00 

$3.38 

$0.00 

$34.89 

2 

60 

$24.61 

$11.00 

$12.00 

$0.00 

$47.61 

3 

65 

$26.66 

$11.00 

$12.00 

$0.00 

$49.66 

4 

75 

$30.76 

$11.00 

$12.00 

$0.00 

$53.76 

5 

85 

$34.86 

$11.00 

$12.00 

$0.00 

$57.86 


Notes: **1:5, 2:6-10, the 1:10; Reroofing: 1:4, then 1:1 
J Step 1 is 2000 hrs.; Steps 2-5 are 1000 hrs. 


Apprentice to Journeyworker Ratio:** 


ROOFER SLATE / TILE / PRECAST CONCRETE 

ROOFERS LOCAL 33 

For apprentice rates see "Apprentice- ROOFER" 

08/01/2015 

02/01/2016 

$40.36 

$41.26 

$11.00 

$11.00 

$12.00 

$12.00 

$0.00 

$0.00 

$63.36 

$64.26 

SHEETMETAL WORKER 

08/01/2015 

$43.31 

$10.20 

$21.48 

$2.25 

$77.24 

SHEETMBTAL WORKERS LOCAL 17-A 

02/01/2016 

$44.31 

$10.20 

$21.48 

$2.25 

$78.24 


08/01/2016 

$45.46 

$10.20 

$21.48 

$2.25 

$79.39 


02/01/2017 

$46.56 

$10.20 

$21.48 

$2.25 

$80.49 


08/01/2017 

$47.66 

$10.20 

$21.48 

$2.25 

$81.59 


02/01/2018 

$48.81 

$10.20 

$21.48 

$2.25 

$82.74 
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Ciassification 


Effective Date Base Wage Health 


Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - SHEET METAL WORKER - Local J 7-A 

Effective Date - 08/01/2015 Supplement^ 


Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

40 

$17.32 

$10.20 

$4.90 

$0.00 

$32.42 

2 

40 

$17.32 

$10.20 

$4.90 

$0.00 

$32.42 

3 

45 

$19.49 

$10.20 

$9.59 

$1.18 

$40.46 

4 

45 

$19.49 

$10.20 

$9.59 

$1.18 

$40.46 

5 

50 

$21.66 

$10.20 

$10.45 

$1.27 

$43.58 

6 

50 

$21.66 

$10.20 

$10.70 

$1.28 

$43.84 

7 

60 

$25.99 

$10.20 

$12.17 

$1.45 

$49.81 

8 

65 

$28.15 

$10.20 

$13.04 

$1.54 

$52.93 

9 

75 

$32.48 

$10.20 

$14.76 

$1.72 

$59.16 

10 

85 

$36.81 

$10.20 

$15.98 

$1.89 

$64.88 

Effective Date - 02/01/2016 

Step percent 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemploytnenl 

Total Rate 

1 

40 

$17.72 

$10.20 

$4.90 

$0.00 

$32.82 

2 

40 

$17.72 

$10.20 

$4.90 

$0.00 

$32.82 

3 

45 

$19.94 

$10.20 

$9.59 

$1.19 

$40.92 

4 

45 

$19.94 

$10.20 

$9.59 

$1.19 

$40.92 

5 

50 

$22.16 

$10.20 

$10.45 

$1.28 

$44.09 

6 

50 

$22.16 

$10.20 

$10.70 

$1.29 

$44.35 

7 

60 

$26.59 

$10.20 

$12.17 

$1.47 

$50.43 

8 

65 

$28.80 

$10.20 

$13.04 

$1.56 

$53.60 

9 

75 

$33.23 

$10.20 

$14.76 

$1.75 

$59.94 

10 

85 

$37.66 

$10.20 

$15.98 

$1.92 

$65.76 

sNotes: 

Steps are 6 mos. 





I 

Apprentice to Journeyworker Ratio:l:4 

...... 





SIGN ERECTOR 


06/01/2013 $25.81 

$7.07 

$7.05 

$0.00 $39.93 


PAimERS LOCAL 35 - ZONE 2 
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Classification 


Effective Date Base Wage Health Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - SIGN^ERECTOR - Locol 35 Zo?76 2 


Effective Date - 06/01/2013 




Supplemental 




Step 

percent 

Apprentice Base Wage Health 

Pension 

Unemployment 

Total Rate 


1 

50 

$12.91 

$7.07 

$0.00 

$0.00 


$19.98 


2 

55 

$14,20 

$7.07 

$2.45 

$0.00 


$23.72 


3 

60 

$15,49 

$7,07 

$2.45 

$0.00 


$25.01 


4 

65 

$16.78 

$7.07 

$2.45 

$0.00 


$26.30 


5 

70 

$18.07 

$7.07 

$7.05 

$0.00 


$32.19 


6 

75 

$19.36 

$7.07 

$7.05 

$0.00 


$33.48 


7 

80 

$20,65 

$7.07 

$7.05 

$0.00 


$34.77 


8 

85 

$21.94 

$7.07 

$7.05 

$0.00 


$36.06 


9 

90 

$23.23 

$7.07 

$7.05 ■ 

$0.00 


$37.35 


Notes: 

Steps are 4 mos. 






i 


Apprentice to Journeyworker Ratio: 1:1 








SPECIAIJZED EARTH MOVING EQUIP <35 TONS 

08/01/2015 

$33.04 

$10.41 

$9.33 

$0.00 


$52.78 

TEAMSTERS JOINT COUNCIL NO. JO ZONE A 

12/01/2015 

$33.04 

$10.41 

$10.08 

$0.00 


$53.53 



06/01/2016 

$33.54 

$10.41 

$10,08 

$0.00 


$54.03 



08/01/2016 

$33.54 

$10.91 

$10.08 

$0.00 


$54.53 



12/01/2016 

$33.54 

$10.91 

$10.89 

$0.00 


$55.34 

SPECIALIZED EARTH MOVING EQUIP > 35 TONS 

08/01/2015 

$33.33 

$10.41 

$9.33 

$0.00 


$53.07 

TEAMSTERS JOINT COUNCIL NO. JO ZONE A 

12/01/2015 

$33.33 

$10.41 

$10.08 

$0.00 


$53.82 



06/01/2016 

$33.83 

$10.41 

$10,08 

$0.00 


$54.32 



08/01/2016 

$33.83 

$10.91 

$10.08 

$0.00 


$54.82 



12/01/2016 

$33.83 

$10.91 

$10.89 

$0.00 


$55.63 

SPRINKLER FITTER 


03/01/2015 

$54.43 

$8.42 

$14.90 

$0.00 


$77.75 

SPRINKLER FITTESS LOCAL 550 - (Section A) Zone I 

10/01/2015 

$55.58 

$8.42 

$14.90 

$0.00 


$78.90 



01/01/2016 

$55.58 

$8.67 

$15.05 

$0.00 


$79.30 



03/01/2016 

$56.58 

$8,67 

$15.05 

$0.00 


$80.30 



10/01/2016 

$57.73 

$8.67 

$15.05 

$0.00 


$81.45 



03/01/2017 

$58.73 

$8.67 

$15.05 

$0.00 


$82.45 
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Classification 


Effective Date Base Wage Health 


Pension 


Supplemental 

Unemployment 


Total Rale 


Apprentice - SPRINKLER FITTER - Local 550 (Section A) Zone 1 


Effective Date - 03/01/2015 

Step percent 

Apprentice Base Wage 

iealth 

Pension 

Supplemental 

Unemployment 

Total Rate 


1 

35 

$19.05 

$8.42 

$8.40 

$0.00 


$35.87 


2 

40 

$21.77 

$8.42 

$8.40 

$0.00 


$38.59 


3 

45 

$24.49 

$8.42 

$8.40 

$0.00 


$41.31 


4 

50 

$27.22 

$8,42 

$8.40 

$0,00 


$44.04 


5 

55 

$29.94 

$8.42 

$8.40 

$0.00 


$46.76 


6 

60 

$32.66 

$8.42 

$8.40 

$0.00 


$49.48 


7 

65 

$35.38 

$8.42 

$8.40 

$0.00 


$52,20 


8 

70 

$38.10 

$8.42 

$8.40 

$0.00 


$54.92 


9 

75 

$40.82 

$8.42 

$8.40 

$0.00 


$57.64 


10 

80 

$43.54 

$8.42 

$8.40 

$0.00 


$60.36 


Effective Date - 10/01/2015 

Step percent 

Apprentice Base Wage 

Tealth 

Pension 

Supplemental 

Unemployment 

Total Rate 


1 

35 

$19.45 

$8.42 

$8.40 

$0.00 


$36.27 


2 

40 

$22.23 

$8.42 

$8.40 

$0.00 


$39.05 


3 

45 

$25.01 

$8.42 

$8.40 

$0.00 


$41.83 


4 

50 

$27.79 

$8.42 

$8.40 

$0.00 


$44.61 


5 

55 

$30.57 

$8.42 

$8.40 

$0.00 


$47.39 


6 

60 

$33.35 

$8.42 

$8.40 

$0.00 


$50.17 


7 

65 

$36.13 

$8.42 

$8.40 

$0.00 


$52.95 


8 

70 

$38.91 

$8.42 

$8.40 

$0.00 


$55.73 


9 

75 

$41.69 

$8.42 

$8.40 

$0.00 


$58.51 


10 

80 

$44.46 

$8.42 

$8.40 

$0.00 


$61.28 


JNotes: Apprentice entered prior 9/30/10; 

I 40/45/50/55/60/65/70/75/80/85 

Steps are 850 hours 






1 


Apprentice to Journeyworker Ratio:l:3 








STEAM BOILER OPERATOR 

OPERATING ENGINEERS LOCAL‘t 

06/01/20)5 

12/01/2015 

$42,42 

$43.66 

$10.00 

$10.00 

$14,55 

$14.55 

$0.00 

$0.00 


$66.97 

$68.21 



06/01/2016 

$44.41 

$10.00 

$14.55 

$0.00 


$68.96 



12/01/2016 

$45,64 

$10.00 

$14.55 

$0.00 


$70,19 



06/01/2017 

$46.63 

$10.00 

$14.55 

$0.00 


$71.18 

For apprentice rates see 

"Apprentice- OPERATING ENGINEERS" 

12/01/2017 

$47.62 

$10.00 

$14.55 

$0.00 


$72.17 

TAMPERS, SELF-PROPELLED OR TRACTOR DRAWN 

OPERA TING ENGINEERS LOCAL 4 

06/01/2015 

12/01/2015 

$42.42 

$43.66 

$10.00 

$10.00 

$14.55 

$14.55 

$0.00 

$0.00 


$66.97 

$68.21 



06/01/2016 

$44.41 

$10.00 

$14.55 

$0.00 


$68.96 



12/01/2016 

$45.64 

$10.00 

$14.55 

$0,00 


$70.19 



06/01/2017 

$46.63 

$10.00 

$14.55 

$0.00 


$71.18 

For apprentice rates sec 

"Apprentice- OPERATING ENGINEERS" 

12/01/2017 

$47.62 

$10.00 

$14.55 

$0.00 


$72.17 
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Classification 


Effective Date Base Wage Health 


Pension 


Supplemental 

Unemployment 


Total Bate 


TELECOMMUNICATION TECHNICIAN 

09/01/2015 

S34.25 

$13.00 

$14.06 

$0.00 

$61.31 

electricians LOCAL 203 

03/01/2016 

$34.63 

$13.00 

$14.55 

$0.00 

$62.18 


Apprentice - TELECOMMUNICATION TECHNICIAN - Local 103 
Effective Date - 09/01/2015 

Step percent Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

40 

$13.70 

$13.00 

$0.41 

$0.00 


$27.11 

2 

40 

$13.70 

$13.00 

$0.41 

$0.00 


$27.11 

3 

45 

$15.41 

$13.00 

$11.03 

$0.00 


$39.44 

4 

45 

$15.41 

$13.00 

$11.03 

$0.00 


$39.44 

5 

50 

$17.13 

$13.00 

$11.30 

$0.00 


$41.43 

6 

55 

$18.84 

$13.00 

$11.58 

$0.00 


$43.42 

7 

60 

$20.55 

$13.00 

$11.86 

$0.00 


$45.41 

8 

65 

$22.26 

$13.00 

$12.13 

$0.00 


$47.39 

9 

70 

$23.98 

$13.00 

$12.41 

$0.00 


$49.39 

10 

75 

$25.69 

$13.00 

$12.68 

$0.00 


$51.37 

Effective Date - 03/01/2016 




Supplemental 



Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

40 

$13.85 

$13.00 

$0.42 

$0.00 


$27.27 

2 

40 

$13.85 

$13.00 

$0.42 

$0.00 


$27.27 

3 

45 

$15.58 

$13.00 

$11.52 

$0.00 


$40.10 

4 

45 

$15.58 

$13.00 

$11.52 

$0.00 


$40.10 

5 

50 

$17.32 

$13.00 

$11.79 

$0.00 


$42.11 

6 

55 

$19.05 

$13.00 

$12.06 

$0.00 


$44.11 

7 

60 

$20.78 

$13.00 

$12.34 

$0.00 


$46.12 

8 

65 

$22.51 

$13.00 

$12.62 

$0.00 


$48.13 

9 

70 

$24.24 

$13.00 

$12.90 

$0.00 


$50.14 

10 

75 

$25.97 

$13.00 

$13.17 

$0.00 


$52.14 

i Notes: 








Apprentice to Journeyworker Ratio;l:l 







TERRAZZO FINISHERS 

08/01/2015 

I $48.80 

$10.18 

$18.57 

$0.00 

$77.55 

BRICKLAYERS LOCAL 3 - MARBLE & TILE 









02/01/2016 $49.37 

$10.18 

$18.57 

$0.00 

$78.12 



08/01/2016 $50.27 

$10.18 

$18.65 

$0.00 

$79.10 



02/01/2017 $50.84 

$10.18 

$18.65 

$0.00 

$79.67 
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Classification 


Effective Date Base Wage Health 


Pension Total Rate 

Unemployment 


Apprentice - TERRAZZO FINISHER - Local 3 Marble Tile 
Effective Date - 08/01/2015 

Step percent Apprentice Base Wage 

Health 

Pension 

Supplemental 

Onemployment 

Total Rate 

1 

50 

$24.40 

$10.18 

$18.57 

$0.00 

$53.15 

2 

60 

$29.28 

$10.18 

$18.57 

$0.00 

$58.03 

3 

70 

$34.16 

$10.18 

$18.57 

$0.00 

$62.91 

4 

80 

$39.04 

$10.18 

$18.57 

$0.00 

$67.79 

5 

90 

$43,92 

$10.18 

$18.57 

$0,00 

$72.67 

Effective Date - 

Step percent 

02/01/2016 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

UnemploymeDt 

Total Rate 

I 

50 

$24.69 

$10.18 

$18.57 

$0.00 

$53.44 

2 

60 

$29.62 

$10.18 

$18.57 

$0.00 

$58.37 

3 

70 

$34.56 

$10.18 

$18.57 

$0.00 

$63.31 

4 

80 

$39.50 

$10.18 

$18.57 

$0.00 

$68.25 

5 

90 

$44.43 

$10.18 

$18.57 

$0.00 

$73.18 

V..A..W.W 

-r -r-r.-r- — 

_.c..c.^ ..—. « r- .._..- 


.- ..- 

— ... 



;Notcs: 


Apprentice to Journeyworkcr Ratio;l:3 


TEST BORING DRILLER 

06/01/2015 

$36.45 

$7.30 

$13.40 

$0.00 

$57.15 

LABORERS-FOUNDAVON AND MARINE 

12/01/2015 

$37.20 

$7.30 

$13.40 

$0.00 

$57.90 


06/01/2016 

$37.95 

$7.30 

$13.40 

$0.00 

$58.65 


12/01/2016 

$38.95 

$7.30 

$13.40 

$0.00 

$59.65 

For apprentice rates see "Apprentice- LABORER" 







TEST BORING DRILLER HELPER 

06/01/2015 

$35.17 

$7.30 

$13.40 

$0.00 

$55.87 

LABORERS - FOUNDATION AND MARINE 

12/01/2015 

$35.92 

$7.30 

$13.40 

$0.00 

$56.62 


06/01/2016 

$36.67 

$7.30 

$13.40 

$0.00 

$57.37 


12/01/2016 

$37.67 

$7.30 

$13.40 

$0.00 

$58.37 

For apprentice rates see "Apprentice- LABORER" 







TEST BORING LABORER 

06/01/2015 

$35.05 

$7.30 

$13.40 

$0.00 

$55.75 

LABORERS - FOUNDA TiON AND MARINE 

12/01/2015 

$35.80 

$7.30 

$13.40 

$0.00 

$56.50 


06/01/2016 

$36.55 

$7.30 

$13,40 

$0,00 

$57.25 


12/01/2016 

$37.55 

$7.30 

$13.40 

$0.00 

$58.25 

For apprentice rates see "Apprentice- LABORER" 







TRACTORS/PORTABLE S TEAM GENERATORS 

06/01/2015 

$42.42 

$10.00 

$14.55 

$0.00 

$66.97 

OPERATING ENGINEERS LOCAL 4 

12/01/2015 

$43.66 

$10.00 

$14.55 

$0.00 

$68.21 


06/01/2016 

$44,41 

$10.00 

$14.55 

$0.00 

$68.96 


12/01/20)6 

$45.64 

$10.00 

$14.55 

$0.00 

$70.19 


06/01/2017 

$46.63 

$10.00 

$14.55 

$0.00 

$71.18 


12/01/2017 

$47.62 

$10.00 

$14.55 

$0.00 

$72.17 


For apprentice rales see "Apprentice- OPERATING ENGINEERS" 
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Classification 

Effective Dale 

Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

TRAILERS FOR EARTH MOVING EQUIPMENT 

08/01/2015 

$33.62 

$10.41 

$9.33 

$0.00 

$53.36 

TEAMSTERS JOINT COUNCIL NO. 10 ZONE A 

12/01/2015 

$33.62 

$10.41 

$10.08 

$0,00 

$54.11 


06/01/2016 

$34.12 

$10.41 

$10.08 

$0.00 

$54.61 


08/01/2016 

$34.12 

$10.91 

$10.08 

$0.00 

$55.11 


12/01/2016 

$34.12 

$10.91 

$10,89 

$0.00 

$55.92 

TUNNEL WORK - COMPRESSED AIR 

06/01/2015 

$47.33 

$7.30 

$13.80 

$0.00 

$68,43 

UBORERS (COMPRESSED AIR) 

12/01/2015 

$48.08 

$7.30 

$13.80 

$0.00 

$69.18 


06/01/2016 

$48.83 

$7.30 

$13.80 

$0.00 

$69.93 


12/01/2016 

$49.83 

$7.30 

$13.80 

$0.00 

$70,93 

For apprentice rates see ’'Apprentice- LABORER." 







TUNNEL WORK - COMPRESSED AIR (liAZ. WASTE) 

06/01/2015 

$49.33 

$7.30 

$13.80 

$0.00 

$70.43 

LABORERS (COLLPRESSED AfRJ 

12/01/2015 

$50.08 

$7.30 

$13.80 

$0.00 

$71.18 


06/01/2016 

$50.83 

$7.30 

$13,80 

$0.00 

$71.93 


12/01/2016 

$51.83 

$7.30 

$13.80 

$0.00 

$72.93 

For apprentice rates see "Apprentice- LABORER" 







TUNNEL WORK - FREE AIR 

06/01/2015 

$39.40 

$7.30 

$13.80 

$0.00 

$60.50 

BORERS (FREE AIR TUNNEL) 

12/01/2015 

$40.15 

$7.30 

$13.80 

$0.00 

$61.25 


06/01/2016 

$40.90 

$7.30 

$13.80 

$0.00 

$62.00 


12/01/2016 

$41.90 

$7.30 

$13.80 

$0.00 

$63.00 

For apprentice rates see "Apprentice- LABORER" 







TUNNEL WORK - FREE AIR (HAZ. WASTE) 

06/01/2015 

$41.40 

$7.30 

$13.80 

$0.00 

$62.50 

LABORERS (FREE AIR TUNNEL) 

12/01/2015 

$42.15 

$7.30 

$13.80 

$0.00 

$63.25 


06/01/2016 

$42.90 

$7.30 

$13.80 

$0.00 

$64.00 


12/01/2016 

$43.90 

$7.30 

$13.80 

$0.00 

$65.00 

For apprentice rates see "Apprentice- LABORER" 







VAC-HAUL 

08/01/2015 

$33.04 

$10.41 

$9.33 

$0.00 

$52.78 

TEAMSTERS JOINT COUNCIL NO. 10 TONE A 

12/01/2015 

$33.04 

$10.41 

$10.08 

$0.00 

$53.53 


06/01/2016 

$33.54 

$10.41 

$10.08 

$0.00 

$54,03 


08/01/2016 

$33.54 

$10.91 

$10.08 

$0.00 

$54.53 


12/01/2016 

$33.54 

$10.91 

$10.89 

$0.00 

$55.34 

WAGON DRILL OPERATOR 

06/01/2015 

$35.35 

$7.30 

$13,20 

$0.00 

$55.85 

LABORERS-ZONE I 

12/01/2015 

$36.10 

$7.30 

$13.20 

$0.00 

$56.60 


06/01/2016 

$36.85 

$7.30 

$13.20 

$0.00 

$57.35 


12/01/2016 

$37.85 

$7.30 

$13.20 

$0.00 

$58.35 

For apprentice rates see "Apprentice- LABORER" 







WASTE WATER PUMP OPERATOR 

06/01/2015 

$42.83 

$10.00 

$14.55 

$0.00 

$67.38 

OPERATING ENGINEERS LOCAL 4 

12/01/2015 

$44.08 

$10.00 

$14.55 

$0.00 

$68.63 


06/01/2016 

$44.83 

$10.00 

$14.55 

$0.00 

$69.38 


12/01/2016 

$46.08 

$10.00 

$14.55 

$0.00 

$70.63 


06/01/2017 

$47.08 

$10.00 

$14.55 

$0.00 

$71.63 


12/01/2017 

$48.08 

$10.00 

$14,55 

$0.00 

$72.63 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







WATER METER INSTALLER 

09/01/2015 

$50.46 

$10.82 

$15.14 

$0.00 

$76.42 

PLUMBERS & GASFITTERS LOCAL 12 

03/01/2016 

$51.61 

$10.82 

$15.14 

$0.00 

$77.57 


09/01/2016 

$52.66 

$10.82 

$15.14 

$0,00 

$78.62 


03/01/2017 

$53.66 

$10.82 

$15,14 

$0.00 

$79.62 


For apprentice rates see "Apprentice- PLUMBER/PIPEFITTER" or "PLUMBER/GASFITTER" 
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Classification 


Effecthe Date Base Wage Health 


Pension 


Supplemental 

Unemployment 


Total Rale 


Additional Apprentice Inibrmation: 

Mirnmnm wage rates for apprentices employed an public works projects are listed above as a percentage of the pre-delermined hourly wage rate established by the 
Commissioner under the provisions of the M.G.L. c. 149, ss, 26-27D. Apprentice ratios arc established by the Division of Apprenticeship Training pursuant to M.G.L. 
0 . 23, ss, IIE-IIL. 

Ail apprentices must be registered with the Division of Apprenticeship Training in accordance with M.G.L, c. 23, ss, 1 lE-1 IL. 

All steps are six months (lOOO hours.) 

Ratios are expressed in allowable number of apprentices to journeymen or fraction thereof, unless otherwise specified, 

** Multiple ratios are listed in die comment field. 

APPtoJM; 1:1,2:2.2:3.3:4,4:4,4:5,4:6,5:7,6:7,6:3.6:9,7:10, 3:10,8:11,8:12,9:13,10:13, 10:14,etc. 

APPtoJM; 1:1, 1 : 2 ,2:3,2:4, 3:5, 4:6, 4:7, 5:8, 6:9,6:10, 7:11, 8:12, 8:13,9:14,10:15, 10:16, etc. 
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